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M  I  N  U  T  E  S 


PUBLIC  UTILITIES  COMISSIPN 


ADJOURNED  MEETING  OF  THE  PUBLIC  UTILITIES  COM- 
MISSION IN  ROOM  282  -  CITY  HALL  -  JANUARY  2, 
1952. 

************************************************* 


Present:    Commissioners  Philip  P.  Landis,  Sam  Mc  Kee,  Victor 
S.  Swans on,  Edw.  Bf  Baron  and  Donald  A.  Cameron. 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,l6l~ 

WHEREAS,  under  the  terms  of  HHWS  Contract  No.  244-Clearlng 
OfShaughnessy  Reservoir,  Hetch  Ketchy  W&ter  Supply,  Power  and 
Utilities  Engineering  Bureau, contractor,  clearing  under  the 
contract  was  to  have  been  completed  not  later  than  November  19* 
1951  and  burning  of  the  cleared  material  was  to  have  been 
completed  within  sixty  calendar  days  after  burning  was 
authorized  by  the  Superintendent  of  Yosemite  National  Park;  and 

WHEREAS'  the  Contractor  has  completed  the  work  of  clearing 
within  the  time  alloted;  and 

WHEREAS,  authority  to  commence  the  burning  was  not  granted 
by  the  Yosemite  National  Park  until  November  1,  195I;  and 

WHEREAS,  continued  excessive  snow  and  rain  has  since 
prevented  burning  operations;  and 

WHEREAS'  material  can  not  now  be  burned  until  my  1,  1952: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  this  Commission  here- 
by approves  the  postponment  of  all  work  on  HHWS  Contract  No,  244 
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from  December  1,  1951  until  May  1,  1952;  and 

BE  IT  FURTHER  RESOLVED,  That  the  contract  time  for  com- 
pletion of  work  be  established  as  of  May  Jl,  1952  and  that 
liquidated  damages  by  reason  of  such  extension  are  hereby 
waived. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.1&2— • 

WHEREAS,  under  the  terms  of  HHWS  Contract  No.  239-Cherry 
River  Project,  City  Camp  at  Dam  Site,  KleinSmid  Construction 
Company,  contractor,  work  under  the  contract  was  to  be  com- 
pleted not  later  than  March  5,  1952;  and 

WHEREAS    the  Contractor  has  requested  that  he  be  permitted 
to  postpone  further  work  on  the  contract  during  the  winter 
months;  and 

WHEREAS,  it  is  to  the  best  interests  of  the  City  and  of 
the  Contractor  that  such  request  be  granted: 

NOW    THEREFORE,  BE  IT  RESOLVED,  That  this  Commission 
hereby  approves  the  postponement  of  all  work  on  HHWS  Contract 
No*  239  for  a  period  not  to  exceed  ninety  calendar  days  ;  and. 

BE  IT  FURTHER  RESOLVED,  That  the    contract  time  for  com- 
pleting work  under  the  contract  be  and  the  same  is  hereby  ex- 
tended ninety  calendar  days  and  that  liquidated  damages  by 
reason  of  such  extension  are  hereby  waived * 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.l6V~ 

RESOLVED'  That  this  Commission  approves  all  non-civil 
service  and  temporary  appointments  and  removals  made  by  the 
Manager  of  Utilities  for  the  month  of  November,  1951;  and 

BE  IT  FURTHER  RESOLVED  That  a  report  of  said  appointments 
and  removals  be  transmitted* to  the  Civil  Service  Commission  and 
to  the  Controller* 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.3.64— 

WHEREAS,  for  th<  improvement  of  service  upon  the  MUnici- 
pal  Railway  of  the  City  and  County  of  San  Francisco,  it  is 
recommended  that  there  be  an  abandonment  of  service  upon  the 
No,  37  Line,  around  the  block,  from  Eighteenth  and  Castro 
Streets  and  back,  via  Eighteenth,  Hartford,  Nineteenth  and 
Castro  Streets: 

THEREFORE,  BE  IT  RESOLVED t  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  recommends  to 
the  Board  of  Supervisors  of  said  City  and  County  of  San 
Francisco  that  the  proposed  abandonment  of  the  above  described 
route  be  authorized  and  confirmed  by  said  Board  of  Supervisors. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12. l65— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  W&ter  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  water  Department,  as  hereinafter 
set  forth: 

THEREFORE,  BE  IT  RESOLVED '  That  the  Public  Utilities  Com- 
mission of  the  City  and  County' of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Co. 

Permit  to  install  a  pole  line  anchor  within  the  Hetch 
Hetohy  right  of  way  adjacent  to  the  east  line  of  Willow  Road, 
northeast  of  Menlo  Park,  San  Mateo  County. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously; 

—RESOLUTION  NO.  12.166— 

RESOLVED'  That  this  Commission  hereby  requests  the  Board  of 
Supervisors  to  adopt  resolution  accepting  a  deed  from  Eric 
Dahlberg  and  Sons,  to  an  easement  right  of  way  over  Block  2901-A 
near  0?Shaughnessy  Boulevard,  San  Francisco,  required  for  the 
San  Francisco  Water  Department,  and  that  the  sum  of  $500.  be  paid 
for  said  easement  from  Appropriation  No.  9O-60O-66. 
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On  motion  of  Commissioner  Baron,  seconded  "by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO,  I2.I67— 

RESOLVED^  That  this  Commission  hereby  requests  the 
Controller's  certification  of  the  following: 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$500.00,  under  Appropriation  No.  97-520-20,  to  provide  for 
certification  of  Encumbrance  Request  for  Joint  Pole  Interest 
in  connection  with  Rehabilitation  of  the  Municipal  Railway, 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$34,000.00,  from  Appropriation  No.  166-50O-OO,  to  credit  of 
Appropriation  No.  166-399-O5-O4,  to  provide  for  purchase  of 
meters  and  valves. 

Airport  Request  for  Additional  Allotment  in  amount  ^63,32°»55> 
under  Appropriation  No.  96-924-00,  to  provide  for  purchase  of 
cable  required  for  Substation  A&C  and  Standby  Power  Plant, 
to  be  included  with  other  materials  and  installation  contract 
in  an  application  for  Federal  Grant. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in 
amount  $3,153.00,  from  Appropriation  No*  168-35O-OO,  to 
credit  of  Appropriation  No.  168-399-03-50,  transferring  from 
food  stuff  appropriation  to  Stores  Revolving  Fund. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted:  Commissioners 
Landis  and  Cameron  voting  ??N0?\ 

— RESOLUTION  NO.  12,168— 

RESOLVED f  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in 
amount  510,070.00,  under  Airport  Contract  No.  130-Construction 
of  Terminal  Building  at  the  San  Francisco  Airport,  contractor, 
Clinton  Construction  CoOJ  covering  the  following: 

Modify  contract  to  include  the  changes  shown  on  Drawings 
Nos.  S-101;  S-102;  E-101,  Revision  1,  and  setforth  in 
the  specifications  entitled  ??Specif ica tions  for  Modifi- 
cation No.  4??,  dated  December  10,  1951;  and  shall  be 
modified  to  delete  approximately  940  lineal  feet  of  2?? 
conduit  required  by  the  contract  drawings  for  spare  con- 
duits for  the  public  address  system. 

BE  IT  FURTHER  RESOLVED'  That  the  Controller  is  requested 
to  certify  Airport  Request  for  Intra  Fund  Transfer,  in  amount 
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$8,380.00,  from  Appropriation  No.  96-9OO-OO- Unallocated,  to 
credit  of  Appropriation  No.  196-953-OI,  to  provide  for  the 
modification  hereinabove  outlined. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.16Q~ 

RESOLVED,  That  this  Commission  hereby  approves  the 
proposed  Supplement  to  Ground  Transportation  Service  Agree- 
ment, dated  July  1,  1950,  submitted  to  this  Commission, 
covering  special  transportation  services  rendered  at  the  San 
Francisco  Airport. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.170-- 

RESOLVED'  That  this  Commission  hereby  requests  the  M^yor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $797«50-Water  Department 
Funds,  to  provide  for  pro-rata  share  of  the  cost  of  operating 
an  administrative  office  of  the  Utilities  Division,  Calif- 
ornia State  Civil  Defense  and  Disaster  Relief  Plan. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted :-Commissioners 
Mc  Kee  and  Swanson,  voting  "NO". 

—RESOLUTION  NO.  12.iyi~ 

RESOLVED,  That  this  Commission  hereby  instructs  the  City 
Attorney  to  appeal,  forthwith,  the  decision  adverse  to  the 
respondents  in  the  Case  of  Gowenlock  v  Turner,  et  al.,  pend- 
ing the  Superior  Court  of  the  State  of  California,  in  and  for 
the  City  and  County  of  San  Francisco. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


825th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JANUARY 

7>  1952- 


Present:    Commissioners  Philip  F«  Landis,  Sam  Mc  Kee,  Victor 
S.  Swanson,  Edw.  B,  Baron  and  Donald  A,  Cameron. 

President  Philip  P.  Landis  presided* 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
McKee,  the  following  minutes  were  approved: 

Minutes  of  the  824th  regular  meeting  of  the  Commission 
held  December  17,  1951* 

Minutes  of  the  adjourned  meeting  of  the  Commission  held 
December  26,  1951* 

Minutes  of  the  adjourned  meeting  of  the  Commission  held 
January  2,  1952. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

-REiSOWriON  NO,  IgJJg— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 
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To:    Frank  Aragon,  2136  Jefferson  Avenue,  Redwood  City,  Calif- 
ornia, 

Permit}  to  occupy  a  portion  of  Hetch  Hetchy  right  of  way 
for  gardening  and  crossover  privileges;  said  portion  being 
Lots    9  to  14,  of  Block  1,  The  Oaks  Subdivision,  Redwood  City 
that  extend  into  the    said  City's  right  of  way, 

BE  IT  FURTHER  RESOLVED    That  certain  permit  issued  to 
Henry  Small  by  Public  Utilities  Commission  Resolution  10,717, 
dated  ray  15,  1950  and  that  certain  permit  issued  to  Kenneth 
Anderson  by  Public  Utilities  Commission  Resolution  11,995, 
dated  October  22,  1951,  insofar  as  said  permits  granted  use  and 
occupancy  of  Lots  9  to  14,  inclusive,  of  Block  1,  The  Oaks  Sub- 
division Redwood  City,  are  nereby  revoked. 

On  motion  of  Commissioner  McKee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.17  V- 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions and  hereby  approves  Certificate    of  Acceptance  and  Final 
Payment  in  amount  $2,820,00,  in  favor  of  Abbett  Electric  Cor- 
poration, under  BLH&P  Contract  No*  108-Construction  of  Street 
Lighting  System  in  Parker  Avenue  from  Turk  Street  to  Anza 
Street. 

On  motion  of  Commissioner  Baron,  Seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.174— 

RESOLVED '  That  this  Commission  approves  the  terms  and 
conditions  anS  authorizes  issuance  of  Airport  Space  Rental 
Permit,  as  follows: 

To:    Philippine  Air  Lines,  Inc. 

Effective:  January  l,  1952 


Prooertv  Description: 

Area 
Sq.Ft. 

Sq.  Ft. 
Pr.  Yr. 

Amount 
Year 

per 

General  Acreage 

Operation  Bldgs, 
Paved  Area 

3139 

$,01 

Baggage  Canopy 

232 

♦075 

$6c 

J0.00 

(Minimum  Charge 
International  Pass.Ter JBldg. 

min  Floor-Lobby  88  5,00  440,00 

$  1,040.00 

BE  IT  FURTHER  RESOLVED »  That  Resolution  No.  9122,  adopted 
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August  2,  1948  and  Resolution  No»  11287,  adopted  January  2, 
1951 1  be  and  the  same  are  hereby  rescinded. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

•    —RESOLUTION  NO*  12.175— 

RESOLVED '  That  on  recommendation  of  the  Manager  of 
Utilities,  thS  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are    or  will  be  legally  avail- 
able in  payment  of  non-litigated  and  litigated  settlements 
as  follows: 


Claimant       CURRENT  YEAR 
Non-litigated  settlements 

Frederick  W.  Reid 
Francis  Ward 
Barbara  Bishop 
Mary  Sanders 
Jettrude  R.  Wilson 
Delphine  Robinson 
Gunnar  Erikstad 
Fred  R.  Suhling 
Samuel  F.  Cappa 
department  of  Electrici- 
ty-City and  County  of  San 
Francisco 

Litigated  Settlements 
Herbert  S.  Kline 
Pauline  Kline 


Date  of  Accl  dent 


August  4,  1951 
November  IS,  1951 
October  30,  1951 
July  23,  1951 
August  17,  1951 
October  19,  1951 
December  10,  1951 
October  1R,  1951 
December  o,  1951 


September  10,  1951 


September  15,  1951 
September  15,  1951 


Settlement 


176,31 
300.00 
65COO 
238.50 
300,00 
245.69 
126.6b 
141 .49 


121.11 


732,51 
750.00 


Appropriation  No.  I65-804-OI 


$At 527.27 


On  motion  of  Commissioner  McKee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,176— 

RESOLVED f  That  in  accordance  with  the  recommendations 
of  the  Manager  of  Utilities  for  the  extension  of  water  mains 
and  services,  the  contract  for 

Laying  of  8-Inch  Cast  Iron  Main    in  Harrison  Street 
North  of  20th  Street,  SFWD  Specification  No*  601 
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a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

THE  SAN  FRANCISCO  WATER  DEPARTMENT 

it  being  the  only  regular  and  responsible  bidder  for  the  work 
aforesaid  at  TWO  THOUSAND  NINE  HUNDRED  AND  SEVENTY  FOUR  DOLLARS 
AND  TWENTY  FIVE  CENTS  ($2,974.25)  said  sum  being  the  total 
price  for  the  only  bid  submitted  on  the  basis  hereinabove 
stated . 

AND  BE  XT  FURTHER  RESOLVED,  the  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
services. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.177— 

RESOLVED,  That  this  Commission  hereby  approves  the  follow- 
ing Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $1,375.02  in  favor  of  Fred  Johnson 
Electric  Co.,  under  Airport  Contract  No.  135-Constructlng 
Lighting  North  Access  Road,  Lighting  Itinerant  Aircraft  Areaf 
and  Related  Work, 

Contract  Payment  in  amount  $7,269.98,  in  favor  of  Morris  Daley, 
under  Airport  Contract  No.  1 33-C ons true t ion  of  Maintenance 
Storage  Shed,  Itinerant  Pilots*  Building  and  Related  Work. 

Contract  Payment  in  amount  $6,264.79,  in  favor  of  Lowrie  Paving 
Co.,  under  Airport  Contract  No.  132-Paving  Aprons  and  Taxiways, 
Other  Grading,  Paving,  Drainage  and  Electrical  Work  at  the  San 
Francisco  Airport. 

Contract  Payment  in  amount  $63,282.39,  in  favor  of  Clinton 
Construction  Co.,  under  Airport  Contract  No.  130-Construction  of 
Terminal  Building  at  the  San  Francisco  Airport. 

Contract  Payment  in  amount  $9,235.94,  in  favor  of  Crocker  First 
National  Bank  of  San  Francisco  as  assignee  for  KleinSmid  Con- 
struction Co.,  under  HHWS  Contract  No.  238-Construction  of 
Access  Ro^d,  Early  Intake  to  Cherry  Valley  Damsite,  Section  DE. 

Contract  Payment  in  amount  $7,815.58,  in  favor  of  T.  E.  Connolly, 
Inc.,  under  HHWS  Contract  No.  238-Construction  of  Access  Road, 
Early  Intake  to  Cherry  Valley  Dam  Site,  Section  C-2. 
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Contract  Payment  in  amount  $7,123.00,  in  favor  of  T.  JS. 
Connolly,  Inc.,  under  HHWS  Contract  No,  237- Improvement  of 
Access  Road,  South  Fork  to  Early  Intake  and  to  Camp  Mather, 

Contract  Payment  in  amount  $7,892.10,  in  favor  of  KleinSmid 
Construction  Co.,  under  HHWS  Contract  No.  239-Cherry  River 
Project-City  Camp  at  Dam  Site. 

Contract  Payment  in  amount  $39,540,05,  in  favor  of  United  Con- 
crete Pipe  Corporation,  under  HHWS  Contract  No.  230-San  Joaquin 
Pipe  Line  No0  2-Section  A-l. 

On  motion  of  Commissioner  McKee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,178— 

WHEREAS,  two  electric  motors  serving  the  sewerage  pumps 
in  the  United  Airlines*  leased  area  were  put  out  of  service; 
and 

WHEREAS,  to  provide  proper  sanitation  facilities  for  some 
two  thousand  employees  working  in  the  affected  area,  repairs 
of  said  motors  are  Imperative: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  in  consonance  with 
the  provisions  of  Section  46,  Chapter  10,  Article  2  of  the 
Municipal  Code,  time  not  permitting  the  calling  of  bids  for 
said  repairs  and  to  provide  for  the  sanitary  welfare  of  em*- 
ployees,  this  Commission  hereby  declares  the  existence  of  an 
emergency  and  the  Manager  of  Utilities  be  and  he  is  hereby 
directed  to  take  such  steps  as  are  necessary  to  provide  for 
repair  of  said  motors;  and 

BE  IT  FURTHER  RESOLVED,  That  the  Controller  is  hereby 
requested  to  certify  necessary  funds,  in  an  estimated  amount  of 
$1,500.00  to  cover  cost  of  said  repairs. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12.17Q— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  hereinafter 
set  forth; 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 
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TO:  SOUTH  SAN  FRANCISCO  UNIFIED  SCHOOL  DISTRICT 

500  EL  CAMINO  REAL 
SOUTH  SAN  FRANCISCO 
CALIFORNIA 

Permit  to  use  for  a  roadway  a  portion  former  Municipal 
Railway  right  of  way  through  South  San  Francisco;  said  portion 
being  approximately  1,025  feet  in  length,  extending  southerly 
from  the  south  line  of  West  Orange  Avenue,  South  San  Francisco. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO,  12,l80— 

RESOLVED,  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $30*57 >  expenses  of  Geo.  M.  Dixon, 
Manager  and  Chief  Engineer  of  the  San  Francisco  Airport,  month 
of  November,  1951 ,  covering  conferences  with  Federal  and 
Westinghouse  Corporation  officials,  re  approach  light  installa- 
tion; conferences  with  Chamber  of  Commerce;  Newspaper  Editors 
and  officials  of  the  Morrison  Knudsen  Company. 

Expense  Voucher  in  amount  $2.60,  expenses  of  R.  E.  Smith, 
Assistant  Superintendent  of  Airport  Operations,  covering  confer 
ence  with  the  Bay  Area  Aviation  Committee. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
McKee,  the  following  resolution  was  adopted  unanimously: 

^RESOLUTION  NO.  12.l8l- - 
RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Airport  Request  for  Additional  Allotment,  in  amount  $1,500.00, 
under  Appropriation  No.  I93-052-OO  and  in  amount  $775.00,  under 
Appropriation  No.  193-053-OO  to  provide  for  preliminary  expense 
of  printing  bonds  and  legal  fees  and  expense  in  connection  with 
taird  sale  of  $3,100,000.00  1949  San  Francisco  Airport  Bonds. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
$05,50,  from  Appropriation  No.  168-996-II,  to  credit  of  Appro- 
priation No.  968-996-26.  to  provide  additional  fluids  for  audit- 
ing and  accounting  services  of  the  Controller's  Utilities  audit 
staff  in  connection  with  study  of  interdepartmental  appropria- 
tions., 

Hetch.  Hetchy  Request  for  Additional  Allotment  in  amount 
$1?0G0,00,  under  Appropriation  No.  168-801-OO,  Accident  Compen- 
sation Allowance  for  third  quarter  of  fiscal  year. 

Municipal  Railway  Request  for  Additional  Allotment,  in  amount 
$406,18,  under  Appropriation  No.  97.510.09-56  and  in  amount 
$2,507.23,  under  Appropriation  97.510.09-57  to  make  available 
funds  for  the  certification  of  work  orders  to  the  Hetch  Hetchy 
Project  Operating  Fund  for  engineering  services  in  connection 
with  M.R.  Contract  No.  377  -  "Remodeling  Offices  at  Geary  Car- 
house". 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson#  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.l82~ 

RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  execution  of  Water  Department 
agricultural  lease  as  follows: 

Jos.  Kiser  and  Jos*  Kiser  Co*,  covering  80    acres,  more  or  less 
being  portion  of  Tract  ?,A?f  within  the  Sunol  Portion 
of  the  Rancho  El  Valle  de  San  Jose,  for  period  of  six  years, 
commencing  January  1,  1952,  for  a  total  rental  of  $35,250,00, 
land  to  be  used  for  cultivation  of  strawberries. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
McKee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.l8V - 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordinance 
appropriating  the  sum  of  $406.CO-San  Francisco  Airport  Depart- 
ment Funds  (Unappropriated  Balance  in  the  Special  Aviation 
Fund),  to  Appropriation  No.  164,400.00,  Operating  Fund,  San 
Francisco  Airport,  to  provide  funds  required  for  the  purchase 
of  photographic  equipment. 

On  motion  of  Conxnissioner  Cameron,  seconded  by  Commissioner 
Swans on,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  I2.184-- 

RESOLVED,  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $200,00,  in  favor  of  Harm! on  D, 
Mills,  for  services  as  Transportation  Expert  and  Co-Ordinator 
for  Operations  of  the  Municipal  Railway,  month  of  December, 
1951. 

Contract  Payment  in  amount  $77,924.30,  in  favor  of  M  and  K 
Corporation,  under  SFWD  Contract  No.  679-Laying  36"  Steel  Sutiro 
Reservoir  Supply  Main 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  I2.185-- 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Municipal  Railway 
Contract  No.  400  (Constructing  Sidewalk-Kirkland  Yard,  conr 
tractor,  Lowrie  Paving  Company),  in  amount  $600.00  for  raising 
manholes  to  new  sidewalk  grade  as  shown  on  Drawing  No.  BL-30IO 
by  Force  Account,  per  Section  54  of  Contract  Specifications, 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swans on,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.l86~ 

RESOLVED,  That    George  S.  Warren  be  and  he  is  hereby 
appointed  to  act  as  Assistant  Secretary  to  this,  the  Public 
Utilities  Commission,  and  to  perform  all  duties  and  acts 
required  of  the  Secretary  during  the  period  of  January  7  through 
January  l8,  1952,  and  that  the  duties  of  Assistant  Secretary 
shall  be  in  addition  to  work  performed  by  George  S.  Warren  as 
Assistant  Supervisor-Bureau  of  Accounts. 

*  #  *  ♦  * 

Letter  dated  January  4,  1952,  addressed  to  the  Public 
Utilities  Commission  by  DeLeuwp  Cather  and  Company,  containing 
a  proposal  for  the  preparation  of  preliminary  plans  for  and 
estimates  of  cost  of  a  rapid  transit  system  for  San  Francisco 
was  considered  by  the  members  of  the  Public  Utilities  Commis- 
sion and  accepted  by  them.      (This  project  is  to  be  completed 
within  a  period  of  approximately  six  months  and  is  to  be  done 
at  a  lump  sum  price  of  $46,000.) 


PUBLIC  HEARING: 

Subject:  Municipal  Railway  service  to  the  Lake  Merced,  Stones- 
town  and  outer  west  of  Twin  Peaks  area.  (Nos.  17*  18,  28,  36  and 
M  Lines) 

Preliminary  to  the  hearing  President  Landis  stated  that  the 
general  plan  of  the  Commission  with  regard  to  the  Municipal 
Railway  is  intended  to  be  extensions  and  betterments  to  the 
service,  and  while  there  may  be  discussion  as  to  changes  in 
plans  or  adequacy  of  service ,  the  fundamental  purpose  of  exten- 
sions is  to  meet  increased  potential  riding  habit  that  may  be 
generated  in  certain  newly  developed  areas. 

Colonel  M.  D.  Mills  briefly  outlined  the  proposed  changes 
and  Mr.  J.  H.  Turner  and  Mr.  C.  D.  Miller  stated  that  they  con- 
curred in  the  recommendations  which  had  been  made. 

Comments  and  suggestions  were  then  invited  from  the  group 
of  citizens  present. 

1.  Mrs.  Irene  Pellicer,  339  Chester  Avenue,  indicated  interest 
in  the  No.  28  Bus  Line,  and  stated  that  she  would  suggest  that 
this  line  be  extended  into  the  West  Portal  area,  and  that  St. 
Francis  Circle  be  eliminated  as  a  general  transfer  point. 

2,  Mr.  w.  0.  Granicher,  Chairman,  Transportation  Committee, 
West  of  Twin  Peaks  Central  Council,  101  Santa  Clara  Avenue,  pre- 
sented a  communication  from  his  organization  outlining  comments 
and  recommendations  on  the  proposed  changes. 
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At  this  point  President  Land is  indicated  that  the  lines  would 
be  considered  individually  beginning  with 

No.  17  (North) 

The  following  persons  presented  objections  to  this  extension: 

David  Blair,  President,  Monterey  Heights  Homes  Association, 
1230  Monterey  Boulevard,  San  Francisco  27  (letter  submitted); 

Martin  A.  Fellhauer,  329  West  Portal  Avenue  (petition  sub- 
mitted); 

John  Craig,  Secretary,  St.  Francis  Homes  Association,  101 
Santa  Clara  Avenue,  San  Francisco  2J\ 

R.  E.  Pfoiffer,  Secretary,  Westwood  Highlands  Association, 
270  Hazelwood  Avenue,  San  Francisco  12; 

Dr.  P.E.S.  Brougher,  Secretary,  Balboa  Terrace  Homes  Associa- 
tion, 199  San  Aleso  Avenue,  San  Francisco  27; 

Mrs.  John  Halko,  80  El  Veranb  Way,  San  Francisco; 

Charles  Fredericks,  Darien  Way,  San  Francisco; 

L.  A.  Barber,  345  Brentwood  Avenue,  San  Francisco; 

R.  E.  Fisher,  287  Brentwood  Avenue,  San  Francisco. 

Mr.  J.  H.  Turner  presented  for  the  record  the  following  letters 
and  telegrams  of  protest  which  he  has  received  against  this 
proposed  line: 

Mrs.  Samuel  Vartan,  85  Fernwood  Drive,  San  Francisco  (letter); 

K.  0.  Plough,  8l  Rosewood  Drive,  San  Francisco  (letter); 

Richard  E.  Fisher,  287  Brentwood  Avenue  (telegram); 

Mr.  and  Mrs.  Joseph  Roditti,  283  Brentwood  Avenue  (telegram); 

McCook  Family,  257  Brentwood  Avenue; 

Mr.  and  Mrs.  Gordon  Russell  and  Family, 

John  E.  Sullivan,  Secretary,  West  Portal  Merchants  Association, 
840  Ulloa  Street,  San  Francisco  27,  commented  that  he  is  a 
merchant  on  West  Portal  Avenue  and  that  he  has  found  public 
opinion  as  expressed  in  his  place  of  business  to  be  in  favor  of 
this  bus  line  extension. 

Mrs.  J.  W.  Mahoney,  115  San  Felipe  Avenue,  San  Francisco,  stated 
that  she  and  many  of  her  neighbors  would  like  very  much  to  see 
the  No.  17  bus  line  put  through. 

John  Minudri,  President  of  West  Portal  Merchants  Association, 
spoke  in  favor  of  augmented  service  to  West  Portal  Avenue  in 
general, 
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No,  17  (South) 

No  comments  or  protests  were  received  on  this  extension. 
No.  28  Line 

Mr.  W.  0.  Granlcher  protested  against  a  change  in  the  routing 
of  the  No.  28  Line,  chiefly  in  connection  with  transportation 
to  Abraham  Lincoln  High  School.     Mr,  V.  W.  Anderson  of 
Colonel  Mills5  staff  explained  reasons  for  the  necessity  for 
this  change  and  presented  a  chart  showing  analysis  of  riding 
habit  on  this  line. 

Mr.  Harry  Young,  Attorney  for  Stonestown,  spoke  in  favor  of 
increased  service  for  the  Stonestown  development,  and  presented 
a  petition  from  residents  in  that  section. 

No.  18  Line.  No.  fo-l8  Combination  and  "M"  Line  were  considered 
for  discussion.     No  comments  or  protests  were  received • 

Commissioner  McKee  moved  that  the  subject  extensions  and  re- 
routings  be  taken  under  submission;  Seconded  by  Commissioner 
Swanson;  Action:  Approved. 


THEREUPON  THE  MEETING  ADJOURNED . 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


826th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JANUARY 
14.  1952 


Present:    Commissioners  Philip  F.  Landis,  Sam  McKee ,  Victor 
So  Swanson,  Edw,  B,  Baron  and  Donald  A,  Cameron* 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  minutes  of  the  825th  regular  meeting  of  the  Com- 
mission held  January  7>  195^»  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12fl87~ 

RESOLVED,  That  this  Commission  hereby  amends  its  Resolu- 
tion No,  11,377,  dated  February  5,  1951.  to  provide  for  the 
deletion  of  the  name  of  A,  0.  Olson  as  an  authorized  signature 
on  Hetch  Hetchy  Revolving  Fund  transactions. 

On  motion  of  Commissioner  McKee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12ol88— 

RESOLVED,  That  this  Commission  hereby  approves  Traveling 
Expense  Voucher  in  the  amount  of  $3,45,  expense  of  John  G. 
Brucato  in  connection  with  inspection  and  consultation  on 
walnut  orchard  with  Professor  Serr,  University  of  California, 
W0  Haas,  Manager,  Walnut  Growers  Association,  and  Mr.  G,  Hamm, 
prospective  tenant. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 
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— RESOLUTION  NO.  12.189-- 

RESOLVED,  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated  settlements  and  judg- 
ments as  follows: 


Claimant         CURRENT  YEAR 

Non-Litigated  settlements    Date  of  Accident  Settlement 


Maeoma  Sowell  July  27,  1951  $  500.00 

Gustave  P.  Monzani  Nov.  $7,  1951  300.OO 

Thomas  Morrison  Dec,  13,  1951  127*88 

Linda  Stoutenberg  July  2o,  1951  600.00 

Eva  Witherspoon  Sept.  27,  1951  900.00 

Dorothy  Lewis  Nov,  16,  1951  245,46 

Judgment 

Sam  Pontello  Oct.  28,  1951  ^.00 

Appropriation  No.  165-804-OI  $2. 728.^4 


On  motion  of  Commissioner  McKee,  seconded  by  Commissioner 
Swan son,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.190— 

RESOLVED,  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  specifi- 
cations and  approved  credit  Modification  of  Contract  in  the 
amount  of  $2,04! «» 57,  under  San  Francisco  Water  Department  Con- 
tract No,  590-Gathering  and  Delivering  of  the  Walnut  Crop  on 
the  Sunol  Walnut  Orchard.      (The  purpose  of  this  modification 
is  to  set  the  full  contract  price  and  to  decrease  by  the 
amount  indicated  the  funds  provided  for  performance.  Estimate 
was  $11,000*00;  actual  performance  $8,958.43;  difference 
$2,041.57.) 

BE  IT  FURTHER  RESOLVED,  That  this  Commission  approves 
Authorized  Deduction  and  Order  for  Payment  in  amount  of  $609.62, 
from  total  due  contractor  on  SFWD  Contract  No.  590,  for  re- 
imbursement of  wages  paid  to  Jessie  D.  Mendoza,  J-4  Laborer, 
for  services  as  night  watchman  at  the  Dehydrator,  Sunol  Walnut 
Orchard. 
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BE  IT  FURTHER  RESOLVED,  That  this  Commission  approves 
Certificate  of  Acceptance  and  Pinal  Payment  in  amount  of 
$8,348.81,  in  favor  of  First  National  Bank  of  Los  Gatos, 
assignee  for  John  Helzer,  Contractor,      (Net  amount  of  con- 
tract $8,958.43,  less  authorized  deduction  of  $609,62.) 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
McKee ,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.191-- 

RESOLVED^  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifications; 
approves  Modification  of  Contract  in  amount  $32.50,  being  the 
difference  between  the  final  actual  cost  of  the  work  and  the 
estimated  contract  price;  and  approves  Certificate  of  Accept- 
ance and  Final  Payment  in  amount  $1,329.60,  in  favor  of  Roy 
Madsen,  under  San  Francisco  V/ater  Department  Contract  No.  583- 
Reconstruction  of  College  Hill  Chlorinating  Station* 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12492— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions and  approves  Certificate  of  Acceptance  and  Final  Payment 
in  amount  $l6,66l.OO,  in  favor  of  Regal  Roofing  Company,  under 
Municipal  Railway  Contract  No.  387-Roof  Repair  at  Elkton  Shops* 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
McKee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.19^- 

RESOLVED,  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $24*12,  expense  of  Robert 
Rockwell,  Assistant  Director  of  the  Bureau  of  Public 
Service,  month  of  December,  1951,  covering  conferences 
with  Junior  Chamber  of  Commerce,  Advertising  Club, 
newspaper,  magazine  and  radio  representatives. 

Expense  Voucher  in  amount  $18.50,  expenses  of  Myles 
W.  Smith,  Assistant  Director  of  the  Bureau  of  Public 
Service,  month  of  December,  1951,  covering  conferences 
with  Chambers  of  Commerce,  Peninsula  newspapermen, 
Reuter's  News  Agency* 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

■   —RESOLUTION  NO.  12.194— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Controller's  certification  of  the  following: 

Hetch  Hetchy  Project  Request  for  Additional  Allotment,  in 
amount  $4,102.00,  under  Appropriation  No.  168.300*00,  to  pro- 
vide additional  funds  for  Materials  and  Supplies  pending 
approval  of  Supplemental  Appropriation  now  in  process. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in  amount 
$1,439.00*  from  Appropriation  No0  168.216,00  to  provide  for 
expenditures  for  Maintenance  and  Repair  of  Automotive  Equipment 
for  January,  1952* 

Municipal  Railway  Request  for  Additional  Allotment,  in  amount 
$62,500.00,  under  Appropriation  No.  l65.804.Ol,  to  provide 
funds  for  Passenger  and  Damage  Claims  for  three-month  period 
January  1st  through  March  31st,  1952. 

Municipal  Railway  Request  for  Additional  Allotment,  in  amount 
$13,847.50,  from  Appropriations  Nos,  97.520.2i  and  97.530.06 
to  make  available  funds  for  certification  of  Municipal  Railway 
Contract  No.  414,  Trolley  Wyes  and  Curves  at  Various  Locations 
and  Municipal  Railway  Contract  No.  418,  Raising  Tracks  at 
Forest  Hill  and  Eureka  Stations. 

Municipal  Railway  Request  for  Additional  Allotment,  in  amount 
$5,000.00,  under  Appropriation  No.  97. 510. 23-57,  ^  make  avail- 
able funds  for  certification  of  a  work  order  for  Field 
Engineering-Ocean  and  Phelan  Avenue  Terminal. 

Hetch  Hetchy  Project  Request  for  Intra-Fund  Transfer,  in 
amount  $1,725.00,  from  Appropriation  No.  168. 216.00,  to  credit 
of  Appropriation  No.  168. 399. 02.16,  to  provide  funds  in  special 
stores  revolving  fund  for  purchase  of  automotive  replacement 
parts  in  January,  1952. 

San  Francisco  Vfoter  Department  Request  for  Intra-Fund  Transfer, 
in  amount  $2,250,00,  from  Appropriation  No.  66.980.04,  to 
credit  of  Appropriation  No,  166.399.05.05,  to  provide  funds  for 
purchase  of  Gate  Valves  for  use  in  connection  with  Sutro 
Reservoir  Distribution  Mains. 
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San  Francisco  Water  Department  Request  for  Intra-Fund  Transfer 
in  amount  of  $2,700*00,  from  Appropriation  No,  66,980.04,  to 
credit  of  Appropriation  No.  166.399 .05,06,  to  provide  funds  for 
purchase  of  3-16"  Gate  Valves  to  be  used  in  connection  with 
Sutra  Reservoir  Development,  Remodeling  Piping  at  Central  Pumps. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
McKee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12195— 

RESOLVED,  That  this  Commission  hereby  approves  the  follow- 
ing Contract  Payment  Recommendations: 

Contract  Payment  in  amount  .$2,997.00,  in  favor  of  L.L,  Jeffries, 
under  San  Francisco  Water  Department  Contract  No,  574-Erilling 
and  Grouting  in  West  Abutment,  Calaveras  Dam, 

Contract  Payment  in  amount  $9,100.04P  in  favor  of  Chas.  I. 
Cunningham,  under  Hetch  Hetchy  Water  Supply  Contract  No.  234- 
Constructing  Camp  House  at  0f Shaughnessy  Dam. 

Contract  Payment  in  amount  #11,343.96,  in  favor  of  Severin 
Electric  Company,  under  Municipal  Railway  Contract  No.  378- 
Trolley  Coach  Overhead  at  Special  Locations. 

Contract  Payment  in  amount  $10,317o33,  in  favor  of  Abbett 
Electric  Corporation,  under  Municipal  Railway  Contract  No.  356- 
Trolley  System  for  No.  14  Line. 

Contract  Payment  in  amount  $50, 895.85,  in  favor  of  Eaton  and 
Smith,  under  Municipal  Railway  Contract  No.  369-Reconstructing 
Tracks  and  Pavement  on  Ocean  Avenue e 

Contract  Payment  in  amount  $7,194.37,  in  favor  of  Eaton  and 
Smith,  under  Municipal  Railway  Contract  No.  401-Track  Wyes  and 
Curves  at  Various  Locations. 

Contract  Payment  in  amount  $7,213.50,  in  favor  of  T,  E, 
Connolly,  Inc.,  under  Hetch  Hetchy  Water  Supply  Contract  No. 237- 
Improvement  of  Access  Road,  South  Fork  to  Camp  Mather  and  Early 
Intake c 

BE  IT  FURTHER  RESOLVED,  That  this  Commission  hereby 
rescinds  that  portion  of  Resolution  No.  12,177,  Passed  January 
7,  1952,  authorizing  contract  payment  in  amount  §7,123.00  in 
favor  of  T.  E.  Connolly,  Inc.,  under  Hetch  Hetchy  Water  Supply 
Contract  No.  237, 
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On  motion  of  Commissioner  McKee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12196— 

RESOLVED,  that  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

Municipal  Railway  Contract  No*  418 
RAISING  TRACK  AT  EUREKA  VALLEY  AND  FOREST  HILL  STATIONS 

a  public  work  to  be  performed,  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions, for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

EATON  AND  SMITH,  1215  Michigan  Street,  San  Francisco 

they  being  the  lowest  regular  and  responsible  bidders  for  the 
work  aforesaid,  at  $9,467,50,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above  described  work  are  here- 
by rejected. 

Approval  of  the  National  Production  Authority  is  not 
required  for  this  project* 

AND  BE  IT  FURTHER  RESOLVED,  The  Controller  is  hereby 
request  to  allot,  in  the  amount  of  $9,467.50  from  the  unallot- 
ted balance  of  the  1947  Municipal  Railway  Rehabilitation  Bond 
Fund,  Appropriation  No.  97.530*06,  to  provide  funds  for  the 
certification  of  contract. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  121Q7-- 

WHEREAS,  the  Manager  and  Chief  Engineer  of  the  Hetch 
Hetchy  Water  Supply,  Power  and  Utilities  Engineering  Bureau  of 
this  Commission  has  recommended  the  granting  of  a  certain  rev- 
ocable permit  for  use  and  occupancy  of  land  and  property  under 
control  of  that  Bureau,  as  hereinafter  set  forth; 

THEREFORE,  BE  IT  RESOLVED,  that  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  the  said  revocable  permit 
and  authorizes  the  execution  of  the  same  as  follows: 
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TO:      PACIFIC  GAS  AND  ELECTRIC  CO. 


PERMIT  TO:      Install,  Maintain  and  Use  an  electric  pole  line 

extension  across  Hetch  Hetchy  land  in  Lot  5, 
Block  5,  Groveland,  Tuolumne  County,  California. 

On  motion  of  Commissioner  McKee,  seconded  by  Commissioner 
Swans on,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.1Q8-- 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Wster  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth; 

THEREFORE,  BE  IT  RESOLVED,  that  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

TO:  PACIFIC  GAS  AND  ELECTRIC  COMPANY 

245  Market  Street 
San  Francisco  6,  California 

Permit  to  cross  with  an  overhead  power  line  the  50T  road- 
way leading  from  Bay  Road  to  Pulgas  Pump  Station  and  the  Hetch 
Hetchy  80  foot  right  of  way;  said  strips  of  land  being  in  the 
vicinity  of  University  Village  Subdivision,  East  Palo  Alto, 
San  Mateo  County*, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.1QQ— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  hereinafter 
set  forth; 

THEREFORE,  BE  IT  RESOLVED,  that  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 
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TO: 


IRWIN  T.  COHEN 

315  Cameritas  Avenue 

South  San  Francisco 


Permit  to  occupy,  for  gardening  purposes,  a  portion  of 
the  San  Andres  Pipe  Line  right  of  way;  said  portion  being 
adjacent  to  Lot  6,  Block  2,  Sterling  Manor  Subdivision  No,  2, 
South  San  Francisco. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. 200— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after set  forth; 

THEREFORE,  BE  IT  RESOLVED,  that  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

TO:  MRS.  ARMAND  PAPINI 

204  Helen  Drive 
Millbrae,  California 

Permit  to  occupy,  for  gardening  purposes,  including 
fencing  privileges  a  portion  of  the  Crystal  Springs  Pipe  Line 
Right  of  Way  adjacent  to  Lot  1,  Block  5,  Meadow  Glen  Subdivi- 
sion, Millbrae,  San  Mateo  County# 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.201— 

RESOLVED,  That  this  Commission  hereby  approves  terms  and 
conditions  and  authorizes  execution  of  Water  Department  Lease, 
as  follows: 

To:    Lloyd  Barks  and  Iva  Barks,  his  wife,  covering  ten  acres  of 
Alameda  Creek  lands  in  Niles  Canyon  for  camping  and  picnic 
grounds  for  three  years  at  $300,00  per  year,  payable 
annually  in  advance. 


7823 


On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
McKee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.202— 

RESOLVED,  That  this  Commission  hereby  approves  terms  and 
conditions  and  authorizes  execution  of  Water  Department  Lease, 
as  follows: 

To:    William  F.  Petit  and  Violet  Fa  Petit,  his  wife,  covering 
five  acres  along  Alameda  Creek  in  Niles  Canyon  for  picnic 
grounds,  for  three  years  at  $240,00  per  year. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

'  — RESOLUTION  NO.  12.20V- 

RESOLVED,  That  the  Manager  of  Utilities  is  hereby 
authorized  to  execute  with  Marmion  D.  Mills  a  further  modifica- 
tion of  contract  covering  services  by  said  Marmion  D.  Mills, 
as  embodied  in  the  prior  contract  and  modifications,  for  a 
period  of  time  commencing  February  1,  1952  to  and  including 
October  31*  1952>  and  except  as  thus  modified  as  to  extension 
of  time,  all  of  the  terms,  conditions  and  covenants  of  said 
prior  contract  and  its  modifications  shall  continue  in  full 
force  and  effect. 


President  Land  is  stated  that  Colonel  Mills'  report  of 
January  14,  1952,  re  Proposed  Rerouting  to  Improve  Service  in 
the  Stonestown  and  Parkmerced  Districts  was  approved  by  the 
Commission;  Colonel  Mills'  report  of  Current  Projects  and 
Problems  is  to  be  studied;  the  Commission  has  been  furnished 
with  a  list  of  the  unfinished  business  which  has  been  in 
President  Land  is ?  hands  as  Chairman,  and  which,  on  now  retiring, 
he  is  relinquishing. 


Mr.  Thomas  Gray,  representing  the  Downtown  Association  of 
San  Francisco,  stated  that  he  understood  that  President  Landis 
was  retiring  as  President  of  the  Commission,  and  on  behalf  of 
the  Directors  of  his  organization  expressed  appreciation  for  the 
untiring  and  unselfish  efforts  that  Mr.  Landis  has  expended  as 
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Chairman  of  the  Commission.     He  further  remarked  that  the 
Downtown  Association  feels  that  the  Public  Utilities  Commission 
has  accomplished  very  fine  results  in  spite  of  many  adversities 
with  which  they  have  had  to  contend. 


Vice  President  McKee,  Commissioners  Swanson*  Baron  and 
Cameron  expressed  individually  their  regrets  at  the  retirement 
of  Philip  P.  Landis  as  President  of  the  Public  Utilities  Com- 
mission, and  commended  him  on  the  outstanding  work  which  he 
has  done  for  the  City  and  County  of  San  Francisco, 

President  Landis  replied  that  the  work  has  been  a  distinct 
pleasure  and  interest  to  him,  and  he  considers  it  very  worth- 
while to  have  been  a  member  of  the  Public  Utilities  Commission; 
he  expressed  his  thanks  and  best  wishes  to  his  fellow  Commis- 
sioners and  his  wish  for  a  happy  administration  to  his 
successor. 


On  motion  of  Vice  President  McKee,  seconded  by  Commissioner 
Swanson,  the  expression  of  the  Commissioners  is  incorporated 
into  the  following  resolution,  which  was  adopted  unanimously: 

^  — RESOLUTION  NO.  12.204— 

WHEREAS,  Philip  P.  Landis,  President  of  the  Public 
-Utilities  Commission,  is  withdrawing  from  membership  on  said 
Commission;  and 

WHEREAS,  as  an  outstanding  leader  in  the  business  and  in- 
dustrial world  of  San  Francisco,  Mr.  Landis  has  served  for  four 
years  as  the  President  of  the  said  Public  Utilities  Commission 
with  the  utmost  distinction;  and  has  applied  with  unstinting 
energy  and  foresight  his  marked  abilities  in  this  connection  to 
the  solution  of  utility  problems  confronting  the  City  and 
County  of  San  Francisco,  and 

WHEREAS,  Mr.  Landis  has  brought  to  the  Public  Utilities 
Commission  a  valued  analytical  ability,  a  keen  perception  of 
the  keys  to  progress  and  an  unflagging  and  tireless  devotion 
to  the  solution  of  these  many  problems;  and 
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WHEREAS,  Mr.  Land is,  more  than  any  other  Commissioner  in 
the  knowledge  of  this  Commission,  has  devoted  unsparingly  and 
at  great  personal  sacrifice  many  hundreds  of  hours  of  his  time 
to  the  solution  of  these  problems;  and  has  discharged  his 
obligations  far  and  beyond  the  call  of  duty  with  character- 
istic ability  and  faithfulness: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities  Conw 
mission,  on  behald  of  the  people  of  the  City  and  County  of 
San  Francisco,  in  recognition  of  the  splendid  and  selfless  ser- 
vice he  has  rendered  as  President  of  this  Commission,  does,  by 
this  resolution,  express  to  him  its  appreciation  for  work  well 
done;  its  thanks  for  his  unprecedented  service;  its  acknowl- 
edgement of  his  brilliant  achievements;  and  its  most  profound 
wishes  for  success  in  his  future  undertakings. 


THEREUPON  THE  MEETING  ADJOURNED • 
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M  I  N  U  T  E  S 


PUBLIC  UTILITIES  COMMISSION 


827th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JANUARY 
21,  1952. 


Present:  Commissioners  Sam  Mc  Kee,  Victor  S.  Swanson, 
Edw.  B.  Baron  and  Donald  A,  Cameron. 

Vice  President  Sam  Mc  Kee  presided. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  minutes  of  the  826th  regular  meeting  of  the  Com- 
mission held  January  14,  1952  were  approved. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,205— 

RESOLVED'  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for  the  following 
public  work  to  be  performed  for  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco,  to-wit: 

Municipal  Railway  Contract  No*  414-Trolley  Wyes 
andCurves  at  Various  Locations 

be  and  the    same  is  hereby  awarded  to 

Municipal  Railway 

they  being  the  lowest  regular  and  responsible  bidder  therefor 
at  the  lump  sum  price  of  §4,380,00. 

And  all  other  bids    for  the  above-described  work  are 
hereby  rejected. 
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Approval  of  the  National  Production  Authority  is  not 
required  for  this  project* 

AND  BE  IT  FURTHER  RESOLVED    The  Controller  is  hereby  re- 
quested to  allot,  in  the  amount* of  $4,380.00,  from  the  un- 
allotted balance  of  the  1947  Municipal  Railway  Rehabilitation 
Bond  Fund.    Appropriation  No.  97-520-21,  to  provide  funds  for 
the  certification  of  contract. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,206— 

RESOLVED^  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  6- Inch  and  12- Inch  Cast  Iron 
Mains  in  Midtown  Terrace  No.  2-SFWD  Contract 
No,  600 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities  of 
work:  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Harold  T.  Treacy 

he  being  the  lowest  regular  and  responsible  bidder  for  the  work 
aforesaid  at  Thirteen  Thousand  Five  Hundred  and  Fourteen 
Dollars  and  Ten  Cents  ($13,514,10)  said  sum  being  the  total 
price  for  the  lowest  bid  submitted  on  the  basis  hereinabove 
stated* 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 

AND  BE  IT  FURTHER  RESOLVED    The  Controller  is  hereby  re- 
quested to  allot,  in  the  amount'of  Si3.5i4.lO,  from  the  un- 
allotted balance  of  the  Water  Extension  Fund,  Appropriation  No. 
66-951-482,  to  provide  funds  for  the  certification  of  contract. 

On  motion  of  Commissioner    Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  1PTPOy-.„ 


RESOLVED,  That  this  Commission  hereby  requests  the  Vhyor 
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to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum    of  1^6,000,00,  Bureau  of  Light, 
Heat  and  Power  Funds,  to  provide  for  Maintenance  and  Repair 
of  Structures,  Appropriation  No.  163-214-63,  as  the  repair  of 
light  poles  damaged  by  vehicles  in  this  fiscal  year  todate  has 
used  up  the  original  appropriation  as  well  as  supplemental 
appropriation  of  $5,700.00. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.208— 

WHEREAS    under  the  terms  of  Municipal  Railway  Contract 
No.  387,  Roof  Repairs  at  Elkton  Shops,  Regal  Roofing  Company, 
contractor,  was  required  to  complete  all  the  work  on  December 
12,  1951 ;  and 

WHEREAS    the  Contractor  has  experienced  unavoidable  de- 
lays due  to  inability  to  obtain  delivery  of  materials  from 
vendor;  and 

WHEREAS,  said  Contractor  has  been  diligent  in  his  attempts 
to  complete  the  work  within  the  specified  time: 

NOW,  THEREFORE ,  BE  IT  RESOLVED,  That  the  contract  time 
for  performing  all  work  specified  under  Municipal  Railway 
Contract  No*  387,  be  and  is  hereby  extended  for  a  period  of 
16  calendar  days  until  December  20,  1951 ,  and  that  liquidated 
damages  by  reason  of  such  extension  are  hereby  waived. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.209— 

RESOLVED'  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  specifi- 
cations and  approves  Certificate  of  Acceptance  and  Final  Pay- 
ment in  amount  $16,661. 00,  in  favor  of  Regal  Roofing  Company, 
under  Municipal  Railway  Contract  No.  387-Roof  Repair  at  Elkton 
Shops;  and 

BE  IT  FURTHER  RESOLVED,  That  Resolution  No.  12,192,  passed 
through  clerical  error  before  extension  of  time  was  approved, 
at  meeting  of  January  14,  1952,  be  and  i t  is  hereby  rescinded. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12,210-- 

RESOLVED    That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $1,404.19, 
being  the  credit  difference  between  certified  estimated  con- 
tract  and  final  performance;  approves  Certificate  of  Acceptance 
and  Final  Payment  in  amount  £7,976,81,  in  favor  of  Eaton  and 
Smith,  under  Municipal  Railway  Contract  No.  4o6-Keconstructing 
and  Removing  Track  on  First  Street  and  Fremont  Street  at 
Mission  Street. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.211— 

RESOLVED'  That  this  Commission  hereby  approves  the 
following  Traveling  Expense  Vouchers: 

Traveling  Expense  Voucher  in  amount  $5-5°»  expenses  of  Geo.  M. 
Dixon,  Manager  and  Chief  Engineer,  San  Francisco  Airport,  in 
connection  with  conferences  with  L.  Goss,  Director  of  Proper- 
ties, T»  W,  A.,  regarding  property  site  location;  and  J.  Corley 
Vice  President  and  Controller,  University  of  California,  re- 
garding aviation  matters  relating  to  University  Airport  at 
Davis,  California. 

Traveling  Expense  Voucher  in  amount  $7.80,  expense  of  B.  A. 
Devine,  Manager  and  Chief  Engineer,  Bureau  of  Light,  Heat  and 
Power,  in  connection  with  conference  with  the  Technical  Com- 
mittee of  the  San  Francisco  Committee  on  Corrosion,  re  studies 
for  abatement  of  destructive  corrosive  conditions  due  to 
electrical  ground  currents  affecting  structures  in  San  Fran- 
cisco* 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.212— 

RESOLVED'  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  a nd  the  City  Attorney,  this  Com- 
mission hereby  approves  and  requests  the  Controller  to  draw 
warrants  in  settlement  of  claims,  as  follows: 
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In  amount  $250*00,  in  favor  of  Miss  Gertrude  C.  Winthrop,  as 
full  compensation  for  all  damages  sustained  and  expense  in- 
curred as  result  of  fell  on  sidewalk  on  Oak  Street,  near 
Fillmore  Street,  San  Francisco,  on  or  about  July  lo,  1951. 

In  amount  $185.50,  in  favor  of  Standard  Forms  Bureau  c/o  J.  H. 
Martin,  Manager,  as  full  compensation  for  all  damages  sustained 
and  expense  incurred  as  result  of  flooding  of  basement  at  447 
Sansome  Street,  San  Francisco,  on  or  about  July  3°»  1951 • 

In  amount  $550.00,  in  favor  of  Mary  and  Jacib  Clausen,  as  full 
compensation  for  all  damages  sustained  and  expense  incurred  as 
result  of  fall  on  wet  pavement  near  2530  Diamond  Street,  San 
Francisco,  on  or  about  August  4,  1951 • 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.21V- 

RESOLVED '  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $110,000.00,  under  Appropriation  No.  168-251-01-75, 
to  provide  funds  for  payment  of  power  and  energy  purchases  dur- 
ing February  and  March,  1952,  per  estimate  from  Electrical  En- 
gineering Bureau. 

Hetch  Hetchy  Project  Encumbrance  Request  for  encumbrance  in 
amount  $110,000.00,  under  Appropriation  No.  168-25I-OI-75,  as 
per  contract  of  Aprol  18,  1945,  with  thePacific  Gas  and  Elec- 
tric Company- Purchase  of  Power  for  resale  outside  of  San 
Francisco-Supplemental  Power* 

Municipal  Railway  Rehabilitation  Bond  Fund  Request  for  Ad- 
ditional Allotment,  in  amount  $5*225»45»  under  Appropriation 
No.  97-400-04,  to  make  available  funds  for  the  payment  of 
Californis  State  Use  Tax  on  trolley  coaches  paid  for  in  second 
quarter  of  fiscal  year  1951-1952. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $21,340*04,  under  Appropriations  Nos.  192-055-OI  and  192- 
055-02-Cherry  Valley  Dam  Bond  Fund,  to  supply  funds  for  the  cer- 
tification of  contracts  for  three  consulting  engineers,  and  to 
supply  funds  for  work  order  for  the  Cherry  Valley  Dam  Bond 
Fund  portion  of  costs  of  Hetch  Hetchy  Contract  No.  248- Installa- 
tion of  Ground  Relay  Equipment,  Early  Intake  Switch  Yard* 
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Hetch  Hetchy  Project  Request  for  Intra-Fund  Transfer,  in 
amount  $1,525*00,  from  Appropriation  No.  168-216-00,  to 
credit  of  Appropriation  No*  168-389-02-16,  to  transfer  from 
appropriation  for  maintenance  and  repair  of  automotive 
equipment  to  special  revolving  fund  estimated  amount  needed 
for  purchase  of  automotive  replacement  parts  in  February, 
1952, 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$182,800.00,  from  Appropriation  No.  165-321-00,  to  credit 
of  Appropriation  No,  165-399-03^21,  to  transfer  funds  from 
appropriation  for  ?7Fuel  and  Lubricants"  to  "Fuel  and  Lubri- 
cants-Revolving Fund",  to  care  for  third  quarter's  expendi- 
tures and  encumbrances. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
v3» 587.45,  from  Appropriation  No.  065-804-99,  to  credit  of 
Appropriation  No.  165-804-03,  to  transfer  funds  from 
"Accident  Reserve  Fund",  to  appropriation  for  "Passenger  and 
Damage  Claims-Prior  Years"  to  provide  funds  for  payment  of 
passenger  and  damage  claims  settlements  now  due  and  payable. 

On  motion  of  Commissioner  Swans  on,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.214— 

RESOLVED ^  That  this  Commission  hereby  approves  the  fol- 
lowing contract  payment  recommendations: 

Contract  Payment  in  amount  $15,062.11,  in  favor  of  Security 
First  National  Bank  of  Los  Angeles,  assignee  for  United 
Concrete  Pipe  Corporation,  under  SFWD  Contract  No.  524-Con- 
struction  of  the  Bay  Division  Pipe  Line  No.  3-Section  AC. 

Contract  Payment  in  amount  $4,082.40,  in  favor  of  Dahl-Beck 
Electric  Company,  under  Bureau  of  Light,  Heat  and  Power  Con- 
tract No.  104-Construction  of  Street  Lighting  System  in 
Laguna  Honda  Boulevard,  Lawton  Street  to  Plaza  Street. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 21 5— 

WHEREAS,  under  the  terms  of  HHWS  Contract  No.  238-DE, 
Access  Road,  Early  Intake  to  Cherry  Valley  Damsite,  KleinSmid 
Construction  Company,  Inc.,  contrqctor  was  required  to  com- 
plete all  the  work  on  December  28,  1951 ;  and 
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WHEREAS 9  the  contractor  has  experienced  unavoidable 
delays  in  performance  of  the  contract  work  due  to  shortage 
of  labor  and  repair  parts  for  construction  machinery  and  due 
to  abnormally  severe  weather  conditions  at  the  site  of  the 
work  since  November  1,  1951 ;  and 

WHEREAS*  the  contractor  has  been  diligent  in  his  attempt 
to  complete  the  work  within  the  specified  time: 


NOW,  THEREFORE,  BE  IT  RESOLVED    That  the  contract  time 
for  performing  all  work  specified  under  HHWS  Contract  No. 
238  BE,  be  and  is  hereby  extended  for  a  period  of  185  calendar 
days  until  June  30,  1952  anc3  that  liquidated  damages  by  reason 
of  such  extension  are  hereby  waived. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.216— 

RESOLVED,  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated  settlements,  as  follows: 

Claimant    CURRENT  YEAR  Date  of  Accident  Settlement 

E.  A.  Ritchie  December  10,  1951       $  254.67 

Marie  Tasso  October  16,  1951  200.00 

Irving  Levinson  November  21,  1951  948. 40 

Charles  Colombo  July  14,  1951  150.OO 

Phillip  Roldan  December  17,  1951  110. 34 

Max  Danziger  July  18,  1951    "  175,00 

Joe  W.  Bowden  September  25,  1951  I97.OO 

Anne    W„  Backhaus  November  7/1951  500.00 

Betty  Dixon  December  19,  1951  660.00 

Appropriation  No,  165-804-OI  £3,195.41 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


RESOLUTION  NO.  12.21.7— 

RESOLVED ^  That  this  Commission  hereby  approves  execution 
of  California'Division  of  Highways  Utilities  Agreement  for 
Relocation  of  Hydrants  and  Abandonment  of  PMns  in  connection 
with  construction  of  Bayshore  Freeway  between  Sixteenth  and 
Seventh  Streets. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  f ollowing  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12, 21 8— 

RESOLVED #  That  this  Commission  approves  the  terms  and 
conditions  aid  authorizes  issuance  of  Airport  Space  Rental 
Permit,  as  follows: 

To:    Friendkin  Aeronautics  Inc. /Pacific  Southwest  Airlines 
Effective:  February  1,  1952 


Property  Area  Sq.  Ft.     Amount  per 

Description:  Sq.  Ft.       Per  Yr.  Year 

Passenger  Terminal  Bldg. 
Office  Space-Main  Floor  Area- 
Not  Contiguous  to  Main  Lobby 

Approx.  212       $5.00        $  636.OO 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted — Commissioner 
Baron  voting  NO. 

—RESOLUTION  NO.  12.21Q-- 

RESOLVED,  That  the  budget  estimates  for  the  fiscal  year 
1952-I953  as  prepared  by  the  Manager  of  Utilities  and  which 
have  been  filed  by  said  executive  with  the  Public  Utilities 
Commission  and  acted  upon  by  said  Commission  and  upon  which 
budget  proposals  and  estimate,  public  hearing  has  been  held 
by  said  Commission,  be  and  the  same  is  hereby  approved  for 
the  following  amounts: 


Index: 

62  Public  Utilities  Commission  $  210,970.00 

63  Bureau  of  Light,  Heat  and  Power  4,043,687.00 

64  San  Francisco  Airport  2,910,639,00 

65  Municipal  Railway  22,232.165.00 

66  San  Francisco  Water  Department  13,147,073.00 
68  Hetch  Hetchy  Project  9,106,850.00 
68-2  Bureau  of  Engineering  268.5Q2.OO 

$51,999,976.00 

IT  IS  FURTHER  ordered  that  the  budget  estimates  in  the 

amounts  indicated  be  filed  with  the  Controller  by  February 

1,  1952,  in  accordance  with  the  provisions  of  Charter 
Section  69. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.220— 

WHEREAS,  the  General  Manager  of  the  San  Francisco  Munici- 
pal Railway  has  recommended  the  granting  of  a  certain  revocable 
permit  for  use  and  occupancy  of  land  and  property  under  con- 
trol of  that  bureau,  as  hereinafter  set  forth: 

THEREFORE ,  BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve    the  terms  and  conditions  of  the  said  revocable  permit 
and  authorizes  the  execution  of  the  same  as  follows: 

To:      Pacific  Telephone  and  Telegraph  Company 

Permit  to  install,  operate  and  maintain  public  telephone 
booths  on  Municipal  Railway  property,  at  the  following  loca- 
tions : 

Geneva  Division:    1  Booth;  Geary  Division:  1  Booth  (Mezz,)  and 
1  Wall  (Gilley  Rm. ) ;  Utah  Division:  1  Booth  and  one  Wall; 
Potrero  Division:  1  Booth  (Upstairs)  and  1  Booth  (Downstairs); 
Washington  and  Mason-1  Booth;  Kirkland  Div.ison-1  Booth;  West 
Portal  Division  -1  Booth;  Forest  Hill  Station-2  Booths  and 
California  Di vis ion- 3  Booths.  • 

BE  IT  FURTHER  RESOLVED,  That  that  portion  of  Resolution 
No.  11473*  adopted  March  19,  1951,  granting  permission  for  a 
pay  station  tele-phone  at  Ocean  and  San  Jose  Avenues,  be  and 
it  is  hereby  rescinded. 

Permittee  shall  pay  the  City  and  County  of  San  Francisco 
fifteen  percent  (15%)  of  the  gross  revenue  from  the  telephones 
which  are  installed  under  permission  granted  in  the  herein 
authorized  revocable  permit. 

THEREUPON  THE  MEETING  ADJOURNED. 
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PUBLIC  UTILITIES  COMMISSION 

828th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JANUARY 
28,  1952. 


Present:    Commissioners  Oliver  M.  Rousseau,  Victor  S*  Swanson 
Sam  Mc  Kee,  Edw.  B.  Baron  and  Donald  A.  Cameron* 

Election  of  President  and  Vice  President  of  the 
Public  Utilities  Commission  for  the  ensuing  yeart 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  Oliver  M.  Rousseau  was  unanimously  elected  as 
President  of  the  Commission. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  Commissioner  Sam  Mc  Kee  was  proposed  for  Vice  Presi- 
dent, but  because  of  recent  illness,  Commissioner  Sam  Mc  Kee 
declined  the  nomination. 

On  motion  of  Commissioner  Cameron*  seconded  by  Commissioner 
Mc  Kee,  Commissioner  Victor  S.  Swanson  was  unanimously 
elected  as  Vice  President  of  the  Commission. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  827th  regular  meeting  of  the 
Commission  held  January  21,  1952  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.221— 

RESOLVED^  That  this  Commission  accepts  as  being  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions, the  work  performed  by  the  Municipal  Railway,  under 
Municipal  Railway  Contract  No.  393-Reconstructing  Cable  Car 
Tracks  on  Mason  Street  and  Columbus  Avenue. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


■ — RESOLUTION  NO.  12.222— 

RESOLVED »  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $139,050.00-1947  Municipal 
Railway  Rehabilitation  Bond  Fund,  as  follows: 

From  Appro*  No. 

97-4OO-O3       Street  Cars  $  4,000,00 

97-400-03-57             yf    Field  Engng*  3,100.00 

97-4OO-O4      Trolley  Coaches  2,348.59 

97-4OO-O7      Tower  Trucks  7,651.25 

97-400-09      Miscellaneous  Trucks  5,805.7b 

97-400-IO      Automobiles  80.05 

97-400-13       Heaters  for  Coaches  10,901.45 

97-500-OO-57  Bldgs.  and  their  Eqpt.-Fld.  Engng.  1,000.00 

97-510-05       Kirkland  Bus  Yard  3,434.24 

97-5IO-2O-57  Geneva  Carhouse-Fld.  Engng.  300.00 

97-510-21       Remodling  Shops  2,694.61 

97-510-21-57           "        Fid.  Engng.  500.00 

97-510-23       Phelan  &  Ocean  Terminal  40,000.00 

97-520-02      Mc  Allister  &  Hayes  Lines  5  and  21  135*94 

97-520-15      Union-Fillmore  Trolley  Loop  50.26 

97-520-10       Geary  St.  Trolley  Coach  Line  .50 

97-520-19       West  Portal  Feeder  System  1,415.60 

97-520-19-2                    »     Rearrange  PT&T  O'hd.  74.37 

97-950-19-3                     "             »       PG&E    0  232.51 

97-520-20       Investment  in  Joint  Poles  4,000.00 

97-520-22       Phelan  Avenue  Terminal  2,000.00 

97-530-11       Market  Street  Track  Removal  47,060.00 

97-530-15  Broad-San  Jose  Connection  3.54 
97-900-00       Undistributed  Const. Costs  Contingencies  230.75 

97-900-52                  "        Preliminary  Expense  644.36 

97-900-56                  f?        Office  Plans  and  Specs.  43-74 

97-9OO-64-I                "        Office  Furn.  &  Eqpt.  1.2^,66 
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To  Appro.  No. 

97-400-12-64  Em  ergency  Generator  Radio  System      $  300.00 

97-400-14      Radio  Cars  10,000.00 

97-510-17      Outer  Mission  Substation  10,750.00 

97-520-09      Sutter  St. Lines  I-3-4  3,600.00 

97-520^09-56                 »      Off.  Engng,  250.00 

97-520-09-57                  «       Fid.  Engng,  150.00 
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To  Appro .  No.  (Cont'd) 

97-520-10      'Conversion  of  Stockton-4th  St .Line 
97-520-IO-56 
97-520-10-57 
97-520-24 


ft 


ti 


tt 


97-520- 24-56 

97-520-24-57 
97-530-18 

97-530-18-56 

97-530-18-57 


Of f .Engng. 
Fid.  Engng. 
One-Way  St .Trol*Plan  for  No.  5  &  21 

Lines 
"     Off.  Engng. 
"     Fid.  Engng. 
Track  Reconstn.Van  Ness  &  Geary 

Off.  Engng. 
Fid,  Engng. 


t? 
tt 


$  20,000.00 
1,500.00 
1,000.00 

74,000.00 
4,000.00 
2,500.00 

10,000.00 

600.00 
400.00 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. 22V- 

RESOLVED,  That  this  Commission  hereby  approves  the  settle- 
ment of  the  claim  of  P&rie  Cornac  for  damages  to  wells  and 
springs  upon  the  real  property  owned  by  her  alleged  to  have 
been  occasioned  by  the  construction  of  tunnels  in  the  immedi- 
ate vicinity  of  said  property  described  in  a  claim  under  date 
of  my  24,  1951,  filed  with  the  Controller  of  the  City  and 
County  of  San  Francisco,  by  the  payment  to  said  Fferie  Cornac 
of  the  sum  of  $4,000.00  in  exchange  for  a  full  release  and  the 
City  Attorney  is  hereby  authorized  to  effect  said  settlement. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.224— 

RESOLVED    That  this  Commission  approves  the  terms  and  con- 
ditions and  hereby  authorizes  issuance  of  Airport  Space  Rental 
Permit,  as  follows: 

To:    Philippine  Air  Lines,  Inc. 
Effective  Date:  -  February  1,  1952. 

Area        Sq.  Ft.     Amount  per 

Property  Description:  Sq.  Ft.      Per  Yr. ,  Year 

General  Acreage 

Operations  Bldgs,  4171  $0.01 

Paved  Area 

Baggage  Canopy  232  O.075  $600.00 

?  Minimum  charge) 

Inter . Pass .Ter.Bldg. 

Main  Floor-Lobby  88  5. 00  440. 00 

$1,040.00 

BE  IT  FURTHER  RESOLVED    That  permits  issued  under  authori- 
ty of  Resolution  No.  9122  and  No.  11287,  be  and  the  same  are 
hereby  revoked. 

-783f 


On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. 225— 

RESOLVED.  That  pursuant  to  the  provisions  of  Ordinance 
No.  6562,  this  Commission  approves  the  terms  and  conditions 
and  hereby  authorizes  issuance  of  revocable  permit  to  the 
following  operator  of  vending  machines  on  Municipal  Railway 
property: 

N.  B.  Cigarette  Vending  Co.    Permit  to  install  and 
operate  automatic  cigarette  machine  at  the  Hyde  and 
California  Cable  Division,  permittee  to  pay  8-1/2 
percent  of  quarterly  gross  sales. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO. 12,226 — 

RESOLVED*  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
5228.55;  under  Municipal  Railway  Contract  No.  378-Trolley 
Coach  Overhead  at  Special  Locations,  contractor,  Severin 
Electric  Company,  covering  the  following: 

(1)  Transfer  existing  No.  4/0  negative  riser  and  conduit 
from  existing  Pole  E  to  new  Pole  E,  repair  pavement 
and  sidewalk  and  reconnect  risers  and  feed  span. 

(2)  Transfer  existing  negative  feed  span  from  existing 
Pole  E  to  new  Pole  E. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.2g7~ 

RESOLVED*  That  this  Commission  hereby  approves  the  fol- 
lowing Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $6,050*93,  in  favor  of  Fred  T. 
Fairey,  under  SFWD  Contract  No.  591-Laying  8"  Transite  and  12?? 
Cast  Iron  r-Mns  in  Stonestown  Subdivision. 

Contract  Payment  in  amount  $84,992.56,  in  favor  of  Granite 
Construction  Co.,  under  SFWD  Contract  No*  536-Constructi on  of 
Sutro  Reservoir. 

Contract  Payment  in  amount  $20,288.41,  in  favor  of  Barrett  and 
Hilp,  under  SFWD  Contract  No.  593-Laying  12"  and  16"  Cast  Iron 
Mains  in  Sunset  District. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO .  12.228— 

RESOLVED'  That  this  Commission  approves  Traveling  Expense 
Voucher,  in  amount  $240.00,  expenses  of  Tom  Irwin,  Director 
of  the  Bureau  of  Public  Service,  covering  attendance  at  the 
19th  Annual  Conference  of  California  Municipal  Utilities 
Association,  November  13-14-15-16,  1951,  attended  by  the 
Manager  of  Utilities,  the  Onager  and  Chief  Engineer  of  the 
Hetch  Hetchy  Water  Supply  and  the  Director  of  the  Bureau  of 
Public  Service* 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO 42.229— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
$2,800*00,  from  Appropriation  No*  l68-870-00-Taxes,  to  credit 
of  Appropriation  No.  l68-200-00-Contractual  Services,  in  amount 
#800.00  and  to  credit  of  Appropriation  No.  168-216-00,  Main- 
tenance and  Repair  of  Automotive  Equipment,  in  amount  $2,000.00. 

Municipal  Railway  Request  for  Allocation  of  Funds  in  amount 
5993*70,  under  Appropriation  No.  97-510-OO-04,  to  provide  for 
removal  of  405  lockers  from  the    Mezzanine  Floor-Municipal 
Railway,  2600  Geary  Boulevard,  and  return,  after  building  has 
been  remodeled, 

Municipal  Railway  Request  for  Allocation  of  Funds,  in  amount 
I1494.OO,  under  Appropriation  No.  97-52O-2I-O5,  to  provide  for 
raising  trolley  wires  and  modifying  spans  and  supports  at 
Forest  Hill  and  Eureka  Stations  to  conform  with  new  track 
locations* 


On  motion  of  Commissioner  Cameron,  secon  ded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO-  1?.?^0— 
RESOLVED,  That  this  Commission  approves  the  terms  and  con- 
ditions and  hereby  authorizes  execution    of  Water  Department 
agricultural  lease  as  follows: 

Edward  Hello:  of  Palo  Alto,  covering  23.7  acres,  more  or  less, 

being  portion  of  Parcel  46,  San  mteo  County  Lands,  near  Dum- 
barton Bridge,  for  period  of  five  years,  commencing  February  1, 
1952,  at  an  annual  rental  of  #200.00,  payable  annually  in  ad- 
vance* 
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On  motion  of  Commissioner  He  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.2^1-- 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  V&ter  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  con  trol  of  said  Water  Department  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED*  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Frank:  R.  Dophna,  Milpitas,  California. 

Permit  to  use  a  portion  of  Bay  Division  Pipe  Line  No,  3 
right  of  way,  Parcel  Il8-B,  as  described  in  San  Francisco  Water 
Department's  records;  said  parcel  being  adjacent  to  the  wester- 
ly line  of ~State  Highway  IV-SCL-5A,  leading  from  San  Jose  to 
Milpitas  and  for  use  as  pasture  including  fencing  privileges* 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12.2^2— 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordinance 
appropriating  the  sum  of  $71,000.00,  for  the    purpose  of  enter- 
ing into  contract  with  Delew,  Cather  and  Company  ($46,000.00) 
for  the  preparation  of  preliminary  plans  and  estimates  of  cost 
for  construction  of  subway  in  the  subsurface  area  of  Market 
Street;  for  furnishing  assistance  of  the  Engineering  and 
Planning  Staffs  of  the  City  and  County  of  San  Francisco 
($25,000.00)  for  making  available  all  data  relating  to  under- 
ground utilities  structures,  building  foundations,  sub-soil 
and  like  conditions. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.2^— 

RESOLVED,  That  this  Commission  hereby  approves  the  issuance 
of  a  Revocable  Permit  for  occupancy  by  American  Airlines,  Inc., 
of  certain  space  indicated  by  that  certain  map  or  diagram  desi- 
gnated as  BA-IO572,  said  space  being  at  the  rear  of  the  present 
Domestic  Terminal  Building,  comprising  60S  square  feet,  at  the 
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rates  and  charges  provided  for  in  the  duly  adopted  Schedule 
of  Rates  and  Charges,  said  Revocable  Permit  to  be  terminable 
upon  sixty  days  written  notice # 

On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.2^4— 

RE SOLVED    That  this  Commission  hereby  requests  the 
Director  of  Property  of  the  City  and  County  of  San  Francisco 
to  advertise  for    lease  to  the  highest  responsible  bidder 
that  certain  area  at  the  rear  of  the  Domestic  Terminal  Build- 
ing at  the  San  Francisco  Airport,  heretofore  described  in 
Resolution  No.  12,2J3  of  this  Commission,  under  a  form  of 
lease  to  be  drawn  by  counsel  for  this  Commission, 


THEREUPON  THE  MEETING  ADJOURNED . 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


829th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  FEBRUARY 

4.  1952- 


Present:    Commissi oners  Oliver  M.  Rousseau,  Sam  Mc  Kee, 
Edw.  B.  Baron  and  Donald  A,  Cameron. 

President  Oliver  M*  Rousseau  presided. 

On  motion  of  Commissioner  Camerons  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the828th  regular  meeting  of  the  Com- 
mission held  January  28,  1952  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.2^— 

WHEREAS,  SFWD  Contract  No,  596-Removing  JO'9  Cast  Iron 
Pipe  In  Locksley  Avenue  between  Lawton  and  Moraga  Streets, 
contractor,  Eaton  and  Smith,  should,  in  accordance  with  the 
time  limit  set  forth  in  said  contract,  be  completed  on  or  be- 
fore January  5,  1952;  and 

WHEREAS ^  Contractor  has  experienced  unavoidable  delay  due 
to  rainy  weather  and  muddy  condition  of  earth  due  to  rain;  and 

WHEREAS,  said  Eaton  and  Smith  prosecuted  the  work  of  the 
contract  diligently: 

THEREFORE,  BE  IT  RESOLVED'  That  this  Commission  hereby 
grants  an  extension  of  five  (5)  days  for  completion  of  said 
SFWD  Contract  No.  596  and  liquidated  damages  for  the  resulting 
days  of  delay  are  hereby  waived. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously; 

—RESOLUTION  NO.  12.2^6— 

RESOLVED    That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities,  the  contract  for 

Construction  of  Bay  Crossing  Pipe  Lines  No.  1 
and  No,  2-Cross  Connections  at  Newark  and  Redwood 
City,  SFWD  Contract  No,  546 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

E,  T,  Haas  Company 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Nineteen  Thousand  Seven  Hundred  Dollars 
($19,700.00)  said  sum  being  the  total  price  for  the  lowest 
regular  bid  submitted  on  the  basis  hereinabove  stated, 

AND  ALL  other  bids  for  the  above  described  work  are  hereby 
rejected . 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 2^7— 

RESOLVED'  That  this  Commission  approves  all  non-civil 
service  and  temporary  appointments  and  removals  made  by  the 
Manager  of  Utilities  for  the  month  of  December,  1951;  and 

BE  IT  FURTHER  RESOLVED'  That  report  of  said  appointments 
and  removals  be  transmitted' to  the  Civil  Service  Commission  and 
to  the  Controller. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12. 238— 

RESOLVED'  That  that  certain  Airport  Space  Rental  Permit 
authorized  bVResolution  No.  12,174  of  January  7,  1952,  in 
favor  of  Philippine  Air  Lines,  Inc.,  be  and  the  same  is  hereby 
evoked . 
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On  motion  of  Commissioner  Baron,  seconded  bv  Commissioner 
He  Kee,  the  following  resolution  was  adopted  unanimously: 

' — RESOLUTION  NO.  12.?^Q— 

RESOLVED,  That  on  recommendation  of  the  mnager  of 
rlno1!?8^  thQ  General  Onager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 

Hill abl*  ln  payment  0f  no*-l*^ted  settlements  ane  liti- 
gated settlements,  as  follows: 


my  l 


Claimant,      PRTOP  war 
Non-litigated  setfi  pmpnt. 
Menefee  Williams 
Litigated  settlement 
P.  Wade  Edwards  August 
Appropriation  No,  165-804-03 
Current  Yeag 
Non-litigated  ^etllejnents 
Joel  Ouchtmosky 
Edward  Cordsno 
Amy  T.  Woodward 
Anna  H.  my 
Walter  E.  Mc  Levitt 
Clara  a.  Pinsky 
flarion  Alter 
Charles  Johnston 
Sanitary  Laundry  Co. 
Mabel  I.  Bettencourt 
Charles  A.  Mc  Court 
r^ry  S.  Scally 
Mary  B.  Bryant 
Joseph  A.  Gist 
Lolores  M,  Cullen 
Frank  DeCarlo  and  Fireman's 
Fund  Ins.  Co. 
Wilfred  W.  Robinson 


Date  of  Accident 


1951 

11,  1949 


July  24,  1951 
December  24,  1951 
October  25,  1951 
October  27,  1951 
January  15,  1952 
September  21,  1951 
October  2,  1951 
January  2,  1952 
December  10,  1951 
October  10,  1951 
November  8,  1951 
August  7,  1953/ 
November  15,  1951 
January  18,  1952 
October  22,  1951 


December  3,  1951 
January  2o,  1952 


Settlement 


$  450.00 

2t75Q*QQ 


i  5.200,00 


APPROPRIATION  NO.  165.804-OI 


$  150.00 
3&3.00 
700.00 
500,00 
350.00 
1,400.00 
186.62 
483.50 
122.25 

975.°o 
350.00 
550,00 
254.97 
199.00 
4,500.00 

650.00 

, — 193*2? 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


RESOLVED*  That  Harry  E,  Lloyd,  General  Manager  and  Chief 
Engineer  of  the  Hetch  Hetchy  Water  Supply,  Power  and  Utili- 
ties Engineering  Bureau,  be  and  he  is  hereby  directed  and 
authorized  to  proceed  to  Washington,  D.C.,  to  appear  as  re- 
quired, during  the  month  of  February,  1952,  before  the  House 
Committee  on  War  Department,  Civil  Functions  Flood  Control, 
to  present  exhibits  and  factual  data  required  in  consideration 
of  the  proposed  appropriation  to  be  made  from  funds  set  up 
under  Public  Law  534>  said  appropriation  to  be  used  by  the 
City  and  County  of  San  Francisco  for  the  purpose  of  con- 
struction of  facilities  in  connection  with  the  Cherry  River. 
Project,  all  of  which  will  be  used  and  useful  for  preventing 
floods  in  the  San  Joaquin  Valley  and  for  augmenting  the  water 
supply  of  said  City  and  County;  and 

BE  IT  FURTHER  RESOLVED ,  that  necessary  expenses  are 
deemed  contracted  in  the  performance  of  routine  duties*,  pay- 
able from  Appropriation  No.  168-200-00, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San    Francisco  does  here- 
by approve  the  terms  and  conditions  of  said  revocable  permit 
and  authorises  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Company 

Permit  to  install  an  overhang  of  wires  across  the  Bay 
Division  Pipe  Line  No  3  right  of  way;  said  crossing  concidlng 
with  the  City's  right  of  way  crossing  of  Junipero  Serra  Boule- 
vard, Redwood ^City,  San  Mateo  Count y„ 


—RESOLUTION  NO.  12.240— 


—RESOLUTION  NO.  12.241— 


: 


On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.242— 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors,  enactment  of  ordi- 
nance, appropriating  the  sum  of  $3,000.00,  from  the  Special 
Aviation   Fund,  to  credit  of  Appropriation  No.  164-400-OO,  to 
provide  for  purchase  of  one  Tractor  Loader  and  one  Spreader 
Box. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.2/1^— 

RESOLVED,  That  this  Commission  hereby  requests  the  Mkyor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $6,000.00,  Cherry  River  Project  Funds,  to 
credit  of  Appropriation  No.  192-550-02-2,  to  provide  for  the 
purchase  and  installation  of  radio  telephone  equipment  for  a 
base  station  and  three  mobile  sets  at  Cherry  Valley  Dam  for 
use  in  conjunction  with  the  existing  Hetch  Hetchy  radio  system 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 244— 

RESOLVED '  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation of  funds  in  amount  $5,000.00  from  Appropriation  No. 
168-990-OO-Hetch  Hetchy  Project  Surpliis  Fund,  to  credit  of 
Appropriation  No.  168-21 6-00,  to  provide  for  developing  de- 
ficiency in  appropriation  for  Maintenance  and  Repair  of  Auto- 
motive Equipment. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.245— 

RESOLVED,  That  this  Commission  approves  the  following 
contract  payment  recommendations: 

Contract  Payment  in    amount  $61,329.03,  in  favor  of  Clinton 
Construction  Co.,  under  Airport  Contract  No.  130-Construction 
bf  Terminal  Building  at  the  San  Francisco  Airport. 
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Contract  Payment  la  amount  $1,619*93.  In  favor  of  Fred  Johnson 
Electric  Co«#  under  Airport  Contract  No.  135-Constructing 
Lighting  North  Access  Road,  Lighting  Itinerant  Aircraft  Area 
and  Related  Work  at  San  Francisco  Airport* 

Contract  Payment  in  amount  ^6^796*3%  in  favor  of  Morris 
Daley,  under  Airport  Contract  Wo.  1  ^Construction  of  Main- 
tenance Storage  Shed#  Itinerant  Pilots'  Building  and  Related 
Work, 

Contract  Payment  in  amount  $1,666.67.  in  favor  of  Marmion  D. 
Mills,  for  services  as  a  |f*ansportation  expert  and  co-ordlnator 
for  operations  of  the  Miniclpal  Railway,  month  of  January. 1952, 

On  motion  of  Commissioner  Mc  Kee.  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.246-^ 

RESOLVED.  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$2,979.00,  from  Appropriation  No.  166-500-OO-Additions  and 
Betterments,  to  credit  of  Appropriation  No.  l66-399-05~00#  to 
provide  additional  funds  for  purchase  and  installation  of 
meters  and  gate  valves  to  be  used  in  supplying  services  at 
eighteen  locations  on  the  Bay  Division  Pipe  Line  No.  3. 

Municipal  Railway  Request  for  Allocation  of  Funds  in  amount 
51,434.00,  under  Appropriation  No.  97-510-23-03,  to  provide 
for  certification  of  work  order  to  the  Municipal  Railway  to 
bend  rails  to  be  used  on  Ocean  and  Phelan  Terminal  Loop. 

Hetch  Hetchy  Project  Request  for  Allotment  in  amount  $97,500.00 
under  Appropriation  No.  98-940-56,  in  amount  $7,500.00  and 
under  Appropriation  No.  98-940-62  in  amount  $90,000.00,  to 
provide  for  plans  and  specifications  and  purchase  of  valves 
in  connection  with  Alameda  Creek  Siphon  No.  2. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 247--. 

RESOLVED,  That  this  Commission  hereby  requests  the 
Director  of  Property  to  arrange  for  leasing,  under  public 
bids,  for  a  three  year  period,  that  certain  550  acres,    more  or 
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less,  of  Airport  agricultural  land,  said  leasing  of  property 
to  provide  for  a  minimum  rental,  per  year,  of  $5,000.00,  plus 
one-quarter  share  of  crops  on  the  demised  premises. 


Transit: 

Line  No.  73-Lincoln  Way  Bus  Line 

Mr.  Marmion  D.  Mills,  Consultant,  reported  to  the  Com- 
mission on  the  matter  of  economic  operation  of  the  No,  73 
Line.    During  the  month  of  December,  1951,  the  line  showed 
an  average  net  loss  per  day  of  $116.93;  but  considering  the 
operations  of  the  No.  71  and  72  Lines,  inasmuch  as  they 
operate  over  a  portion  of  the  No,  73  Line,  a  true  loss  from 
operation  of  the  No.  73  Line  approximates  $132.00  per  day. 
In  the  light  of  this  study,  Mr*  Mills  recommended  discon- 
tinuance of  the  line.    The  Commission  took  the  matter  under 
advisement,  setting  Monday  February  25,  1952  for  a  public  hear 
ing. 


THEREUPON  THE  MEETING  ADJOURNED » 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


830th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  FEBRUARY 
11,  1952* 


****************************************************** 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw.  B.  Baron  and  Donald  A*  Cameron. 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Cameron,,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  829th  regular  meeting  of  the 
Commission  held  February  4,  1952  were  approved. 

On  motion  of  Commissioner  Swanson  ,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 248— 

RESOLVED,  That  this  Commission  on  behalf  of  the  people  of 
San  Francisco,  in  recognition  of  the  long  and  faithful  ser- 
vice, expresses  to  the  following  employees  retiring  from  ser- 
vice in  the  Municipal  Railway,  its  best  wishes  for  a  long  and 
happy  life  and  the  assurance  of  its  appreciation  of  work:  well 
performed  and  hereby  directs  the  Secretary  to  prepare  appro- 
priate   copy  of  resolution  of  retirement  for  presentation  to 
said  retirees. 


Name:  Service 

Ralph  Mc  Nutt  43  years 

William  Crocker  32  years 

Daniel  T.  Carey  37  years 

Thorns  A.  Rice  3R  years 

Alexander  Rigaumont  30  years 

Wm.  J.  Wolters  27  years 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO,  12.249— 

WHEREAS,  under  date  of  August  1,  1940  the  Public  Utili- 
ties Commission  and  the  State  of  California  through  its 
Department  of  Public  WoHcs,  Division  of  Highways,  by  letter 
entered  into  an  agreement  by  which  the  State  would  clean  and 
paint  the  10-inch  pipe  line  of  the  Water  Department  situated 
on  the  San  Francisco-Oakland  Bay  Bridge  in  conjunction  with 
the  work  of  painting  the  bridge  structure  for  the  approxi- 
mate sum  of  $2,000.00  payable  as  the  work  was  done,  but  at  the 
rate  of  not  more  than  $400»00  Per  year»  records  to  be  kept 
and  adjustment  to  be  made  when  the  work  was  completed  to  the 
end  that  the  Water  Department  paid  the  actual  cost  of  the 
work;  and 

WHEREAS f  the  work  is  no"tof  completed  but  the  State  found 
that  it  could  not  keep  and  it  did  not  keep  costs  of  painting 
the  pipe  separate    from  the  costs  of  painting  the  bridge;  and 

WHEREAS,  it  is  the  opinion  of  the  General  Manager  and 
Chief  Engineer  of  the  Water  Department  that  the  work  of 
painting  the  pipe  could  not  have  been  done  in  any  other  manner 
at  a  cost  of  less  than  Two  Thousand  Dollars: 

THEREFORE ,  BE  IT  RESOLVED f  That  the  work  of  painting  the 
pipe  be  accepted  as  completed  at  a  total  cost  of  Two  Thousand 
($2,000,00)  Dollars. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  I2.2R0— 

RESOLVED,  That  this  Commission  approves  the  following 
contract  payment  recommendations: 

Contract  Payment  in  amount  ^5,355.90,  in  favor  of  T.  E.Connolly, 
Inc.,  under  HHWS  Contract  No.  237- Improvement  of  Access  Road, 
South  Fork  to  Camp  Mather  and  Early  Intake. 

Contract  Payment  in  amount  18,782.65,  in  favor  of  T.E.Connolly, 
Inc.,  under  HHWS  Contract  No.  238-Cons true t ion  of  Access  Road, 
Early  Intake  to  Cherry  Valley  Dam  Site,  Section  C-2. 

Contract  Payment  in  amount  $1,530.00,  in  favor  of  Crocker  First 
National  Bank  of  San  Francisco,  as  assignee  for  KleinSmid  Con- 
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struction  Co.,  under  HHWS  Contract  No,  238-Construction  of 
Access  Road,  Early  Intake  to  Cherry  Valley  Darn  Site,  Section 

m. 

Contract  Payment  in  amount  $27,599.21,  in  favor  of  United 
Concrete  Pipe  Corporation,  under  HHWS  Contract  No.  230-Con- 
struction  of  San  Joaquin  Pipe  Line  No.  2-Section  A-l. 

Contract  Payment  in  amount  $7,987.50,  in  favor  of  Abbett 
Electric  Corporation,  under  BLH&P  Contract  No.  106-Con- 
struction  of  Street  Lighting  System  in  19th  Avenue  Extension, 
Sloat  Boulevard  to  Worcester  Street. 

Contract  Payment  in  amount  $-10,599.14,  in  favor  of  L,L. Jeffries 
under  SFWD  Contract  No.  574-Drilling  and  Grouting  in  West 
Abutment  of  Calaveras  Dam, 

Contract  Payment  in  amount  $9,583.87,  in  favor  of  Eaton  and 
Smith,  under  Municipal  Railway  Contract  No,  369-Reconstruct- 
ing  Tracks  and  Pavement  on  Ocean  Avenue. 

Contract  Payment  in  amount  $20,927.54,  in  favor  of  Eaton  and 
Smith,  under  Municipal  Railway  Contract  No.  401-Track  Wyes 
and  Curves  at  Various  Locations. 

Contract  Payment  in  amount  $3,069.00,  in  favor  of  Eaton  and 
Smith,  under  Municipal  Railway  Contract  No.  402-Ocean  and 
Phelan  Terminal. 

Contract  Payment  in  amount  $1,080.00,  in  favor  of  rartinelli 
Construction  Co.,  under  Municipal  Railway  Contract  No.  377, 
Remodeling  Offices  at  Geary  Carhouse. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.2S1-- ■ 

RESOLVED'  That  this  Commission  approves  the  following 
Traveling  Expanse  Vouchers: 

Expense  Voucher  in  amount  $4.70,  expenses  of  Fred  L.  Requa, 
Senior  Electrical  Engineer,  covering  conference  January  28, 
1952  with  Mr.  C.  P.  Nasser,  Director  of  Light  and  Power  De- 
partment for  the  State  of  Para,  Brazil, 

Expense  Voucher  in  amount  $18.29,  expenses  of  Harold  S. 
Messersmith,  Superintendent  of  Airport  Operations,  month  of 
December,  1951,  covering  conferences  with  officials  of  the 
Standard  Oil  Company,  Port  of  Oakland  and  American  Airlines, 
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On  motion  of  Commissioner  Mc  Keep  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.252— 

WHEREAS    under  the  terms  of  Municipal  Railway  Contract 
No.  365- Trolley  System  for  No,  47  (H)  Line,  Severin  Electric 
Company,  contractor,  was  required  to  complete  all  the  work  on 
May  21,  1951 ;  and 

WHEREAs,  the  Contractor  experienced  unavoidable  delay  in 
receiving  delivery  of  the  trolley  wire  and  underground  feeder 
cable  incorporated  into  the  work  because  of  the  difficulty 
experienced  by  the  City  in  obtaining  the  necessary  priority 
ratings  required  by  regulations  of  the  National  Production 
Authority,  to  the  extent  that  the  contractor  was  unable  to 
obtain  deliver1  of  the  trolley  wire  until  September  4#  1951> 
and  was  unable  to  obtain  delivery  of  the  underground  feeder 
cable  until  November  3,  195I;  and 

WHEREAS    the  Contractor  did  complete  that  portion  of  the 
work  required  to  put  the  No.  47  Line  into  operation  on  the 
date  established  by  this  Commissions,  October  15,  I95I;  and 

WHEREAS,  the  Contractor  has  been  diligent  in  his  attempt 
to  complete  the  remaining  portion  of  the  contract  work  in  the 
shortest  possible  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED ?  That  the  contract  time 
for  performing  all  work  specified  under  Municipal  Railway 
Contract  No.  365  be  and  is  hereby  extended  for  a  period  of  254 
days  until  January  30,  1952,  and  that  liquidated  damages  by 
reason  of  such  extension  are  hereby  waived. 

On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.2^-- 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Credit  Modification  of  Contract  No.  7,  being 
the  difference  between  certified  estimated  contract  and  actual 
performance;  approves  Certificate  of  Acceptance  and  Final 
Payment  In  amount  $26,417.97,  in  favor  of  Severin  Electric 
Co.,  under  Municipal  Railway  Contract  No.  365- Trolley  Coaeh 
System  for  No.  47  (H)  Line. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.254-- 

RESOLVED    That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  specifi 
cations  and  approves  Certificate  of  Acceptance  and  Final 
Payment  in  amount  ^1 ,242.60,  in  favor  of  Dahl-Beck  Electric 
Co.,  under  BLH&P  Contract  No.  104- Construct ion  of  Street 
Lighting  System  in  Laguna  Honda  Boulevard,  Lawton  Street  to 
Plaza  Street. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.255— 

RESOLVED,  That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $67. to-Municipal  Railway 
Funds,  to  credit  of  Appropriation  No.  165-176-Ol-Retroactive 
Wages-Vacation  Pay,  to  provide  for  vacation  pay  denied  in 
September,  1948  to  Ira  R.  Hefkim,  M-60  Auto  Body  and  Fender 
Worker,  authorized  under  Charter    Section  151.5,  effective 
July  1,  1950. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,256— 

RESOLVED 9  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Airport  Request  for  Additional  Allotment,  in  amount  $165.00, 
under  Appropriation  No.  164-lll-OO-Allowance  for  Overtime,  to 
meet  emergency  requirements  in  Communications,  Field  Service, 
Maintenance  and  Janitorial  staffs,  as  result  of  emergencies 
and  sickness  to  permanent  employees. 

Airport  Request  for  Additional  Allotment  in  amount  $429.36, 
under  Appropriation  No.  164-112-00,  Allowance  for  Holiday  Re- 
lief, to  provide  for  holidays  of  February  12th  and  22nd,  1952 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$350.00,  from  Appropriation  No,  66-955-OO-Water  Extension,  to 
credit  of  Appropriation  No.  166-399-05-07,  to  provide  for 
purchase  of  one  Ingersoll-Rand  Air  Compressor  to  be  used  in 
connection  with  construction  of  Mt.  Davidson  Area  Water  Supply 
System. 
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Airport  Request  for  Allotment  In  amount  $105,000.00,  under 
Appropriation  No.  96-924-OO,  to  provide  funds  for  purchase 
of  electrical  equipment  for  installation  of  two  electric  sub- 
stations and  one  load  center  unit    for  San  Francisco  Airport, 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.257— 

RESOLVED '  That  on  recommendation  of  the  Manager  of 
Utilities,  th£  General  Onager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  litigated  settlement,  as  follows: 

Claimant       PRIOR  YEAR  Date  of  Accident  Settlement 

Sara  Herrera  March  19,  1950  Si. 250.00 

Appropriation  N0.165-804-O2  Si . 250 . 00 

Hearing: 

Mr.  Chas.  Wood,  President,  Division  1380,  A.  F.  of  L. 
Carmens  Union,  accompanied  by  Mr.  Craig  and  Mr.  Midaxian  of 
the  Washington-Mason  Cable  Division,  appeared  before  the  Com- 
mission, protesting  new  signup,  contending  that  additional 
spreads  of  time  and  the  cutting  in  service  would  adversely 
affect  the  physical  well  being  of  the  employees,  particularly 
those  advanced  in  years.    On  motion  of  Commissioner  Baron, 
seconded  by  Commissioner  Swanson,  the  delegation  was  advised 
to  take  the  matter  up  with  the  Manager  of  Utilities. 


The  Commission  was  honored  in  having  in  attendance,  Honorable 
Dewey  Mead,  President  of  the  Board  of  Supervisors 


Mr.  Thomas  Gray,  Manager  of  the  Downtown  Association,  appeared 
before  the  Commission  expressing  best  wishes  for  success  to 
the  new  President  of  the  Commission,  Honorable  Oliver  M. 
Rousseau. 


Thereupon  the  meeting  adjourned. 
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MI  N  U  TES 


PUBLIC  UTILITIES  COMMISSION 


851st  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES  COM- 
MISSION IN  ROOM  282  -  CITY  HALL  -  FEBRUARY  l8,  1952. 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw.  B«  Baron  and  Donald  A.  Cameron. 

President  Oliver  M.  Rousseau  presided • 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc   Kee,  the  minutes  of  the  830th  regular  meeting  of  the 
Commission  held  February  11,  1952  were  approved • 

On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.258-- 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation In  amount  $10,500.00,  Water  Department  funds,  to 
provide  for  Extension  to  Dehydrator  Building  and  Revamp 
Blower  in  connection  with  the  Sunol  Walnut  Orchard,  Alameda 
County. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.25Q— 

RESOLVED 1  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $492.18,  San  Francisco  Airport  Funds,  to 
credit  of  Appropriation  No.  164-II2-OO,  to  provide  additional 
funds  for  balance  of  fiscal  year,  Allowance  for  Holiday  Relief, 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO,  12.260— 

RESOLVED'  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $294* 24»  San  Francisc0  Airport  Funds,  to 
credit  of  Appropriation  No,  164-Hl-OO,  to  provide  for 
additional  funds  for  balance  of  fiscal  year,  Allowance  for 
Overtime , 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.26l— 

RESOLVED'  That  this  Commission  hereby  requests  the 
myor  to  recommend  to  the  Board  of  Supervisors  supplemental 
appropriation  in  amount  141.28-Hetch  Hetchy  Project  funds, 
to  credit  of  Appropriation  No.  1 68-1 30-00- Wages,  to  provide 
funds  for  "Cost  of  Living  Index"  amendment  to  salary  ordi- 
nance, effective  February  1,  1952,  affecting  one  M-254 
Machinist . 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.262- - 

RESOLVED^  That  this  Commission  hereby  requests  the 
Mayor  to  recommend  to  the  Board  of  Supervisors  supplemental 
appropriation  in  amount  $1, 395,00-Municipal  Railway  funds,  to 
credit  of: 

Appropriation  Not 

165-130-02-Wages-Mlsc.  Employees  $  1,265.00 

165-860-OO- Pens  ion  and  Retirement  Allowance  113.00 

165-862-OO-Social  Security  17.OO 

to  provide  funds  for  "Cost  of  Living  Index"  amendment  to 
salary  ordinance,  effective  February  1,  1952,  affecting 
machinists  and  helpers;  blacksmiths  and  helpers;  molders  and 
helpers;  machinists  tool  operator  and  foreman  machinist. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously; 


"RESOLUTION  NO.  12.26>- 

RESOLVED'  That  on  recommendation  of  the  Manager  of 
Utilities,  thS  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated  settlements  and  judg- 
ment, as  follows: 


Claimant      CURRENT  YEAR 


Date  of  Accident 


Settlement 


Esther  Erlin 

Allen  F.  Harnett 

Charles  E,  Russell 

Anni  Schultzer-Nielsen 

Andrew  D.  Monteverde 

Edward  J.  Borsi 

Patrick  C.  Guinn 

M.  Pashmin 

Ruth  B.  Martin 

C.  E,  Gerlach  and  R,  Gerlach 

Mary  Lynch 

Idella  Richardson 

Mirgarett  Cltrino 

R.  H.  Laws 

A.  H,  Hopkins 

Marion  Biefield 

Louise  Been 

Andrew  Pava 

Ben  E.  Wilson  and  United 
Pacific  Ins.  Co, 


November  5,  1951 
January  14,  1952 
November  29,  1951 


December 
December 
December 
December 


17.  1951 
30,  1951 
5>  1951 
11,  1951 


January  24,  1952 
December  21,  1951 
September  27,1951 
October  29,  1951 
September  21,1951 
October  11,1951 
January  30,  1952 
November  21,  1951 
January  18,  1952 
November  23,  1951 
January  25,  1952 

January  23,  1952 


Amending  Resolution  No.  12153,  pertaining  to 
claimant,  Edward  E.  Garvey,  to  read  $142.31, 
instead  of  $130.97 

Appropriation  No.  165-804-01 


750,00 
146.80 
150,00 
900,00 
237.65 
124.13 
200.00 
100.88 
350.00 
162.29 
322.50 
350.00 
191,40 
104.37 
292.24 
196.52 
700.00 
121.18 

284 . 25 


Judgment  PRIOR  YEAR 
Jean  Foster 


July  23,  1949  1,397.65 

plus  interest 


Appropriation  No.  165-804-02 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
He  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12,264— 

RESOLVED,  That  this  Commission  accepts  as  being  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions, the  work  of  Municipal  Railway  Contract  No.  405- In- 
stalling Electric  Heaters  in  Trolley  Coaches,  contractor. 
Municipal  Railway,  and  approves  Certificate  of  Acceptance 
in  amount  $4, 650,75,  original  amount  of  contract-$5, 000.00. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO,  12.265— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  adopt  resolution  granting  permission 
to  Geo.  W.  Pracy,  General  Manager  and  Chief  Engineer  and  to 
H.  C.  Medbery,  Purification  Engineer,  San  Francisco  Water 
Department,  to  att  end  the  Annual  Conference  in  Kansas  City, 
Mo.,  my  4-9,  1952  of  the  American  Water  Works  Association. 

On  motion  of  Commissioner   Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 266— 

RESOLVED,  That  this  Commission  approyes  the  following 
Travel  Expense  Vouchers: 

Expense  Voucher  in  amount  #20.65,  expenses  of  Robert  Rockwell 
Assistant  Director  of  the  Bureau  of  Public  Service,  month  of 
January,  1952,  covering  conferences  with  Adver  tising  Club, 
Chambers  of  Commerce,  Radio  Station  Officials. 

Expense  Voucher  in  amount  $20.70,  expenses  of  Myles  Smith, 
Assistant  Director  of  the  Bureau  of  Public  Service,  month  of 
January,  1952,  covering  conferences  with  Chambers  of  Commerce 
Peninsula  Newspapermen,  Magazine  Writers,  Aviation  Writers, 
National  Aeronautics  Association  and  Reuters  News  Agency. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.  267— 
RESOLVED,  That  this  Commission  hereby  approves  the  fol- 
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lowing  Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $6,296,68,  in  favor  of  Severin 
Electric  Co.,  under  Municipal  Railway  Contract  No.  399, 
Trolley  System  for  No.  9  Line* 

Contract  Payment  in  amount  ©5,562.33,  in  favor  of  Abbett 
Electric  Co.,  under  Municipal  Railway  Contract  No.  356, 
Trolley  System  for  No.  14  Line. 

Contract  Payment  in  amount  $20,897.01,  in  favor  of  Security 
First  National  Bank  of  Los  Angeles,  as  assignee  for  United 
Concrete  Pipe  Corporation,  under  HHWS  Contract  No.  524-Con- 
struction  of  Bay  Division  Pipe    Line  No.  3-Section  AC. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO,  12.268— 

RESOLVED,  That  this  Commission  approves  Municipal  Rail- 
way Intra  departmental  Work  Order,  in  estimated  amount  of 
$100.00,  in  favor  of  the  City  Attorney,  to  provide  for  expen- 
ses of  Deputy  City  Attorney,  "taking  deposition  in  Colton, 
California,  in  the  action  of  Rose  Harding  vs.  City  and  County 
of  San  Francisco-Municipal  Railway,  Superior  Court  Action 
No.  4II63O. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.26Q— 

RESOLVED    that  this  Commission  hereby  authorizes  the 
Manager  of  Utilities,  for  and  on  behalf  of  the  Commission  to 
sign  that  certain  lease  with  the   United  States  of  America, 
acting  through  the  Civil  Aeronautics  Administration,  covering 
occupancy  of  approximately  1,660  square  feet  of  floor  space 
in  the  San  Francisco  Airport  Administration  Building,  for 
the  period  of  July  1,  1952  and  ending  with  June  30,  1953, 
at  a  rental  of  $1*00  per  year. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,270— 
RESOLVED,  That  t  his  Commission  hereby  requests  the  Con- 
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trolleys  certification  of  the  following: 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $25,000,00,  under  Appropriation  No.  1 68- 23 1-02,  to 
provide  for  increased  expenses  for  third  quarter  service 
charge  for  transmission  and  distribution  facilities  of 
Pacific  Gas  and  Electric  Co,,  due  to  expected  increase  of  the 
use  of  these  facilities. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$6,800.00  from  Appropriation  No,  97-52O-II,  to  credit  of  Appro- 
priation No.  165-399-97,  to  provide  for  purchase  of  trolley 
wire  and  cable. 

Bureau  of  Light,  Heat  and  Power  Request  for  Intra  Fund  Trans- 
fer, in  amount  $4,044.32,  from  various  sub-appropriations,  to 
credit  of  Appropriation  No.  163-214-63,  to  provide  for  repair 
of  damage  to  street  lighting  poles  and  accessories  by 
collisions  of  automotive  vehicles. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.271— 

WHEREAS,  under  SFWD  Contract  No.  554-Construction  of  San 
Andres  Out  let  No0  1  Chlorinating  Plant,  Wenrick  and 
Associates,  Contractor,  was  required  to  complete  all  the  work 
on  April  18,  1951 ;  and 

WHEREAS,  the  contractor  was  delayed  in  prosecuting  the 
work  due  to  adverse  weather  conditions  during  the  winter  of 
1950-1951 ;  and 

WHEREAS ,  by  reasonable  and  diligent  prosecution  of  the 
work  said  contractor  should  have  completed  the  work  by 
October  31,  1951 ;  and 

WHEREAS,  said  contractor  did  not  complete  the  work  until 
November  27,  1951: 

NOW,  THEREFORE,  BE  IT  RESOLVED    that  the  contract  time  for 
performing  all  work  specified  under'SFWD  Contract  No.  554  be 
and  is  hereby  extended  for  period  of  223  calendar  days  until 
November  27,  1951  and  that  liquidated  damages  by  reason  of 
such  extension  are  hereby  waived  for  a  period  of  196  calendar 
days  until  October  31,  1951  and  that  in  accordance  with  the 
terms  of  the  contract  liquidated  damages  in  the  amount  of  $10.00 
per  day  be  assessed  for  17  working  days  from  and  including 
November  1,  1951  to  November  27,  1951,  that  completion  of  said 
work  was  delayed. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO,  12.272— 

RESOLVED,  That  Resolution  No.  8419  in  which  this  Com- 
mission requested  the  Director  of  Property  to  prepare  for 
submission  to  the  Board  of  Supervisors  necessary  legislation 
authorizing  sale  at  public  auction  of  that  certain  parcel  of 
Water  Department  land  having  a  frontage  of  approximately 
1100  lineal  feet  on  Ocean  Avenue,  to  a  depth  of  approximately 
150  feet,  fronting  the  Balboa  Reservoir  Tract,  is  hereby 
rescinded;  and 

BE  IT  FURTHER  RESOLVED    That  the  Director  of  Property  is 
requested  to  refrain  from  proceeding  to  sell  said  land  or 
any  portion  thereof  until  further  determination,  pending  pro- 
ceedings for  the  rezoning  of  said  property  or  any  portion, 
thereof . 


THEREUPON  ^HE  MEETING  ADJOURNED. 


-7863- 


M  I  N  UTES 


PUBLIC  UTILITIES  COMMISSION 


832nd  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  FEBRUARY 

25,  1952 


Present:  Commissioners  Oliver  M,  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw,  B.  Baron  arid  Donald  A.  Cameron. 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  minutes  of  the  831st  regular  meeting  of  the 
Commission  held  February  18,  19^2  were  approved. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.27V- 

RESOLVED,  That  in  accordance  with  the  recommendations 
of  the  Manager  of  Utilities  for  the  extension  of  water  mains 
and  services,  the  contract  for 

The  Laying  of  8- Inch  Cast  Iron  Ffein  in 
Private  Property, South  of  23rd  Street, 
SFWD  Contract  No.  60^ 

a  public  w:rk  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

The  San  Francisco  Water  Department 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Seven  Thousand  Two  Hundred  and  Seventy 
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Dollars  and  Fifty  Cents  ($7,270.50)  said  sum  being  the  total 
price  for  the  lowest  bid  submitted  on  the  basis  hereinabove 
stated* 

AND  BE  IT  FURTHER  RESOLVED,  The  Controller  is  hereby- 
requested  to  approve  the  allocation  of  funds  necessary  to 
fully  accomplish  the  aforementioned  extension  of  water  mains 
and  services. 

And  all  other  bids  for  the  above  described  work  are  here- 
by rejected* 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 274-- 

WHEREAS,  the  Public  Utilities  Commission  has  issued  a 
number  of  revocable  permits  for  use  of  portions  of  City 
property  under  the  jurisdiction  of  the  Water  Department  for 
garden  and  other  miscellaneous  purposes  and  now  finds  that  - 
certain  of  the  permits  issued  are  not  in  use,  and  have  not 
leen  for  some  period  of  time: 

THEREFORE ?  BE  IT  RESOLVED,  That  this  Commission  revokes 
the  following  permits  heretofore  granted  due  to  abandonment 
of  the  use  of  the  property  by  the  permittee: 


Permittee  Res.  No.  Date  of  Permit 

David  Perrari  9824  my  23,  194.9 

Leo  Panttila  10511A  Feb.  27,  1950 

Oliver  Olsen  IO482  Feb.  20,  1950 

Robert  Jessers  IO50I  Feb.  27,  1950 

Wm.  Bowden  IO716  May  15,  1950 

0.  Bean  IO489  Feb.  20,  1950 

Pac.  Gas  &  Elec.  Co,  12160  Feb.  26,  1950 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 

Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.27R-* > 

RESOLVED,  That  this  Commission  hereby  requests  the  myor 
to  recommend    to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $15,000.00-Water  Surplus  Fund,  Charter 
Section  127,  to  credit  of  Appropriation  No,  166-50O-OO,  to 
provide  for  protection  of  pipe  by  replacing  cables  and  electric 
rectifiers  to  control  electrolysis. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. 276— 

RESOLVED,  That  this  Commission  hereby  reauests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $10,536.41,  Municipal  Railway  funds,  to 
credit  of  Appropriation  No,  165-176-OO-Hetroactive  Wages,  in 
amount  $9,670,51,  and  to  credit  of  Appropriation  No.  165-861- 
OO-Retroactive  Pensions,  in  amount  $865.90,  to  provide  for 
retroactive  pay  for  laborers,  trackmen,  track  formen,  double 
time  for  Saturday,  Sunday  and  holiday  work,  previously  paid 
time  and  one-half,  for  period  of  July  1,  1947  through  June 
30,  1950*  to  comply  with  write  of  mandate  issued  in  re  Gerald 
P.Mouille,  et  al.,  vs.  City  and  County  of  San  Francisco, 
Superior  Court  No.  405086. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously  : 

--RESOLUTION  NO.  12,277— 

RESOLVED,  That  Resolution  N~#  II634,  adopted  May  21, 
1951,  re  revocable  permit  to  Coca-Cola  Bottling  Company  of 
California,  for  vending  machines  on  Municipal  Railway  proper- 
ty, be  and  the  same  is  amended,  to  include  the  installation  of 
vending  machines  in  the  California  Cable  Division,  and  that 
the  mechanical  service  charges  on  all  machines  installed  on 
Municipal  Railway  property  be  reduced  from  15  cents  to  10 
cents  per  case. 

On  motion  of  Commissioner    Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.278— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  enact  ordinance,  amending  Bill  No. 
5227,  Ordinance  No.  4942,  re  membership  of  the  San  Francisco 
Airport,  changing  the  name  of  American  Association  of  Airport 
Executives  (State)  to  California  Association  of  Airport 
Executives. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 279-- . 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
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troller's  certification  of  Modification  of  Contract,  in 
credit  amount  of  $2,752.00,  under  Airport  Contract  No.  130- 
Construction  of  Terminal  Building  at  San  Francisco  Airport, 
contractor,  Clinton  Construction  Co.,  covering  the  following: 

Effect  changes  in  piping  specifications  shown  on 
Specifications  for  Modification  No.  5,  which  sub- 
stitutes wrought  iron  and  steel  pipe,  and  Type  L 
tubing  for  the  iron  pipe  size  copper  pipe  and  Type 
K  copper  tubing-credit  of  $2,752,00.  (in  general, exposed 
pipes  only) 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.28o~ 

WHEREAS,  SFWD  Contract  No.  591,  for  the  Laying  of  8" 
Transite  and  12??  Cast  Iron  Mains  in  Stonestown  Subdivision, 
contractor,  Fred  T.  Fairey-should,  in  accordance  with  the  time 
limit  set  forth  in  said  contract  be  completed  on  or  before 
December  16,  1951;  and 

WHEREAS,  contractor  has  experienced  unavoidable  delays 
due  to  the  interference  of  other  contractors;  and 

WHEREAS,  said  Fred  T.  Fairey  prosecuted  the  work  of  the 
contract  diligently: 

THEREFORE,  BE  IT  RESOLVED,  That  this  Commission  hereby 
grants  an  extension  of  thirty-seven  (37)  calendar  days  for  the 
completion  of  said  Contract  No.  591  and  liquidated  damages  for 
the  resulting  days  of  delay  a  re  hereby  waived. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,281— 

RESOLVED,  That  this  Commission  approves  expenses  to  be 
incurred  in  an  estimated  amount  of  $100.00,  covering  conference 
on  March  3,  1952  between  California  State  Engineer  and  members 
of  his  staff  and  Engineers  and  Consultants  of  the  Public 
Utilities  Commission,  in  the  matter  of  approval  of  designs  for 
Cherry  Valley  Dam,  expenses  payable  from  Appropriation  No.  1Q2- 
052-OO . 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.282— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  W&ter  Department  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED    That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Mr.  Isom  R*  Ward,  lyil  Vera  Avenue,  Redwood  City, Calif  * 

Permit  to  garden  and  maintain  the  existing  sanitary 
sewer,  gas  and  water  lines  over  Hetch  Hetchy  Bay  Division  Pipe 
Line  right  of  way,  Parcel  2143(1);  said  Parcel  being  also  a 
portion  of  Lots  11  and  12,  Block  1,  Wallace  Subdivision,  Red- 
wood City. 

BE  IT  FURTHER  RESOLVED,  That  that  certain  permit  Issued  to 
Mr,  Peter  Casal  by  Public  Utilities  Commission  Resolution  No, 
11, 315*  adopted  January  15,  1951,  insofar  as  said  permit  grant- 
ed permission  to  utilize  said  Hetch  Hetchy  Parcel  is  hereby 
revoked . 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOWTION  NO.  I2*2&r- 

RESOLVED,  That  this  Commission  approves  Contract  Payment 
Recommendation  in  amount  $74,377.29,  in  favor  of  Granite  Con- 
struction C%,  under  SFWD  Contract  No.  536-Construction  of 
Concrete  Lining,  Roof  and  Control  Works,  Sutro  Reservoir, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 284— 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
trollers certification  of  the  following: 

Municipal  Railway  Request  for  Allotment,  in  amount  $13,498,00 
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under  Appropriation  No.  165-804-01,  being  allotment  under 
Passenger  and  Damage  Claims  Appropriation  for  third  quarter  of 
fiscal  year,  California  Cable  Division. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$3,000400,  from  Appropriation  No.  97-4OO-O6,  to  credit  of 
Appropriation  No.  165- 399-97 »  to  provide  for  purchase  of 
280  O&B  19354  Shoe  and  Harp  complete  for  conversion  of  street 
cars  from  trolley  wheel  to  trolley  shoe  operation. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$25,858.43,  from  Appropriation  No.  165-399-97-1947  Municipal 
Railway  Rehabilitation   Bond  Fund  Stores,  to  credit  of  Appro- 
priation No.  97-530-17-62-Track  Wyes  and  Curves  at  Various 
Locations-Materials  and  Supplies. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$7,100.00,  from  Appropriation  No.  97-520-II-I,  to  credit  of 
Appropriation  No.  97-520-08,  to  provide  additional  funds  re- 
quired for  rearranging  overhead  facilities  of  the  Pacific  Gas 
and  Electric  Co.  and  Pacific  Telephone  and  Telegraph  Co.,  and 
purchase  of  interest  in  poles  in  connection  with  the  work  under 
Contract  No,  399-Trolley  System  for  No.  9  Line. 

Bureau  of  Light,  Heat  and  Power  Request  for  Additional  Allotment 
in  amount  $l,l82.00  under  Appropriation  No.  163-530-56,  to 
provide  for  office  and  field  engineering  and  inspection  under 
contract  for  street  lighting  construction  in  Kezar  Drive. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.28^— 

RESOLVED,  That  this  Commission  appoints  Geo.  D.  Burr, 
Senior  Engineer,  as  Acting  Manager  and  Chief  Engineer  of  the 
Hetch  Hetchy  water  Supply,  Power  and  Utilities  Engineering 
Bureau,  during  the  absence  of  H.  E.  Lloyd  in  Washington,  D.  C. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.286— 

RESOLVED f  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution  granting  permission  to 
Geo.  M.  Dixon,  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Airport  and  James  H.  Turner,  Manager  of  Utilities, 
to  attend  the  1952  Convention  of  the  Airport  Operators  Council 
in  Los  Angeles,  Calif ornia* , March  20-21-22,  1952, 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12. 287-- 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  V&ter  Department,  as 
hereinafter  set  forth: 

THEREFORE,  BE  IT  RESOLVED '  That  the  Public  Utilities 
Commission  of  the  City  and  Couftty  of  San  Francisco  does 
hereby  approve  the  terms  and  conditions  of  said  revocable 
permit  and  authorizes  the  execution  of  the  same  as  follows: 

To:    Donald  Hays,  P.  0.  Box  43,  Sunol,  California 

Permit  to  repair  and  use  the  City's  roadway  leading 
from  Andrade  Road,  County  Road  3°93>  easterly  across  the 
Rogan  Ranch  Subdivision,  City's  Parcel  62,  Alameda  County 
Lands,  to  Lot  E,  Bernal  Portion,  Rancho  El  Valle  de  San 
Jose . 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.288-- 

RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  execution  of  Water  Department 
agricultural  lease,  as  follows: 

H.  P.  Blackwill  of  Niles,  California,  covering  4  acres,  more 

or  less,  being  portion  of  Niles  Canyon  lands, 
for  period  of  three  years,  commencing  April  1,  1952,  at  an 
annual  rental  of  $240,00,  property  to  be  used  for' picnic  and 
camping  grounds  purposes, 


Public  Hearing: 

Abandonment  of  the  No,  73-Lincoln  Way  Shuttle  Bus. 

Route:  From  46th  and  Irving  via  Lincoln  Way  to  Haight  and 

Stanyan  Streets  (duplicating  in  part  Lines  71  and  72) 

This  line  was  put  into  operation  on  September  16,  1951 
at  the  urgent  solicitation  of  the  Great  Highway  Club  on  the 
understanding  that  the  line  would  be  given  a  fair  trial, 
continuance  of  service  being  dependent  upon  reasonable  usage 
by  residents  of  the  area. 
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The  Secretary  read  the  report  of  nr.  Marmion  D.  Mills, 
Consultant,  dated    February  4,  1952,  reviewing  the  operations 
of  this  line  and  concluding  with  a  recommendation  of  dis- 
continuance. 

Notices  were  sent  to  interested  parties  of  the  public 
hearing  in  the  matter,  and  at  this  meeting  the  following 
spoke: 

Mr.  E.  A.  Spangler-2014-40th  Avenue 

Mr.  Arthur  Parkins  on-  39  3-5  Lincoln  Way 

Fred  E.  Munson-1243~40th  Avenue 

Frank  Mulcahy-4325  Lincoln  Way 

Clement  Gendotti-1278-39th  Avenue 

Mrs.  Dahl-President  of  the  Great  Highway  Club 

Mrs.  Thomas  Best-1359-45th  Avenue 

Mrs.  T.  Murphy-122b-43rd  Avenue 

Mrs.  Frank  Mulcahy-4325  Lincoln  Way 

Mrs.  Rodgers-1235-39"kk  Avenue. 

Speakers  contended: -(1)  The  present  No.  73  shuttle  bus  line 
was  not  what  they  wanted;  (2)  there  was  unanimity  of  declara- 
tion that  the  district  would  be  satisfied  only  through  res- 
toration of  the  No.  7  kiae  (former  line  running  from  the 
beach  to  the  Ferry  Building-a  through  service  with  no  trans- 
fers; (3)adequate  service  would  pay. 

It  is  to  be  noted  that  the  line  was  put  into  operation  on 
the  understanding  that  the  line  would  be  given  a  fair  trial, 
continuance  being  depended  upon  usage;  a  number  of  speakers 
admitted  that  they  did  not  patronize  the  No.  73  Line,  pre- 
ferring to  walk  the  not  more  than  two  blocks  to  the  N  Line 
and  in  some  instances  transferring  to  the  No.  16  Sunset  Ex- 
press Line. 

In  summation,  Mr.  Marmion  D.  Mills  advised  the  delegation 
that  though  for  many  years  they  enjoyed  through  service  on 
the  former  No.  7  Line,  transit  conditions  of  today  did  not 
warrant  such  service;  greater  areas  of  the  Sunset  District 
needed  service;  the  transit  industry  is  undergoing  trying 
times  because  of  the  competition  of  the  private  automobile 
and  that  realistic  adjustments  must  of  necessity  be  made. 

The  matter  was  taken  under  advisement  by  the  Commission, 
a  decision  to  be  rendered  at  the  next  regular  meeting. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


833rd  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  MARCH 
3.  1952. 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee  and  Edw.  B.  Baron, 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  832nd  regular  meeting  of  the  Com- 
mission held  February  25  f  1952  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.28Q-- 

RESOLVED  That  in  accordance  with  the  recommendations  of 
the  r&nager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  16-Inch  Cast  Iron  Mains  in 
Sadowa  Street-Capitol  to  Plymouth  Avenue, 
and  in  Holloway  Avenue- Plymouth  to  Harold 
Avenue,  SFWD  Contract  No,  603 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work:  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Associated  Pipe  Line  Welders 

it  being  the  lowest,  regular  and  responsible  bidder  for  the  work 
aforesaid  at  Thirty  One  Thousand  Three  Hundred  and  Sixty  Eight 
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Dollars  and  Forty  Cents  ($31,368.40)  said  sum  being  the  total 
price  forthe  lowest  bid  submitted  on  the  basis  hereinabove 
stated . 

AND  BE  IT  FURTHER  RE SOLVED #  The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  Qf  water  mains  and 
services. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.290— 

WHEREAS |  under  the  terms  of  Municipal  Railway  Contract 
No.  400-Constructing  Sidewalk-Kirkland  Bus  Yard,  Lowrie 
Paving  Company,  Contractor,  was  required  to  complete  all  work 
on  December  12,  1951;  and 

WHEREAS,  the  Contractor  has  experienced  unavoidable  de- 
lays due  to  change  of  original  plans  which  necessitated  ad- 
ditional work;  and 

WHEREAS,  said  Contractor  has  been  diligent  in  his 
attempt  to  complete  the  work  within  the  specified  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  the  contract  time 
for  performing  all  work  specified  under  Municipal  Railway 
Contract  No.  400  ^e  and  is  hereby  extended  for  a  period  of 
fifty-eight  calendar  days  until  February  8,  1952,  and  that 
liquidated  damages  by  reason  of  such  extension  are  hereby 
waived . 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.2Q1— 

RESOLVED^  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  specifi- 
cations; approves  Modification  of  Contract  No.  2  in  the  amount 
of  $325.73,  being  the  credit  difference  to  modify  the  estimated 
quantities  set  forth  in  Modification  of  Contract  No.  1,  so  as 
to  conform  with  the  quantities  actually  performed;  approves 
Certification  of  Acceptance  and  Final  Payment  in  amount  of 
$2,485.49,  in  favor  of  Lowrie  Paving  Company,  under  mnicipal 
Railway  Contract  No.  400-Constructing  Sidewalk-Kirkland  Bus 
Yard. 
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On  motion  of  Commissioner  Mo  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12,292-- 

RESOLVED f  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with    plans  and  specifica- 
tions and  approves  Certificate  of  Acceptance  and  Pinal  Payment 
in  amount  $3,990.50,  in  favor  of  Abbett  Electric  Corporation, 
under  BLH&P  Contract  No.  106-Construction  of  Street  Lighting 
System  on  19th  Avenue,  from  Sloat  Boulevard  to  Worcester 
Avenue . 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.2Q^~ 

RESOLVED,  That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  adopt  resolution  accepting  quitclaim 
deed  from  the  Anglo  California  National  Bank  of  San  Francisco 
or  the  legal  owners,  to  a  portion  of  Lot  3,  Block  29,  ??Oak 
KnoJl  Manor,  Redwood  City,  San  Mateo  County™,  required  for  the 
Bay  Division  Pipe  Line  No.  3,  containing  O.037  acre,  and  that 
the  sum  of  $10.00  be  paid  for  said  real  property  from  Appro- 
priation No.  90-600-66. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ,12.294-- 

RESOLVED^  That  this  Commission  execute  and  deliver  to 
Pacific  Gas  and  Electric  Company,  a  corporation,  the  agreement 
and  consent  of  this  Commission,  on  behalf  of  the  City  and 
County  of  San  Francisco,  to  the  contract  under  date  of  Feb- 
rary  8,  1952,  executed  by  said  Pacific  Gas  and  Electric  Company* 

Under  the  terms  of  the  contract  designated,  Pacific  agrees 
to  deliver  power  and  energy  to  City  at  Newark  Substation  so 
that  City  may  supply  power  and  energy  to  the  Army?s  plant  at 
Riverbank,  California,  for  the  account  of  Norris  Thermador 
Corporation  or  the  United  States  Army,  for  the  manufacture  of 
shell  casings  for  the  United  States  government. 

The  contract  further  provides  that  Pacific,  shall  deliver 
such  power  and  energy  at  rates  specified  and  in  accordance  with 
the  Supplemental  Power  Agreement  between  City  and  Pacific 
dated  April  18,  1945,  as  extended  by  letter-agreement  dated 
November  16,  1949,  except  that  power  and  energy  delivered  for 
the  Riverbank  Plant  shall  be  allocated  ahead  of  the  magnesium 
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plant,  the  cement  plant  and  the  main  contract. 

Delivery  of  power  and  energy  as  provided  in  the  contract 
of  February  8,  1952,  shall  continue  for  the  term  of  the  Supple- 
mental Power  Agreement  of  April  l8f  1945»  or  any  extension 
thereof,  but  not  beyond  such  time  as  the  Riverbank  plant  shall 
be  used  to  manufacture  shell  casings  for  the  government. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12,295— 

RESOLVED,  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  disposition  of  the  case  of  Winifred  Hart 
vs.  City  and  County  of  San  Francisco  No.  275350,  in  the 
Municipal  Court  of  the  City  and  County  of  San  Francisco,  by 
an  exchange  of  releases  between  the  parties  plaintiff  and 
cross-complainant  and  the  filing  of  mutual  dismissals  with 
prejudice,  and  authorizes  and  requests  the  City  Attorney  to 
execute  the  requisite  documents  on  behalf  of  the  City. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.2Q6-- 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after set  forth: 

THEREFORE ?  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Company 

Permit  to  cross  with  a  1?  KV  electric  transmission  line 
over  and  above  the  City's  Ravenswood-Belmont  100  foot  right  of 
way  northerly  of  and  adjacent  to  Lot  29  Block  1,  Friend  In- 
dustrial Tract  Subdivision,  Redwood  City. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.2Q7-- 

WHEREAS,  the  San  Joaquin  Pipe  Line  No.  1  at  a  point  near 
Tower  533  (Angle  Tower)  at  El  Solyo  ranch  has  developed  a 
bad  leak;  and 

WHEREAS,  this  leak,  unless  immediately  corrected  could 
result  in  an  uncontrolled  stream  of  water  washing  out  farm 
land,  and  causing  damage  to  City  right-of-way  and  property 
for  which  the  City  and  County  of  San  Francisco  may  be  liable: 

THEREFORE,  BE  IT  RESOLVED,  That  in  consonance  with 
Section  46,  Chapter  X,  Article  2  of  the  Municipal  Code*  time 
being  of  the  essence  and  to  properly  minimize  erosion  of  land 
and  to  safeguard  the  City  and  County  of  San  Francisco  for 
legal  damages  that  may  be  incurred  by  reason  of  said  erosion 
of  land  and  to  safeguard  the  property  of  said  City  and  County, 
this  Commission  hereby  declares  the  existence  of  an  emergency 
and  hereby  authorizes  the  Manager  of  Utilities  to  take  such 
steps  as  are  necessary  and  in  the  most  expeditious  manner  to 
provide  for  immediate  repair  to  said  San  Joaquin  Pipe  Line 
No.  1;  and 

BE  IT  FURTHER  RESOLVED'  That  the  Controller  is  hereby 
requested  to  certify  necessary  funds  in  an  estimated  amount 
of  I50O.OO  from  Appropriation  No.  168-200-00  to  provide  for 
said  emergency  repairs. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.2Q8— 

RESOLVED,  That  this  CQjnmission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $1,178*15, 
being  the  additional  difference  between  certified  estimated 
contract  and  final  performance;  approves  Certificate  of 
Acceptance  and  Final  Payment  in  amount  £6,814.77,  in  favor  of 
Wenrick  and  Associates,  under  SFWD  Contract  No.  554-Con- 
struction  of  San  Andres  Outlet  No,  1,  Chlorinating  Plant. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.2QQ-- 

RESOLVED^  That  this  Commission  hereby  authorizes  the 
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Onager  of  Utilities  to  execute  that  certain  State  of 
California-Division  of  Highways  Utilities  Agreement  No. 
126.46,  under  the  general  provisions  of  which,  the  San  Fran- 
cisco Water  Department,  at  expense  to  said  State  of  Calif- 
ornia, in  an  estimated  amount  of  17,300.00,  relocates  36" 
water  main  in  Division  and  Potrero  Streets. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12,300— 

WHEREAS ,  SFWD  Contract  No.  589,  For  the  Laying  of  8-Inch 
and  12- Inch  Cast  Iron  rfeins  in  Third,  Marin,  Michigan  and 
Army  Streets,  contractor,  Fred  T.  Fairey-should>  in  accordance 
with  the  time  limit  set  forth  in  said  contract,  be  com- 
pleted on  or  before  November  13,  1951;  and 

WHEREASt  contractor  has  experienced  unavoidable  delay 
due  to  streets  not  being  brought  to  grade;  and 

WHEREAS,  said  Fred  T.  Fairey  prosecuted  the  work  of  the 
contract  diligently: 

THEREFORE,  BE  IT  RESOLVED,  That  this  Commission  hereby 
grants  an  extension  of  93  days  for  completion  of  SFWD  Con- 
tract No.  589  and  liquidated  damages  for  the  resulting  days 
of  delay  are  hereby  waived. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Me  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12.  30I-- 

RESOLVED,  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $2.75,  expenses  of  H.  E.  Lloyd, 
General  Manager  and  Chief  Engineer,  Hetch  Hetchy  Project 
covering  conference  January  8,  1952  with  members  of  the  Water 
Resources  Committee  of  the  California  State  Chamber  of  Com- 
merce. 

Expense  Voucher  in  amount  $12.90,  expenses  of  Geo.  M.  Dixon, 
Manager  and  Chief  Engineer  of  the  San  Francisco  Airport, 
covering    conferences,  month  of  January,  1952,  with  Airline 
Officials  and  with  Airline  Officials  of  the  BCPA,  New  Zealand, 
Manager  of  Utilities  and  Director  of  the  Bureau  of  Personal 
Service. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously* 


--RESOLUTION  NO.  12Q02-- 

RESOLVED    That  on  recommendation  of  the  rtmager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated  settlements,  as  follows: 


Claimant      CURRENT  YEAR 

Mary  C.  Early 
Kathleen  Lynch 
Gordon  Grant 
Richardo  Wassmer 
Bart  M.  Shea 
Philip  Gadsden 
Father  A .  R.  Bandlni 
Edward  C.  Ramsey 
Elmer  K.  Rooker 
Flora  F.  Johnson 
Evelyn  Martin 
Leonard  A,  Quella 
John  Kuran 

Florence  A.  Chamberlain 
Nadejda  Stoliar 
Henry  O,  Theiss 
Emma  L.  Boehm 
Sadie  M.  Schofield 
Edna  A,  Young 
Patricia  Ailing 
Ethel  Z.  Cassin 


Date  of  Accident 

July  25,  1951 
August  23,  1951 
November  19,  1951 
December  lo,  1951 
January  17,  1952 
February  4,  1952 
December  29,  1951 
December  11,  1951 
October  29,  1951 
January  22,  1952 
January  22,  1952 
January  28,  1952 
August  9,  1951 
December  5»  195* 
December  20,  1951 
December  27,  1951 
December  5»  195^- 
December  26,  1951 
January  10,  1952 
February  3,  1952 
January  22,  1952 


Amending  portion  of  Resolution  No. 12, 111, 
claimant-San  Francisco  Disaster  Council 
and  Corps 

Amending  portion  of  Resolution  No.  12,046, 
clairrant-R.  M.  Jones 

Appropriation  No.  165-804-OI 


Settlement 

$  225.00 
1,000.00 
150.00 
200.00 
300.00 
404.68 
511.05 
118.16 
280.53 
750.00 
400.00 
178,70 
3,500.00 
200.00 
1,850.00 
200.00 
600.00 
300.00 
420.00 
400.00 

175-00 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.  ^0>- 
RESOLVED    That  this  Commission  hereby  requests  the  Con- 
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trolleys  certification  of  the  following: 

Hetch  Hetchy  Project  Request  for  Additional  Allotment,  in 
amount  $450.00,  under  Appropriation  No.  192-550-02,  to  provide 
for  certification  of  Work  Order  for  Cherry  Valley  Dam  Bond 
Fund  portion  of  costs  of  H.H. Contract  No.  248-Bus  Structure 
Alterations-Early  Intake  Switch  Yard. 

Hetch  Hetchy  Project  Request  for  Allotment  in  amount  $1,499.50 
under  Appropriation  No.  98-900-56,  to  provide  for  Office  En- 
gineering on  Plans  and  Specifications  and  preparation  of 
permanent  "as  built"  drawings  of  work  already  completed-San 
Joaquin  Pipe  Line  No.  2. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  §750.00,  under  Appropriation  No.  l68-126-00-Military 
Leave  Pay. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
$350.00,  from  Appropriation  No*  1 68-231-02,  to  credit  of 
Appropriation  No.  168-231-OO,  to  meet  deficiency  for  Heat, 
Light  and  Power  on  account  of  new  service  to  Oakdale  Meter 
House  No.  2  and  new  cottage  at  Oakdale. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in 
amount  $400.00,  from  Appropriation  No.  1 68-216-00,  to  credit 
of  Appropriation  No.  168-399-02-16,  transferring  to  special 
stores  revolving  fund  amount  needed  for  purchase  of  automo- 
tive replacement  parts. 

Municipal  Railway  Reauest  for  Intra  Fund  Transfer,  from 
Appropriation  No,  165-30O-OO,  to  credit  of  Appropriation  No. 
165-315-OO,  in  amount  $2,500.00,  transferring  allowance  from 
Materials  and  Supplies7'  to  proper  object  of  expenditure- Wire 
Rope  Cables,  and  in  amount  $2,500.00,  from  Appropriation  No. 
165-315-00,  to  Appropriation  No,  165-399-03-15,  transferring 
allowance  from  "Wire  Rope  Cables"  to  "Wire  Rope  Cables-Re- 
volving Fund". 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

- -RESOLUTION  NO.  12.304— 

RESOLVED f  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $100,752,15,  in  favor  of  Clinton 
Construction  Co.,  under  Airport  Contract  No.  130-Construction 
of  Terminal  Building  at  San  Francisco  Airport/ 
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Contract  Payment  in  amount  $4,414.96,  in  favor  of  Morris 
Daley,  under  Airport  Contract  No.  133-Construction  of  Main- 
tenance Storage  Shed,    Itinerant  Pilots^  Building  and 
Related  Work. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.^05— 

RE SOLVED    That  this  Commission  approves  Municipal  Rail- 
way Interdepartmental  Work  Order,  in  an  estimated  amount  of 
$125.00,  in  favor  of  the  City  Attorney,  to  provide  for  expen- 
ses of  Deputy  City  Attorney  to  Los  Angeles,  in  the  taking  of 
deposition,  in  the  action  of  Pansy  Hee,  v.  City  and  County 
of  San  Francisco,  Municipal  Railway,  Superior  Court  Action 
No.  40569I. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.?06~ 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $20,180,00,  Hetch  Hetchy  Project  Funds,  to 
credit  of  : 

Appropriation  No,  168-150-OO-Wages  $14,180. 00 

J9         l68-2l6-00-Maintenance  and  Re- 
pair of  Automotive  Equipment  6,000.00 

to  meet  deficiency  in  appropriation  for  wages  and  to  provide 
for  new  procedure  prescribed  by  the  Controller  to  properly 
account  for  compensation  for  use  of  autos  maintained  by  the 
appropriation,  when  used  on  construction  jobs. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^07— 

RESOLVED*  That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $22, 582 ,00- Water  Department  Funds,  for 
maintenance  and  repair  of  fleet  of  auto  equipment,  including 
equipment  used  on  construction  projects,  to  accord  with  ruling 
of  Controller  that  funds  be  provided  to  maintain  and  repair 
entire  fleet  and  the  portion  of  maintenance  and  repair 
chargeable  to  Construction  Projects  be  returned  to  Unappro- 
priated Balance  of  Funds. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.^o8~ 

RESOLVED,  that  this  Commission  rejects  the  on$r  and  only 
bid  received  under  date  of  February  26,  1952,  from  the  Lowrie 
Paving  Co,,  for  Quarry  Lease-San  Francisco  Water  Department 
property  adjacent  to  Skyline  Boulevard  and  Road  to  Lake  Pilar 
citos. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.309— 

RESOLVED    That  this  Commission  hereby  consents  to 
Southwest  Airways  Company  subletting  of  approximately  744 
square  feet  of  office  space,  north  side  of  the  second  floor 
of  Hangar  No,  2»  San  Francisco  Airport,  to  American  Airlines 
Inc,    in  accordance  with  agreement  between  the  respective 
companies,  dated  January  28,  1952. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^10-- 

RESOLVSD,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $21,128.50,  Water  Department  funds,  to 
provide  funds  for  payment  of  court  judgment  and  interest,  in 
the  action  of  Henry  C.  Mc  Kenney  vs.  City  and  County  of  San 
Francisco,  Water  Department,  Superior  Court  Case  No. 393259. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 

RESOLVED>  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  execution  of  Water  Department 
agricultural  lease,  as  follows: 

Elmer  S.  0?Connell:  Covering  that  certain  50  vara  lot  fronting 

on  the  Niles  Canyon  County  Road,  containing 
O.41  acres,  for  period  of  three  years,  commencing  May  1,  1952, 
at  an  annual  rental  of  $120.00,  land  to  be  used  for  camping 
and  picnic  ground  purposes* 
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Transit; 

Effective  midnight,  March  5,  1952,  the  Commission 
ordered  the  discontinuance  of  operation  of  Municipal 
Railway  Bus  Line  No.  73 »  directed  that  that  portion 
of  the  N  Line,  between  Sunset  Boulevard  and  the  Beach, 
discontinue,  at  the  discretion  of  rtmagement, operation 
of  the  present  skip-stop. 


THEREUPON  THE  MEETING  ADJOURNED* 
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m  I  N  U  T  E  s 


PtjBLIC  UTILITIES  COMMISSION 


834th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES  COM- 
MISSION IN  ROOM  282  -  CITY  HALL  -  MARCH  10,  1952. 


********************************************************* 


Present:    Commissioners  Oliver  M«  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw.  B.  Baron  and  Donald  A.  Cameron, 

^resident  Oliver  M„  Rousseau  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  833rd  regular  meeting  of  the  Com- 
mission held  March  3*  1952  were  approved, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12. 312— 

RESOLVED f  That  in  accordance  with  the  recommendation  of 
the  r&nager  of  Utilities,  the  contract  for 

HHWS  Contract  No.  248- Cherry  Valley  Power 
Line  Terminal  Details 

a  public  work  to  be  performed  on  the  basis  of  the  unit  price 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions, for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Hetch  Hetchy  Water  Supply,  Power  and  Utilities 
Engineering  Bureau 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  $8,800.00,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above  described  work  a  re  hereby 
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rejected . 

Funds  for  this  work  will  be  available  in  Appropriation 
No.  168-992-OO. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $1,344.30, 
being  the  additional  difference  between  estimated  certified 
contract  and  actual  performance;  approves  Certificate  of  Ac- 
ceptance and  Pinal  Payment  in  amount  #6,412.91,  in  favor  of 
Fred  T,  Fairey,  under  SFWD  Contract  No.  591-Laying  8t?  Transite 
and  12"  Cast  Iron  Mains  in  Stonestown  Subdivision. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.  ^.4— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $187.80, 
being  the  additional  difference  between  certified  estimated 
contract  and  actual  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  $2,666.80,  in  favor  of 
Eaton  and  Smith,  under  SFWD  Contract  No.  596-Removing  30"  Cast 
Iron  Pipe  in  Locksley  Avenue  between  Lawton  and  Moraga  Streets. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.^15— 

RESOLVED'  That  this  Commission  approves  all  non-civil 
service  and  temporary  appointments  and  removals  made  by  the 
Manager  of  Utilities  for  the  month  of  January,  1952;  and 

BE  IT  FURTHER  RESOLVED'  That  a  report  cf  said  appointments 
and  removals  be  transmitted* to  the  Civil  Service  Commission 
and  to  the  Controller* 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.  ^1 6— 

RE SOLVED'  That  this  Commission  hereby  approves  the 
following  Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $5,310*00,  in  favor  of  Geo,  F. 
Brayer,  under  BLH&P  Contract  No.  109- Con struct ion  of  Street 
Lighting  System  in  Monterey  Boulevard,  from  Ridgewood  Avenue 
to  San  Anselmo  and  Santa  Clara  Avenues. 

Contract  Payment  in  amount  $5,157,00,  in  favor  of  Manning  and 
Whitaker,  Inc.,  under  BLH&P  Contract  No.  110-Construction  of 
Street  Lighting  System  on  Mission  Street,  from  Silver  Avenue 
to  Geneva  Avenue, 

Contract  Payment  in  amount  $980.10,  in  favor  of  T.  E. 
Connolly, Inc.,  under  HHWS  Contract  No.  237-ImPP°vement  of 
Access  Road,  South  Fork  to  Camp  Mather  and  Early  Intake. 

Contract  Payment  in  amount  $18,223.20,  in  favor  of  T.  E. 
Connolly,  Inc.,  under  HHWS  Contract  No,  238-Construction  of 
Access  Road-Early  Intake  to  Cherry  Valley  Damsite-Section  C-2» 

Contract  Payment  in  amount  $7,786,80,  in  favor  of  Crocker 
First  National  Bank  of  San  Francisco  as  assignee  for  KleinSmid 
Construction  Co.,  under  HHWS  Contract  No.  238-Construction  of 
Access  Road,  Early  Intake  to  Cherry  Valley-Section  DE* 

Contract  Payment  in  amount  $14,812.00,  in  favor  of  Eaton  and 
Smith,  under  Municipal  Railway  Contract  No.  401-Track  Wyes 
and  Curves  at  Various  Locations. 

Contract  Payment  in  amount  $3,260.47,  in  favor  of  Eaton  and 
Smith,  under  Municipal  Railway  Contract  No.  418-Raising  Track 
at  Eureka  Valley  and  Forest  Hill  Stations. 

Contract  Payment  in  amount  $2,565.00,  in  favor  of  Martinelli 
Construction  Co.,  under  Municipal  Railway  Contract  No.  377-Re- 
modeling  Offices  at  Geary  Carhouse. 

Contract  Payment  in  amount  $15,401.44,  in  favor  of  United  Con- 
crete Pipe  Corporation,  under' HHWS  Contract  No,  230-Con- 
struction  of  San  Joaquin  Pipe  Lire  No.  2-bection  A-l. 

Contract  Payment  in  amount  $1,026.67,  in  favor  of  Marmion  D. 
Mills,  for  services  as  transportation  expert  and  co-ordinator 
for  operations  of  the  Municipal  Railway,  during  month  of 
February,  1952. 
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Contract  Payment  in  amount  $21,866.27,  in  favor  of  Eaton  ana 
Smith,  under  Municipal  Railway  Contract  No,  369-Reconstructing 
Tracks  and  Pavement  on  Ocean  Avenue. 

Contract  Payment  in  amount  $8,893.17,  in  favor  of  Eaton  and 
Smith,  under  Municipal  Railway  Contract  No.  402-Ocean  and 
Phelan  Terminal. 

Contract  payment  in  amount  $3,188.70,  in  favor  of  Abbett 
Electric  Company,  under  Municipal  Railway  Contract  No.  356, 
Trolley  System  for  No.  14  Line. 

Contract  Payment  in  amount  $4,551.97,  in  favor  of  Sever in 
Electric  Co.,  under  Municipal  Railway  Contract  No.  399-1rolley 
System  for  No.  9  Line, 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^17— 

RESOLVED'  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution,  authorizing  acceptance 
of  deed  from  Manuel  T.  Azevedo  and  Emily  Be  Azevedo,  his  wife, 
or  legal  owners,  to  an  80  foot  strip  of  land,  approximately 
208  feet  in  length,  containing  O.382  acres,  in  Alameda  County, 
required  for  the  Bay  Division  Pipe  Line  No,  3,  and  that  the  sum 
of  $250.00  be  paid  for  said  real  property  from  Appropriation 
No,  98-950-59. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12T — 

RESOLVED    That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract,  in  credit 
amount  of  $212.00,  under  Municipal  Railway  Contract  No.  402, 
Ocean  and  Phelan  Avenues  Terminal,  contractor,  Eaton  and  Smith, 
covering  the  following: 

Delete  the  Cast-Terrazo  seats  and  substitute 
seat  slats  of  well-seasoned  uApiton??,  credit 
of  $212*00. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^1Q~ 
RESOLVSD,  That  this  Commission  hereby  requests  the  Con- 
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troller's  certification  of  the  fallowing: 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$16,300.00,  from  Appropriation  No,  165-300-OO-Materials  and 
Supplies,  to  credit  of  Appropriation  No.  165-399-03-OO-m- 
terials  and  Supplies-Devolving  Fund, 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$1,000,00,  from  Appropriation  No,  65-925-02-35,  to  credit  of 
Appropriation  No.  165- 399-98,  transferring  allowance  to  Stores 
Revolving  Fund  for  purchase  of  rail  fittings. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$37. 500.00,  from  Appropriation  No.  165-30O-OO,  to  credit  of 
Appropriation  No.  1 65- 399-03-00,  transferring  allowance  from 
Iteterials  and  Supplies  to  mterials  and  Supplies-Devolving 
Fund-fourth  quarter  requisitions. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$40,000f00,  from  Appropriation  No,  165-244-OO,  to  credit  of 
Appropriation  No.  165-321-OO-Transf erring  surplus  in  Tire 
Rental  to  deficiency  in  Fuel  and  Lubricants. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $2,200*00,  under  Appropriation  No.  192-564-02,  to  pro- 
vide for  purchase  of  Soils  and  Concrete  Control  Equipment- 
Cherry  Valley  Project. 

Hetch  Hetchy  Project  Request  for  Allotment  in  amount  $5,280.00, 
being  fourth  quarter  allotments  for: — 

Appro.  No.  l68-lll-00-^llowance  for  Overtime  $  4JS0.00 

l68-112-00-Allowance  for  Holidays  1,000.00 
168-640-OO-Water  Rights  and  Damage  Claims  3,750.00 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in 
amount  $7,500.00,  from  Appropriation  No.  l68-231-01-Purchase  of 
Power  to  credit  of  Appropriation  No*  l68-8oi-00-Accident  Com- 
pensation. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$300,000.00,  from  Appropriation  No.  1 66- 500-00- Ad d i t i ons  and 
Betterments,  to  credit  of 
Appro.  No-  66-964-OO-Balboa  Reservoir  Excavation      $  260, 000. 

66-964-56  ti  „    office  Engng.  20,000^ 

66-964-57  h  i«    pldgt  Engng>  20,000. 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $8,100.00 
from  Appropriation  No.  164-870-OO-Taxes,  to  credit  of  Appropria- 
tion No.  I64-231-OO,  to  provide  for  deficiency  in  appropriation 
for  Heat,  Light  and  Power, 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

^RESOLUTION  NO,  12.^20— 

RESOLVED'  That  in  accordance  with  the  recommendations  of 
the  ffenager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

Relocation  of  6-Inch  and  8-Inch  Cast  Iron  Mains 
in  13th  Street,  between  Mission  and  Harrison 
Streets,  SFWD  Contract  No*  606 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

San  Francisco  Water  Department 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Fifteen  Thousand  Five  Hundred  and  Sixty  Six 
Dollars  and  Fifty  Cents  ($15,566.50)  said  sum  being  the  total 
price  for  the  lowest  bid  submitted  on  the  basis  hereinabove 
stated. 

AND  BE  IT  FURTHER  RESOLVED »  The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
services. 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected* 

On  motion  of  Commissioner  Baron,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^21— 

WHEREAS,  on  March  4,  1952,  the  electrical  equipment 
failed  on  the  Water  Department's  Crystal  Springs  Pump  No,  4; 
and 

WHEREAS,  it  is  imperative  that  necessary  repairs  be  made 
to  said  Pump  No.  4  to  Insure  continuous  delivery  of  water  to 
the  Sunset  Reservoir  to  serve  the  needs  of  the  people  of  the 
City  and  County  of  San  Francisco: 

THEREFORE,  BE  IT  RESOLVED '  That  in  consonance  with  Section 
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46,  Chapter  X,  Article  2  of  the  Municipal  Code,  time  being 
of  the  essence  and  to  properly  provide  for  the  continuous 
delivery  of  water  to  the  Sunset  Reservoir,  this  Commission 
hereby  declares  the  existence  of  an  emergency  to  cover 
necessary  repairs  to  said  Pump  No*  4,  and  the  Manager  of 
Utilities  be  and  he  is  hereby  directed  to  provide  in  the  most 
expeditious  manner  for  said  repairs  to  said  pump;  and 

BE  IT  FURTHER  RESOLVED,  That  the  Controller  is  hereby 
requested  to  certify  funds,  in  an  estimated  amount  of  $12*>00 
covering  expenses  of  said  repairs. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12,^22— 

RESOLVED    That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney, this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  avail- 
able in  payment  of  non-litigated  settlements,  as  follows: 


Claimant    CURRENT  YEAR  Date  of  Accident  Settlement 

Rose  A.  Guildea  July  l,  1951  $  50O.OO 

Mary  T.  Mc  Carthy  August  7,  1951  406.60 

Ann  Nelson  September  25,  1951  000.00 

Joseph  and  Ethel  Loftis  October  19,  1951  578. 60 

Ellester  0.  South  September  21,  1951  425. 00 

Edith  Brockhoff  December  2,  1951"  150.OO 

Mrs.  mry  Karger  December  24,  1951  850.OO 

James  N.  Winsky  February  7,  1952  107.95 

Mrs.  Paul  Hersch  November  16,  1951  152.fl 

Adelaide  Apanasewicz  February  3,  1952  475.00 

Thaddeus  Apanasewicz  February  3,  1952  475 .00 

William  H.  Bender  February  25,  1952  230,86 

Florence  Guilfoyle  November  27,  1951  150.OO 

James  E.  Harris  February  16,  1952  236.15 

Kara  S.  Whitcher  December  18,  1951  228.46 

Fred  Fay  January  22,  1952  500.00 

Appropriation  No.  165-804-OI  £6.245.^ 


On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION    NO.  12.^-- 
RESOLVED^ ,  That  all  resolutions  or  portions  thereof, 
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heretofore  adopted  by  this  Commission  relating  to  School 
Ticket  Prlv  lieges  for  transportation  on  the  Municipal 
Railway,  be  and  the  same  are  hereby  rescinded:  and 

BE  IT  FURTHER  RESOLVED    That  effective  March  24,  1952, 
all  School  Tickets  for  transportation  on  the  Municipal  Rail- 
way are  restricted  to  students  under  18 .years  of  age  in 
regular  attendance  at  accredited  public,  private  and  parochial 
schools  of  grades  not  higher  than  public  high  school  and 
subject  to  Municipal  Railway  rules  regulating  the  distribu- 
tion, sale  and  use  thereof. 


'♦Key  System  Surplus  Equipment" 


Mr.  Thomas  Gray,  Manager  of  the  Downtown  Association 
appeared  before  the  Commission,  calling  attention  to 
public  advertising  of  surplus  Key  System  trains,  and 
suggesting  possible  use  by  the  Municipal  Railway.  The 
matter  was  referred  to  Manager  of  Utilities  for  study 
and  report. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


835th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  MARCH  17, 
1952. 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw.  B.  Baron  and  Donald  A.  Cameron. 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  minutes  of  the  834th  regular  meeting  of  the 
Commission  held  March  10,  1952  were  approved. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 
(this  resolution  was  approved  by  the  Commission  at  its  meeting 

of  March  10,  1952,  but  inadvertently  omitted  from  minutes  of 

said  meeting  of  March  10,  1952) 

—RESOLUTION  NO.  12.  324— 

RESOLVED,  That  this  Commission  hereby  directs  George 
D.  Burr,  Senior  Engineer,  to  proceed  to  Santa  Monica  and  Los 
Angeles,  during  the  week  of  mrch  16,  1952,  for  the  purpose  of 
conferring  with  officials  of  the  Civil  Aeronautics  Administra- 
tion, re  rules,  regulations,  plans  and  specifications  and  other 
technical  matters  affecting  construction  at  the  San  Francisco 
Airport,  also,  the  securing  of  discretionary  and  recoverable 
Federal  Grants;  and 

BE  IT  FURTHER  RESOLVED,  That  necessary  expenses  are 
deemed  contracted  in  the  performance  of  routine  duties,  payable 
from  Appropriation  No.  164-200-00, 

On  motion  of  Commissioner  Mc  Kee,    seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

-RESOLUTION  NO.  1?^?R~ 
RESOLVED'  That  this  Commission  accepts  the  work  as  satis- 
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factorlly  completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  &207.33, 
being  the  additional  difference  between  certified  estimated 
contract  and  final  perf ormance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  #7,883,53,  in  favor  of 
Fred  T.  Fairey,  under  SFWD  Contract  No.  589-Laying  8"  and  12" 
CI  Mains  in  Third,  Marin,  Michigan  and  Army  Streets, 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.^26— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
$516.90* (credit)  under  Airport  Contract  No.  132-Paving  Aprons 
and  Taxiways,  Other  Grading,  Paving,  Drainage  and  Electrical 
Work,  contractor,  Lowrie  Paving  Co.,  covering  the  following: 

Modify  Section  285,  Paragraph  H  of  the  contract 
substituting  welded  gas  pipe  for  seamless  piping, 
credit-^16.90. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.^27-- 

RESOLVSD    That  the  effective  date  of  Airport  Space 
Rental  Permit)  issued  to  Friedkin  Aeronautics,  Inc. /Pacific 
Southwest  Airlines,  under  Resolution  No.  12,2l8  of  January 
21,  1952,  be  and  the  same  is  amended  to  read  March  15»  1952 
in  lieu  of  February  1,  1952, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 328— 

WHEREAS,  SFWD  Contract  No.  579-Laying  of  56"  Steel  Sutro 
Reservoir  Supply  Main,  contractor,  M  and  K  Corporation,  should 
in  accordance  with  the  time  limit  set  forth  in  said  contract, 
be  completed  on  or  before  February  22,  1952;  and 

WHEREAS,  contractor  has  experienced  unavoidable  delay  be- 
cause of  inability  to  secure  necessary  materials  due  to  Govern 
ment  restrictions;  and 

WHEREAS,  said  M  and  K  Corporation  prosecuted  the  work  of 
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the  contract  diligently: 


THEREFORE,  BE  IT  RESOLVED^  That  this  Commission  hereby 
grants  an  extension  of  five  days  for  the  completion  of  said 
SFWD  Contract  No,  579  and  liquidated    damages  for  the  re- 
sulting days  of  delay  are  hereby  waived ♦ 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. 329-- 

WHEREAS,  the  General  Onager  and  Chief  Engineer  of  the 
San  Francisco  water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  V&ter  Department,  as 
hereinafter  set  forth: 

THEREFORE,  BE  IT  RESOLVED t  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    R,  W.  Roggenbihl,  1745  Cordilleras  Road,  Redwood  City 

Permit  to  lay  a  one-inch  water  service  line  approximately 
200  feet  in  length  along  a  portion  of  Bay  Division  Pipe  Line 
No,  3  right  of  way  south  of  Cordilleras  Road,  Redwood  City, 
San  Mateo  County, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.^0-- 

RESOLVED,  That  this  Commission  hereby  approves  the 
following  Contract  Payment  Recommendations: 

Contract  Payment  in  amount  #15,889.55,  in  favor  of  L.  L. 
Jeffries,  under  SFWD  Contract' No.  574- Drilling  and  Grouting 
in  West  Abutment,  Calaveras  Dam, 

Contract  Payment  in  amount  $9,341,33  in  favor  of  Security  First 
National  Bank  of  Los  Angeles,  assignee  for  United  Concrete  Pipe 
Corporation,  under  SFWD  Contract  No.  524-Cons true t ion  of  the 
Bay  Division  Pipe  Line  No.  3-Section  AC. 

Contract  Payment  in  amount  $10,754.01,  in  favor  of  Rothschild, 
Raff  in  and  Weirick  and  Pacific  Bridge  Co.,  under  SFWD  Contract 
No,  588-Construction  of  the  Lake  Merced  Pumping  Station. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--^SOLUTION  NO. 

RESOLVED f  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $21.15,  expenses  of  Robert  Rockwell, 
Assistant  Director  of  the  Bureau  of  Public  Service,  month  of 
February,  1952,  covering  conferences  with  Chambers  of  Com- 
merce, Advertising  Club,  Improvement  Associations  and  Radio 
Stations . 

Expense  Voucher  in  amount  #25.50*  expenses  of  rfyles  Smith, 
Assistant  Director  of  the  Bureau  of  Public  Service,  month  of 
February,  I952,  covering  conferences  with  Reuters  News  Agency, 
Chambers  of  Commerce,  Aviation  Writers,  Aeronautics  Associa- 
tions, Newspaper  and  Magazine  Writers* 

On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.^2— 

RESOLVED^  That  this  Commission  approves  the  following 
and  hereby  requests  the  Controller's  certification  thereof: 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $3,500.00,  under  Appropriation  No.  192-O54-OO,  to 
supply  funds  for  services  and  miscellaneous  expenses  in  con- 
nection with  Administration  Expense  of  Cherry  Valley  Dam. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment,  under 
Appropriation  No.  192-056-OO-Plans  and  Specifications,  in 
amount  $19,950.00  and  Appropriation  No.  192-057-OO-rield  En- 
gineering and  Inspection,  in  amount  $31,724.38,  to  supply  funds 
for  services  and  miscellaneous  expense  in  connection  with  office 
and  field  engineering-Cherry  Valley  Dam,  for  period  ending 
Juhe  30,1952. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in  amount 
$337,150.00,  under  Appropriation  No.  168-231-Ol-Purchase  of  Pow- 
er in  amount  1107,500.00  and  Appropriation  No.  l68-231-02-Ser- 
vice  Charge,  in  amount  $229,650.00,  expenditures  of  the  fourth 
quarter  of  1951-1952. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$183,902.00,  from  Appropriation  No.  165-321-OO-Fuel  and  Lubri- 
cants, to  credit  of  Appropriation  No.  165-399-03-21 ,  Fuel  and 
Lubricants-Revolving  Fund, 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution    was  adopted  unanimously: 

—RESOLUTION  NO. 

RESOLVEDt  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated  settlements,  as  follows: 


Claimant       CURRENT  YEAR         Date  of  Accident  Settlement 

Bayle*  Lacoste  &  Co.  February  11,  1952      $  204.46 

Enva  B.  Harris  January  3,  1952  500.00 

Lydia  P.  Diebold  November  JO,  1951  650.OO 

Joseph  Peter  Pomilia  November  21,  1951  345.88 

Erick  A.  Engman  January  28,  1952  479*50 

Horace  Orear  February  2o,  1952  540. 60 

Mary  K,  Perkins-minor  December  2,  1951  250,00 

Lorene  S.  Hunter  September  11,  1951  500.00 

Alan  JayFeinberg  February  23,  1952  370. 89 

me  L.  Tischart  December  7,  1951  250.OO 

Ivybelle  Miller  December  20,  1951  1,000.00 

Dpt.  of  Electricity  August  23,  1951  108.53 

Appropriation  No.  165-804-OI  $  5,207*86 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 334— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller^ certification  of  Modification  of  Contract  in 
amount  $254*40,  under  Municipal  Railway  Contract  No,  369-Recon- 
structing  Tracks  and  Pavements  on  Ocean  Avenue,  contractor, 
Eaton  and  Smith,  covering  the  following: 

Relocate  the  8*  vehicle  detector  out  of  the 
safety  island  at  Ocean  Avenue  and  Junipero 
Serra  Boulevard  to  a  new  location  as  shown  on 
Drawing  STR  1800-Rev.  2. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.  W^- 

RESOLVED'  That  this  Commission  hereby  requests  the 
Director  of  Pf»operty  to  arrange  for  leasing,  on  a  month  to 
month  basis,  a  small  parcel  of  land,  in  area  0*4  acre,  San 
Francisco  Airport  property,  near  San  Benito. 

On  motion  of  Commissioner  Cameron,  seconded  b  y  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12r^6~ 

RESOLVED,  That  Resolution  No.  12076,  adopted  November 
26,  1951 t  covering  revocable  permit  for  vending  machines 
on  Municipal  Railway  property,  permittee,  C.  Fred  Ramsey,  be 
and  the  same  is  amended  to  include  Kirkland  Division  and  the 
California  Cable  Division,  and  changing  the  name  of  permittee 
to  read  "Veterans  Vending  Machine  Co.H. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12. 337— 

RESOLVED    That  this  Commission  hereby  makes  application 
to  the  State  5f  California-Department  of  Public  Works, 
Division  of  Water  Resources,  State  Engineer,  for  Approval  of 
the  Plans  and  Specifications  for  the  Construction  of  the 
Cherry  Valley  Dam. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

' -—RESOLUTION  NO .12 .^8— 

RESOLVED'  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance (emergency)  appropriating  the  sum  of  $22,136.30,  for  the 
purpose  of  providing  funds  for  payment  of  Schedule  mkers  and 
others  in  the  rescheduling  of  all  Municipal  Railway  schedules 
in  accordance  with  the  Court  Order,  under  the  following  appro- 
priations: 

From:    Such  funds  as  are  legally  available 


To:       165- 11 1-00- Overtime  $16,503.84 

165-112-OO-Holiday  allowance  537*24 

165-120-OO-Temporary  Salaries  3,097.50 

165-860-OO-RetIrement  Allowance  1,732.70 

165-862-OO-Social  Security  265.02 


$22&13£>.30 
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On  motion  of  Commissioner  Swanson,,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12. ^Q— 

RESOLVED    That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  enact  ordinance,  authorizing  exchange  of 
Roadway  Easements  with  Pacific  Coast  Construction,  relative 
to  Sutro  Reservoir  Site  and  Proposed  Subdivision  of  "Mid town 
Terrace  No. 2." 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.340— 

RESOLVED    That  Geo,  S.  Warren,  Assistant  director  of  the 
Bureau  of  Accounts,  be  and  he  is  hereby  authorized,  on  be- 
half of  the  City  and  County  of  San  Francisco,  Public  Utili- 
ties Commission,  to  execute  proofs  of  loss  and  other  docu- 
ments in  connection  with  losses  sustained  or  to  be  sustained 
in  the  operation  of  the  San  Francisco  Airport,  including  all 
claims  against  the  insurance  companies  interested  in  said 
losses. 

On  motion  of  Commissioner  Nc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION         12.  ^l— 

RESOLVED,  That  the  members  of  this  Commission  hereby 
affirm  and  ratify  the  approval  heretofore  expressed,  orally, 
by  the  members  of  this  Commission  to  the  City  Attorney  of  the 
consent  of  the  City  Attorney  to  the  form  only  of  that  certain 
order  submitted  to  the  Honorable  Albert  C.  Wollenberg  and 
signed  by  him  on  the  13th  day  of  March,  1952,  in  that  certain 
cause  entitled  Kenneth  G.  Scott,  et  al,  vs.  James  Turner, 
Manager  of  Utilities  of  the  Public  Utilities  Commission  of  the 
City  and  County  of  San  Francisco,  et  al,  being  No.  414943  in 
the  records  of  the  Superior  Court  of  the  State  of  California, 
in  and  for  the  City  and  County  of  San  Francisco* 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^2— 

RESOLVED,  That  public  hearing  be  conducted  by  the  Public 
Utilities  Commission  in  Room  282,  City  Hall,  San  Francisco, 
California,  commencingat  3:00  PM,  April  2,  1952,  to  consider 
the  revising  of  existing  rates  of  fare  charged  by  the  Muni- 
cipal Railway. 
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Public  Hearing:-Use  of  Right  of  W&y  through  Mt.  View. 

In  connection  with  construction  of  Bay  Division  Pipe  Line 
No  3,    the  City  and  County  of  San  Francisco  acquired  an  80^ 
easement  through  Mt.  View,  in  the  now  developing  Meadow  Glen 
Subdivision  No.  1. 

The  City  of  Mt.  View  requested  the  City  and  County  of  San 
Francisco,  Public  Utilities  Commission  to  be  granted  a  permit 
for  use  of  the  easement  for  playground  purposes.  Subsequent 
to  the  request  of  the  City  of  Mt.  View,  four  property  owners 
adjacent  to  the  right  of  way  requested  permits  for  domestic 
garden  purposes,  and  the  Water  Department  inadvertently 
recommended  issuance  of  the  permits. 

Presented  to  the  Commission  today  was  the  natter  of 
issuance  of  a  revocable  permit  to  the  City  of  Mt.  View  for  use 
and  occupancy  of  the  right  of  way  for  playground  purposes,  and 
reovcation  of  previously  granted  permits. 

Mr.  J.  H.  Thonas,  City  Administrator  for  the  City  of  Mt. 
View  reviewed  steps  being  taken  by  his  City  for  developing 
the  area  for  playground  purposes  and  the  action  being  taken  to 
adjust  the  differences  of  the  four  adjacent  property  owners 
(one  has  recently  sold,  and  new  owner  not  known).    He  submitted 
a  petition  bearing  some  400  signatures  endorsing  playground 
facilities  on  the  right  of  way.    Mr.  Arthur  M.  Allen,  1855 
Drew  Avenue,  as    spokesman  for  the  Rex  Manor  Improvement  Asso- 
ciation endorsed  the  position  of  the  City  of  Mt.  View  and 
requested  consideration  for  the  400  families  in  the  tract  and 
their  necessity  for  playgrounds;  12- 14  people  from  Mt.  View 
were    present  at  the  meeting  and  through  a  standing  vote  re- 
quested the  Commission  for  favorable  consideration. 

The  only  opposition  was  voiced  by  Mr.  John  Newby  of  190 
Bonny  Avenue,  Mt.  View,  speaking  for  himself  and  two  others; 
he  contended  that  inasmuch  as  he  and  the  others,  having  been 
granted  permits,  that  their  permits  should  not  be  revoked 
until  adjustments  had  been  made,  (it  is  to  be  noted  that  the 
City  Administrator  of  Mt.  View  had  expressed  willingness  to 
adjust  any  reasonable  differences). 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  1PT^~ 

VHEREAS ,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
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of  a  certain  revocable  permit, for  use  and  occupancy  of  land 
and  property  under  control  of  said  V&ter  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED ^  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Prancisdo  does 
hereby  approve  the  terms  and  conditions  of  said  revocable 
permit  and  authorizes  the  execution  of  the  same  as  follows: 

To:     City  of  Mountain  View,  Santa  Clara  County,  Calif, 

Permit  to  occupy  for  recreational  purposes  a  portion 
of  the  Bay  Division  Pipe  Line  No.  3  Right  of  Way;  said 
portion  extending  through  Meadow  Glen  Subdivision  No.  1, 
Mt.  View,  Santa  Clara  County. 

BE  IT  FURTHER  RESOLVED.  That  those  certain  revocable 
permits  issued  to  adjacent  property  owners  for  use  of  por- 
tions of  the  above  section  of  the  right  of  way  for  gardening 
purposes,  authorized  by  Public  Utilities  Commission  Reso- 
lutions 11,438,  11,706,  11,829  and  12,100  are  hereby  revoked. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


836th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  MARCH  24, 

1952. 


Present:  Commissioners  Oliver  M.  Rousseau,  Sam  Mc  Kee, 
Edw.  B.  Baron  and  Donald  A.  Cameron. 

President  Oliver  M,  Rousseau  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  835th  regular  meeting  of  the  Com- 
mission held  M^rch  17,  1952  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  IZ*M&— 

WHEREAS,  due  to  excessive  heat  in  the  feeder  cables  of  the 
San  Francisco  Water  Department  Building-425  Mason  Street,  in- 
sulation has  melted  from  the  cables*  necessitating  immediate 
replacement;  and 

WHEREAS,  the  existing  cables  are  in  violation  of  the 
present  electrical  code,  in  that  the  capacity  of  said  cables 
is  deficient  for  the  existing  load;  and 

WHEREAS,  the  overheating  of  cables  due  to  existing  load 
and  consequent  melting  of  insulation  constitutes  a  serious  fire 
threat  to  the  property  of  the  City  and  County  of  San  Francisco: 

THEREFORE,  BE  IT  RESOLVED    That  in  consonance  with  Section 
46-Chapter  X,  Article  2  of  the  Municipal  Code,  time  being  of 
the  essence  and  to  properly  safeguard  the  property  of  the 
City  and  County  of  San  Francisco  against  fire  due  to  overheat- 
ing of  feeder  cables,  this  Commission  hereby  declares  the 
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existence  of  an  emergency  to  cover  replacement  of  said  cables 
and  the  Manager  of  Utilities  be  and  be  is  hereby  directed 
to  provide  in  the  most  expeditious  manner  for    said  replace- 
ment of  feeder  cables;  and 

BE  IT  FURTHER  RESOLVED,  That  the  Controller  is  hereby 
requested  to  certify  funds,  in  an  estimated  amount  of  $500»00 
Appropriation  No.  166-200-00  for  said  cable  replacements. 

On  motion  of  Commissioner  He  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.^45— 

RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  issuance  of  revocable  permit, 
as  follows: 

To:    The  Pacific  Telephone  and  Telegraph  Company 

Permit  to  install,  operate  and  maintain  public 
telephone  booths  on  Municipal  Railway  property 
at  the  following  locations: 

St,  Francis  Circle  waiting  station*  at  St.  Francis  Circle. 

La  Playa  Waiting  Station,  located  at  La  Playa  and  Balboa 
Streets. 

Phelan  Avenue  Waiting  Station,  located  at  Phelan  Avenue  and 
Ocean  Avenues. 

BE  IT  FURTHER  RESOLVED"  That  that  portion  of  Resolution 
No.  11473,  authorizing  permit  for  telephone  booth  at  l8th 
and  Church  Streets,  be  and  the  same  is  rescinded;  and 

Permittee  shall  pay  the  City  and  County  of  San  Francisco 
f if ten  percent  of  the  gross  revenue  from  the  telephones 

which  are  installed  under  permission  granted  in  the  herein 
authorized  revocable  permit. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Keef  the  following  resolution   was  adopted  unanimously: 

--RESOLUTION  NO.  12. 346— 

RESOLVED,  That  the  following  work  to  be  performed  for  the 
Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco  in  pursuance  of  the  Charter  of  said  City  and  County^ 
to-wit: 

Construction  of  Street  Lighting  System  on  Phelan 
Avenue  from  Ocean  Avenue  to  Flood  Avenue,  BLH&P 
Contract  No.  113 

be    and  the  same  is  hereby  awarded  to  Mahoney  Electric  Company, 
the  lowest  regular  and  responsible  bidder,  for  the  sum  of 
$12,189.51. 

And  all  other  bids  for  the  work  are  hereby  rejected, 

Funds  for  the  work  are  available  in  Appropriation  No. 
163-530-45;  funds  to  the  amount  of  $13,500*00  were  allotted 
during  195O-1951  in  Appropriation  No.  163-530,45. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  IZtMhr 

RESOLVED'  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $47.62,  expenses  of  Geo,  M.  Dixon, 
Chief  Engineer  and  Manager  of  San  Francisco  Airport,  month  of 
February,  1952,  covering  conferences  with  Chamber  of  Commerce, 
Airline  Officials,  Public  Utilities  Commission,  Navy  Officials 
and  San  Bruno  Engineer, 

Expense  Voucher  in  amount  $16,45,  expenses  of  Harold  S, 
Nessersmith,  Superintendent  of  Airport  Operations,  month  of 
February,  1952*  covering  conferences  with  National  Advisory 
Committee  Aeronautics,  Officials  of  the  Civil  Aeronautics 
Administration  and  Chamber  of  Commerce. 

Expense  Voucher  in  amount  $73.70,  expenses  of  M.  L.  Dickinson, 
Public  Utilities  Engineering  Bureau,  covering  conference  March 
3,  1952,  with  State  Engineer  and  his  staff,  consultants  and 
engineers  in  the  matter  of  approval  of  designs  for  Cherry 
Valley  Dam. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution   was  adopted  unanimously: 

--RESOLUTION  NO.  12.^48-- 

RESOLVED   That  this  Commission  hereby  requests  the 
Controller's  certification  of  Modification  of  Contract  in 
amount  &32C.OO,  under  Airport  Contract  No.  130-Constructlon 
of  Terminal  Building  at  San  Francisco  Airport,  contractor, 
Clinton  Construction   Co.,  covering  the  following: 

Modify  contract  to  include  certain  changes  to  be  in- 
corporated in  the  work  for  the  connections  between 
the  future  concourses  and  the  Terminal  Building  now 
under  construction* 

On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 349 — 

WHEREAS,  under  the  terms  of  Municipal  Railway  Contract 
No.  378- Trolley  Coach  Overhead  at  Special  Locations,  Severin 
Electric  Co,,  contractor,  was  required  to  complete  all  work 
on  December  12,  1951;  and 

WHEREAS ^  the  contractor  has  experienced  unavoidable 
delays  due  to  inability  to  complete  work  awaiting  relocation 
of  facilities  by  the  Pacific  Gas  and  Electric  Co.,  and 

WHEREAS,  said  contractor  has  been  diligent  in  his 
attempts  to  complete  the  work  within  the  specified  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  the  Contract  time 
for  performing  all  work  specified  under  Municipal  Railway 
Contract  No.  378  be  and  is  hereby  extended  for  a  period  of 
fifty-eight  calendar  days  until  February  21,  1952  and  that 
liquidated  damages  by  reason  of  such  extensions  are  hereby 
wa  i  ved . 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.  3^0— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  No.  4  in  the  amount 
of  $2,402.49,  being  the  credit  difference  to  modify  the  esti- 
mated quantities,  so  as  to  conform  to  the  quantities  actually 
performed;  approves  Certificate  of  Acceptance  and  Final  Pay- 
ment in  amount  $4,017.98,  In  favor  of  Severin  Electric  Co., 
under  Municipal  Railway  Contract  No.  378- Trolley  Coach  Over- 
head   at  Special  Locations. 
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On  motion  of  Commissioner  Me  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.  ^SI- 
RESOLVED    That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  speci- 
fications; approves  Modification  of  Contract  in  amount  of 
$1,614.10,  being  the  credit  difference  to  modify  the  estimated 
quantities,  so  as  to  conftrm  to  the  quantities  actually  per- 
formed; approves  Certification  of    Acceptance  and  Final  Pay- 
ment in  amount  $4*592,93,  in  favor  of  Eaton  and  Smith,  under 
Municipal  Railway  Contract  No*  418-Raising  Track  at  Eureka 
Valley  and  Forest  Hill  Stations. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Jbaron,  the  following  resolution    was  adopted  unanimously: 

—RESOLUTION  NO.  12.^2— » 

RESOLVED f  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Modification  of  Contracts,  under  HHWS  Contract  No.  230, 
Construction  of  San  Joaquin  Pipe  Line  No.  2~l°ection  A-l,  de- 
leting from  said  Contract,  Item  52,  Removing  and  Reinstalling 
Existing  Metering  Equipment  and  Related  Work  and  adding  this 
said  Item  52,  under  HHWS  Contract  No.  240,  Constructing  Steel 
Plate  Liner  and  Manif old  at  Oakdale  Portal,  By-Pass  Valves 
at  Tesla  and  Incidental  Construction;  contractor,  under  both 
contracts-United  Concrete  Pipe  Corporations;  modifications 
being  in  amount  (credit)  .$10,000.00  under  Contract  No.  230 
and  (charge)  in  same  amount  under  Contract  No,  240. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 353— 

RESOLVED,  That  this  Commission  approves  the  following 
contract  payments: 

Contract  Payment  in  amount  $15, 886*35,  in  favor  of  Michael 
Murphy  under  SFWD  Contract  No.  597-Laying  16"  CI  Mains  in  15th 
and  17th  Avenues,  Portola  Drive  to  Taraval  Street  and  in  Mer- 
ced Avenue,  Kensington  to  Laguna  Honda  Boulevard. 

Contract  Payment  in  amount  $10,621.36,  in  favor  of  Barrett  and 
Hilp,  under  SFWD  Contract  No.  593-Laying  12"  and  16"  CI  Mains 
in  Sunset  District  from  Taraval  and  Montalvo  Avenue  to  Moraga 
and  16th  Avenue, 

-7904- 


On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--^RESOLUTION  NO.  12.^o4~ 

RESOLVED    That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
$125.00,  from  Appropriation  No.  68-925-OO-Replacement  Fund,  to 
credit  of  Appropriation  No,  68-925-OI-46,  to  provide  for 
replacement  of  one  Ford  engine  block. 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $29>700*00» 
transferring  funds  in  connection  with  Airport  Aid  Projects 
for  engineering  work  orders  on  plans  and  specifications  and 
field  engineering  and  inspection  from  April  1,  through  June 
30,  1952. 

Airport  Request  for  Allotment  in  amount  $27,235.47,  to  provide 
funds  for  engineering  work  orders  in  connection  with  plans 
and  specifications  for  improvements  from  the  1945  Airport 
Bond  Fund  and  the  1949  Airport  Bond  Fund  for  period  ending 
June  30,  1952. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
$10,000.00,  from  Appropriation  No.  98-90I-O4-I,  to  credit  of 
Appropriation  No.  98-90I-O43,  transferring  credit  modifica- 
tion under  Contract  No.  23O-A-I,  to  provide  for  certification 
of  modification  under  Contract  No.  240. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$3,221.46,  transferring  funds  from  the  Rehabilitation  Bond 
Fund,  Unallocated  to  Rehabilitation  Bond  Fund  Stores  Account. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$1,133.85,  from  Appropriation  No.  97-40O-O3-64,  to  credit  of 
Appropriation  No,  97-400-04-64,  to  provide  for  purchase  of 
spare  equipment  for  unit  assembly  replacement-trolley  coaches. 

Municipal  Railway  Request  for  Allotment  in  amount  $18, 201,13, 
under  Appropriation  No.  97-400-03-64,  to  provide  for  purchase 
of  spare  equipment  for  unit  assembly  replacement-street  cars. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
#4,752.42,  to  provide  for  Track  Wyes  and  Curves-Materials  and 
Supplies,  expenditures  from  the  Rehabilitation  Bond  Fund. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.  W^-- 

RESOLVED'  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $8,500.00,  under  Appropriations: — 

From:    Appropriation  No,  68-990-QO-H.  H.  Project  Surplus 
Fund: 

To:       Appropriation  No.  l68~5oi-00-Accident 

C  ompe  ns  a t  i on  $] , 500 . 00 

Appropriation  No.  168-804-OO-Awards,  In- 
demnities, Damages,  Sundry  Judgments  1,000,00 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.^6--* 

RESOLVED^  That  in  accordance  with  Section  151  and  151.1 
of  the  Charter,  this  Commission  approves  inclusion  in  the 
1952-1953  Public  Utilities  Commission  budget  estimates, 
salary  schedules  adopted  by  the  Board  of  Supervisors. 

On  motion  of  Commissioner  He  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO. 

RESOLVED'  That  this  Commission  hereby  requests  the 
Mayor  to  recommend  to  the  Board  of  Supervisors  supplemental 
appropriation  in   anuunt  $24,000.00,  Airport  Funds,  to  pro- 
vide for  desilting  of  the  North  and  South  Drainage  Canals. 

On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12.^8— 

RESOLVED,  That  this  Commission  approves  expenses  to  be 
incurred,  in  an  estimated  amount  of  $125.00,  covering  expen- 
ses of  the  San  Francisco  Grand  Jury  inspecting  the  properties 
of  the  San  Francisco  Airport  on  March  28,  1952, 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.  W) — 

RESOLVED    That  the  Director  of  Property  of  the  City  and 
County  of  San* Francisco  is  hereby  requested  to  arrange  for 
lease  by  the  City  and  County  of  San  Francisco,  under  competi- 
tive bid,  of  that  certain  area  to  be  utilized  as  a  part  of 
the  Tank  Farm  Area  at  the  San  Francisco  Airport,  consisting 
of  approximately  .972  acres  (42,375  square  feet),  as  shown 
on  that  certain  map  or  drawing  of  the  Utilities  Engineering 
Bureau,  No.  BA  10573,  dated  June  15,  1951,  immediately  ad- 
jacent to  and  southwest  of  the  present  area  under  lease  to 
Shell  Oil  Company  in  said  Tank  Farm  Area. 

Said  lease  shall  be  for  a  period   expiring  August  31, 
1963  and  shall  be  subject  to  payment,  as  rental,  of  not  less 
than  the  rates  and  charges  now  or  hereafter  in  effect  at  said 
Airport. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.36O-- 

RESOLVED,  That  this  Commission  rejects  all  bids  received 
March  4,  1952,  for  the  work  of  SFWD  Contract  No.  &02-Laying  of 
30-Inch  Steel  Sutro  Main  from  7th  and  Clarendon  Avenues  to 
Stanyan  and  Frederick  Streets. 


HEARING:     Student  Limitation-School  Tickets 

Under  Resolution  No.  12,323  of  March  10,  1952*  the  Com- 
mission approved  rules  regulating  the  distribution,  sale  and 
use  of  School  Ticket  Privileges,  the  use  being  restricted  to 
students  under  18  years  of  age  in  regular  attendance  at  ac- 
credited public,  private  and  parochial  schools  of  grades  not 
higher  than  public  high  school. 

Mr.  Louis  J.  Conlon,  President  of  City  College,  appeared  be- 
fore the  Commission,  requesting  the  Commission's  consideration 
for  extending  School  Ticket  privileges  to  the  full  time  students 
at    City  College.    Ho  contended  that  under  State  Law,  the 
City  College  is  in  reality  classified  as  a  secondary  school, 
not  strictly  collegiate  in  its  two  year  course  and  constituting 
in  a  manner  that  of  a  Community  College. 
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He  assured  the  Commission  that  in  event  of  favorable  action, 
the  College  would  assume  responsibility  for  proper  distribu- 
tion and  use.    Mr.  Anderson  of  the  College  and  Mr.  Borrow, 
President  of  the  College  Alumni  Association  supported  the 
remarks  of  Mr,  Conlon. 

Miss  S.  H.  Brown,  Director  of  Lux  College  also  appeared  be- 
fore the  Commission  in  the  matter  of  School  Ticket  Privileges, 
She  stated  that  the  school  was  also  secondary  in  its  curri- 
cula and  the  present  limitation  as  to  age  would  adversely 
affect  its  students. 

The  matter  in  both  applications  was  taken  under  advise- 
ment by  the  Commission. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


837th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  MARCH  Jl, 
1952. 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw.  B.  Baron  and  Donald  A.  Cameron. 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  minutes  of  the  836th  regular  meeting  of  the 
Commission  held  March  24>  1952  were  approved. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12,361— 

RESOLVED    That  this  Commission  approves  all  non-civil 
service  and  temporary  appointments  and  removals  made  by  the 
Manager  of  Utilities  for  the  month  of  February,  1952;  and 

BE  IT  FURTHER  RESOLVED^  That  report  of  said  appointments 
and  removals  be  transmitted* to  the  Civil  Service  Commission 
and  to  the  Controller. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^62— 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  ^142,95,  Municipal  Railway 
Funds,  to  pay  for  re-issuance  of  pay  warrant,  inasmuch  as  funds 
were  returned  to  unappropriated  balance  of  fund,  payee,  Alvin 
Calloway. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.^6>- 

RESOLVED  *  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $77.09«Municipal  Railway  Funds, 
to  pay  for  re-issuance  of  pay  warrant  #65-10-21-186,  dated  rfey 
31,  1949,  in  favor  of  James  Bland,  Administrator  for  James 
Pepper,  deceased. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 364— 

RESOLVED f  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
$690,00;  under  HHWS  Contract  No,  240-Cons true ting  Steel  Plate 
Liner  and  mnlfold  at  Oakdale  Portal,  By-pass  Valves  at 
Tesla  Portal,  contractor,  United  Concrete  Pipe  Corporation, 
covering  the  following: 

1.  Furnish  and  install  grating  on  l6;?  blowoff  outlet 

2.  Furnish  and  install  trash  racks  and  wiers  on  pipe- 
lines Nos.  1  and  2. 

3.  Furnish  and  install  lugs  for  trash  racks  and  wiers 
on  pipelines  Nose  3  and  4. 

4.  Furnish  and  install  lugs  for  bottom  trash  rack 

Additional  compensation  of  $690.00 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION    NO.  12. ^65-- 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  In  amount 
§l6,500;00,  under  SFWD  Contract  No.  588-Construction  of  the 
Lake  Merced  Pumping  Station,  contractor,  Rothschild,  Raffin 
and  Weirick  and  Pacific  Bridge  Co.,  covering  the  following: 

Item  10-Concrete  for  intake  structure 
Revised  estimate:700  cu.yds.  ©  $110*00  $77,000.00 
Previous       ??       550     ??  "  60.50O.OO 

Modification  $16,500.00 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.^66— 

WHEREAS ,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  hereinafter 
set  forth: 

THEREFORE    BE  IT  RESOLVED 9  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Co, 

Permit  to  cross  the  Sunset  Supply  Line  50  foot  right  of 
way  with  a  3/4  inch  gas  service  line;  said  crossing  being 
approximately  345  feet  south  of  Mayfair  Avenue,  Westlake 
Subdivision,    Daly  City, 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^67-- 

WHEREAS,  SFWD  Contract  No,  594  for  the  Laying  of  6?l  Cast 
Iron  Flains  in  Broadway  from  Ffeson  to  Taylor  and  from  Larkin 
to  Leavenworth  Streets,  contractor,  San  Francisco  Vfoter  De- 
partment, should,  in  accordance  with  the  time  limit  set  forth 
in  said  contract,  be  completed  on  or  before  January  8,  1952; 
and 

WHEREAS,  contractor  has  experienced  unavoidable  delay 
due  to  interference  of  other  contractors;  and 

WHEREAS    said  San  Francisco  Water  Department  prosecuted 
the  work  of  tee  contract  diligently: 

THEREFORE,  BE  IT  RESOLVED'  That  this  Commission  hereby 
grants  an  extension  of  fifty-seven  (57)  days  for  the  comple- 
tion of  SFWD  Contract  No,  594  and  liquidated  damages  for  the 
resulting  days  of  delay  are  hereby  waived ♦ 
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On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^68— 

RESOLVED'  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance appropriating  the  sum  of  $6oO.OO-Municipal  Railway 
funds,  to  provide  for  compensation  of  one  Sill  Inspector, 
and  deleting  position  of  one  S120  Lay  Dispatcher,  reflecting 
reallocation  of  position  by  the  Civil  Service  Commission. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.^69-- 

RESOLVRD    That  on  recommendation  of  the  Onager  and  Chief 
Engineer  of  t&e  San  Francisco  Water  Department,  the  City 
Attorney  and  the  Manager  of  Utilities,  this  Commission  ap- 
proves and  hereby  requests  the  Controller  to  draw  warrants 
against  such  funds  as  are  or  will  be  legally  available  in 
payment  of  claims  against  the  San  Francisco  Water  Department, 
as  follows: 

Jack  F.  Brunicardi,  in  amount  $170.78,  as  full  compensation 
for  all  damages  sustained  and  expense  incurred  as  result  of 
certain  operations  of  the  Water  Department,  on  or  about 
December  10,  1951,  at  or  near  234  Silver  Avenue. 

Dolores  R.  Wallace,  in  amount  $150.00,  as  full  compensation 
for  all  damages  sustained  and  expense  incurred  as  result  of 
that  certain  accident  which  occured  at  or  near  Tingley  Street 
and  San  Jose  Avenue,  on  or  about  November  11 f  1951* 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^70— 

RESOLVED   That  this  Commission  approves  the  following 
Traveling  Expanse  Vouchers: 

Expense  Voucher  in  amount  $518.72,  expenses  of  H,  E.  Lloyd, 
Manager  and  Chief  Engineer  Hetch  Hetchy  Project,  appearing 
before  House  Committee  on  War  Department,  Civil  Functions 
Flood  Control,  in  connection  with  hearing  on  appropriation  of 
funds  for  Cherry  Valley  Project,  February  24-March  7,  1952. 

Expense  Voucher  in  amount  $187.50,  expenses  of  James  H.  Turner, 
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Manager  of  Utilities,  attending  convention  of  Airport 
Operators  Council,  Los  Angeles,  March  19-20-21-22,  1952. 

Expense  Voucher  in  amount  $160.00, expenses  of  Geo.  M.  Dixon, 
Manager  and  Chief  Engineer  of  the  San  Francisco  Airport, 
attending  convention  of  Airport  Operators  Council,  Los 
Angeles,  March  19-20-21-22,  1952. 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^71— 

RESOLVED '  That  on  recommendation  of  the  Onager  of 
Utilities,  thS  General  Manager  of  the  Municipal  Railway, 
General  Claims  Agent  thereof  and  the  City  Attorney, this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  avail- 
able in  payment  of  claims  against  the  Municipal  Railway,,  as 
follows: 


Claimant        Current  Year 

Joseph  L,  Butler 

Robert  L.  Hubbard 

Mary  Geran 

Louis  Menendez 

Raomona  Miranda 

Robert  F.  Guilfoyle 

Elizabeth  Blume 

George  Edwards 

Anna  M.  Allen 

Rose  0*  Mc  Far land 

Margaret  W.  Gilmore 

Mariam  Grabs te in 

See  Lum  Woon 

Paula  Silberman 

Severin  Electric  Co. 

Betty  Campbell 

Ira  W.  Barr 

Harry  C.  Ruffner 

Guillermina  Burgos 

Ida  Turner 

F.D.Creedon, Jr.  &  Doris  W. 

Creedon 
Appropriation  No. 

Amending  portion  of  Resoluti 
to  encumber  funds  for  intere 
Jean    Foster- judgment-ll , 397 

Appropriation  No. 


Date  of  Accident 
March  4,  1952 
March  3,  1952 
January  3,  1952 
January  10,  1952 
January  5,  1952 
November  27,  1951 
October  3,  1951 
March  10,  1952 
March  7,  1952 
January  31,  1952 
October  19,  1951 
September  27,  1951 
January  26,  1952 
November  30,  1951 
November  10,  1951 
October  23,  1951 
December  17,  1951 
October  8,  1951 
January  23,  1952 
November  4,  1951 

March  15,  1952 
165-804-OI 

on    No.  12263, 

st-claimant 

.65 

165-804-02 


Settlement 
304.50 
000.00 
200.00 

177.49 
800.00 

225.79 
650.OO 

1,080.00 

I5O0OO 
150.00 

237*84 

237*84 
1,285.97 

325.OO 

l8l.21 

150.00 

124.02 

825.OO 

400.00 

233.00 

Q  4?7-7^ 
$8t95gf57 


I  30.29 
30-29 
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On  motion  of  Commissi  oner  He  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^/2— 

RESOLVEDt  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  3135,603.59,  in  favor  of  Clinton 
Construction  Co.,  under  Airport  Contract  No.  1 30-C ons true t ion 
of  Terminal  Building,  San  Francisco  Airport. 

Contract  Payment  in  amount  114,551.68,  in  favor  of  Lowrie 
Paving  Co.,  under  Airport  Contract  No.  132-Paving  Aprons, 
Taxiways,  Other  Grading,  Paving,    Drainage  and  Electrical  Work* 

Contract  Payment  in  amount  #3,853.30,  in  favor  of  Morris  Daley, 
under  Airport  Contract  No.  133-Construction  of  I^intenance 
Storage  Shed,  Itinerant  Pilots'  Building  and  Related  Work. 

Contract  Payment  in  amount  $10,820.49,  in  favor  of  Fred 
Johnson  Electric  Co.,  under  Airport  Contract  No.  135-Con- 
structing  Lighting  North  Access  Road,  Lighting  Itinerant 
Aircraft  Area  and  Related  Work. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^-- 

RES0LV3D'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $73 •57»  from 
Appropriation  No.  164-203-OO-Use  of  Employees  Cars,  to  credit 
of  Appropriation  No.  164-27I-OO,  to  provide  for  remainder  of 
year-Music  Broadcasts. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
$690.00,  from  Appropriation  No.  98-90I-Q4,  to  credit  of  Appro- 
priation No.  98-9OI-04-3,  to  provide  necessary  funds  for  modi- 
fication No.  2,  under  HHWS  Contract  No.  240-San  Joaquin  Pipe 
Line  No.  2. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
$3,750.00,  from  Appropriation  No.  168-35O-OO,  to  credit  of 
Appropriation  Noe  168-399-03-50,  transferring  to  special  store 
revolving  fund  amount  needed  for  purchase  of  foodstuffs. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
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$45-00»  frcm  Appropriation  No.  168-400-OO-Equipment  to  credit 
of  Appropriation  No.  168-499-OO-42,  to  provide  additional 
funds  for  purchase  of  two  recorder  mechanisms  for  Eleanor 
Reservoir  and  0?Shaughmessy  Dam. 

Municipal  Railway  Request  for  Allotment  in  amount  $77,890.00 
under  Appropriation  No.  165-804-OI- Passenger  and  Damage 
Claims,  Current  Year,  for  period  ending  June  50,  1952. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$7,500.00,  from  Appropriation  No.  165-300-OO,  to  credit  of 
Appropriation  No.  165-315-OO,  transferring  allowance  for 
materials  and  supplies  to  proper  object  of  expenditure,  Wire 
Rope  Cables  and  in  amount  $7,500.00,  from  Appropriation  No. 
165-315-OO,  to  credit  of  Appropriation  No.  165-399-03-15, 
allowance  for  wire  rope  cables  to  wire  rope  cables-revolving 
fund. 

Municipal  Railway  Request  for  Allocation  of  Funds,  in  amount 
$855.00,  under  Appropriation  No.  97-520-08-19-75,  to  allot 
funds  for  certification  of  order  for  purchase  of  interest  in 
Jointly-Owned  Poles-Municipal  Railway  Contract  No.  399,, 

Municipal  Railway  Request  for  Allocation  of  Funds,  in  amount 
$1,353.00,  under  Appropriation  No.  97-520-08-18,  to  allot  funds 
for  certification  of  orders  to  Pacific  Telephone  and  Tele- 
graph Company  to  rearrange  overhead  facilities  in  connection 
with  Municipal  Railway  Contract  No.  399-Trolley  System  for 
No*  9  Line. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^74— » 

RESOLVED    That  this  Commission  hereby  authorizes  the 
Manager  of  Utilities,  on  behalf  of  the  City  and  County  of  San 
Francisco-Public  Utilities  Commission,  to  execute  that  certain 
Department  of  Commerce-Civil  Aeronautics  Administration  Equip- 
ment License,  under  the  general  provisions  of  which,  8  each 
Neon  Approach  Light  Units,  complete  with  mounting  racks,  trans- 
formers and  relays  are  installed  on  the  San  Francisco  Inter- 
national Airport,  equipment  to  be  used  for  operation  as  an 
airport  landing  aid. 

On  motion  of  Commissioner  Cameron,  seconded  bv  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.37R-- 
RESOLVED,  That  this  Commission  hereby  approves  Traveling 
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Expense  Voucher  in  amount  $114.65,  expenses  of  Geo.  D.  Burr, 
Senior  Engineer,  attending  conferences  with  officials  of  the 
Civil  Aeronautics  Administration  in    Los  Angeles,  March  1Q- 
March  23,  1952. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.^76— 

RESOLVED*  That  this  Commission  hereby  authorizes  the 
Manager  of  Utilities  to  execute  State  of  California,  Division 
of  Highways  Utilities  Agreement  No*  75,61,  under  the  general 
provisions  of  which  the  Municipal  Railway,  at  an  estimated 
cost  to  said  State  in  amount  $l6,80O.0O,  relocates  or  re- 
moves portions  of  its  facilities  to  accommodate  construction 
of  freeway  in  the  area  of  "Jth  and  Bryant  Streets,  7th  and 
Harrison  Streets  and  in    Decatur  Street* 

On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^77~ 

WHEREAS '  the  operation  of  San  Francisco  International 
Airport  is  a* responsibility  of  the  San  Francisco  Public 
Utilities  Commission,  as  provided  by  the  San  Francisco  City 
Charter;  and 

WHEREAS    an  adequate  nation-wide  system  of  airports  as 
contemplated'by  the  Federal  Airport  Act  is  not  only  valuable 
from  the  standpoint  of  the  peacetime  economy  of  the  country, 
but  is  essential  from  the  standpoint  of  national  defense  at 
San  Francisco  International  Airport  and  is  particularly  im- 
portant in  serving  both  these  purposes;  and 

WHEREAS'  such  a  system  can  best  be  established  and  main- 
tained by  co6peration  between  the  United  States  and  the  state 
as  well  as  municipal  operators  of  public  airports  as  con- 
templated by  the  Act;  and 

WHEREAS,  in  said  Act  the  Congress  authorized  annual 
appropriations  to  amount  in  the  aggregate  to  $500,000,000. 
over  a  period  of  seven  fiscal  years,  commencing  with  the  fis- 
cal year  ending  June,  1957 ;  and 

WHEREAS,  relying  upon  said  Act,  various  cities  of  this 
country  including  the  City  and  County  of  San  Francisco,  have 
authorized  bond  issues  in  large  sums  for  airport  purposes,  and 
have  sold  said  bonds  in  the  confident  hope  and  expectation 
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that  Congress  would  make  appropriations  as  provided  in  said 
Act,  but  Congress  has  failed  to  do  so: 

NOW,  THEREFORE,  BE  IT  RESOLVED    That  the  Congress  be  urged 
to  make  appropriations  as  contemplated  in  the  Federal  Airport 
Act  to  the  end  that  through  cooperation  between  the  United 
States  and  municipalities  and  through  joint  use  of  federal 
and  local  funds  an  adequate  nation-wide  system  of  civil 
airports  may  be  achieved;  and  that  the  Manager  of  Utilities 
and  the  Airport  Department  of  the  Public  Utilities  Commission 
are  hereby  directed  to  present  a  copy  of  this  resolution  to 
the  members  of  Congress  from  the  City  and  County  of  San 
Francisco,  and  to  the  appropriate  federal  agencies  and  to  en- 
courage the  purpose  of  this  resolution  in  any  other  manner 
which  may  be  feasible. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.Y78— 

RESOLVED,  That  Resolution  No*  12,247,  adopted  by  the 
Commission  on  February  4,  1952,  in  which  the  Director  of 
Property  was  requested  to  arrange  on  a  three  year  period ?  a 
lease  of  Airport  agricutural  land,  be  and  the  same  is  here- 
by amended  for  a  period  of  three  and  one-half  years. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^79— 

RESOLVED^  That  this  Commission  approves  Traveling  Ex- 
pense Voucher  in  amount  $73 .65,  covering  expenses  of  Tom 
Irwin,  on  March  28,  1952,  incurred  by  San  Francisco  Grand 
Jury  inspecting  the  properties  of  the  San  Francisco  Airport. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.jQo~ 

RESOLVED'  That  this  Commission  hereby  approves  the  execu- 
tion of  that  certain  proposed  contract  to  be  entered  into  by 
the  City  and  County  of  San  Francisco, through  this  Commission, 
with  the  United  States  of  America  for  the  supply  of  power  by 
the  City  and  County  of  San  Francisco  to  the  Riverbank  Ordnance 
Plant  at  the  rates  designated  in  said  contract  subject  to  any 
future  changes  of  rates  as  provided  in  Section  5  of  said  con- 
tract. 

THEREUPON  THE  MEETING  ADJOURNED, 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


SPECIAL  MEETING  OP  THE  PUBLIC  UTILITIES  COMMISSION 
IN  ROOM  282  -  CITY  HALL  -  SAN  FRANCISCO,  COMMENCING 
at  3:00  PM.t  April  2,  1952. 


Present:    Commissioners  Oliver  M.  Rousseau,  Victor  S*  Swanson, 
Sam  Mc  Kee,  Edw.  B*  Baron  and  Donald  A.  Cameron, 

President  Oliver  M.  Rousseau  presided. 

In  opening  the  meeting,  President  Oliver  M.  Rousseau  outlined 
the  purposes  of  the  meeting  and  directed  the  Secretary  to 
read  the  report  of  Marmion  D.  Mills,  Consultant  to  the  Com- 
mission, in  which  Mr*  Mills  reviewed  the  fare  structure  of 
the  Municipal  Railway,    Mr*  Mills  proposed  two  estimates; 
Estimate  "A",  showing  an  increase  of  revenue  in  amount 
$3,622?971.00  and  Estimate  tfB?\  showing  an  increase  of 
revenue  in  amount  $6,414,468.00.    Based  on  these  estimates, 
the  choice  before  the  Commission,  according  to  Mr.  Mills  is 
whether  to  continue  the  present  fare,  leaving  a  deficit  in 
excess  of  $6,000,000*00  to  be  borne  by  the  taxpayers;  to 
approve  a  small  fare  increase  that  will  partly  offset  the 
deficit,  or  a  larger  fare  increase  that  will  place  the  Munici- 
pal Railway  on  a  self-supporting  basis.    Mr.  Mills  concluded 
his  report  with  the  recommendation  that  the  rate  of  fare  for 
the  fiscal  year  1952-1953  be  set  at: 

Adult  Cash  Fare  15  cents 

Sunday  Pass  50  cents 

School  Ticket       10  for  75  cents 

In  a  letter  dated  March  17,  1952,  Mr.  James  H.  Turner,  Manager 
of  Utilities  recommended  to  the  Commission  that  the  rate 
structure  of  the  Municipal  Railway  be  revised  as  suggested 
by  Mr.  Mills,  the  15  cent  fare  being  the  necessary  minimum 
fare  to  maintain  the  present  service  on  the  streets  of  San 
Francisco. 
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Speakers  appearing  before  the  Commission  were: — 
Proponents  for  fare  increase: 

Mr.  Thomas  Gray,  Business  Manager  of  the  Downtown  Association, 
introduced  the  Board  of  Directors  of  the  Association,  Messrs 
Schlesinger,  Blois,  Wilkins,Runyon  and  Hughson;  Mr.  Sylvester 
Mc  Atee  of  the  Association,  read  a  resolution  adopted  by 
the  Board  of  Directors  at  its  meeting  of  April  2,  1952;  the 
Association  approved  Mr.  Mills  Estimate  A  (token  fare-2  for 
25  cents),  but  the  approval  and  endorsement  was  subject  to 
certain  conditions  to  be  adopted  or  put  in  course  of  adoption 
as  promptly  as  possible— (a)  repealing  of  two-man  ordinance; 
(b)  amendment  of  Charter  Section  125  to  clarify  the  8-hour  day 
within  a  spread  of  10  hours;  (c)  amend  present  charter  pro- 
vision with  respect  to  wage  formula;  (d)  elimination  of 
duplicate  lines  and  services;  (e)  survey  of  possible  abuses 
in  passes,  school  tickets  and  excessive  claims  cost. 

Mr.  James  H.  Hurst  of  the  San  Francisco  Municipal  Conference, 
endorsing  the  principle  of  the  Municipal  Railway  being  self 
supporting, 

Alfred  F„  Smith,  Director  of  th    Bureau  of  Governmental 
Research,  approving  on  behalf  of  this  Bureau  the  proposed 
increase  of  fare. 

Elmer  G.  Johnson,  Building  Owners  and  Onagers  Association, 
endorsing  fare  change  to  15  cents  and  other  rate  increases 
recommended  by  Mr,  Mills . 

Mr.  Trodden,  an  individual,  approving  increase  of  fares. 
Opponents  to  fare  increase: 

(it  is  noted  that  some  individuals  appearing  allegedly  in 
opposition,  in  reality  were  non-commital,  urging  further 
studies  and  offering  suggestions  along  the  lines  of  weekly, 
monthly  and  annual  passes-studies  of  increased  valuation  of 
properties  because  of  routes  of  transportation,  etc.) 

Mr.  George  S.  Hill,    Chairman  of  the  Traffic  and  Transportation 
Committee  of  the  Central  Council  of  Civic  Clubs,  contending  that 
impending  deficit  can  be  absorbed  or  offset  by  economies  in 
operation* 

Mr*  Fred  White,  Secretary  of  the  C.  I,  0.  Council  and  Mr.  Geo. 
Johns,  Secretary  of  the  San  Francisco  Labor  Council,  A.  F.  of 
L*    Their  respective  organizations  are  opposed  to  any  fare 
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increase  because  of  the  adverse  effect    on  the  working  peopl 
they  claimed  that  improved  operations,  efficient  scheduling 
would  go  a  long  way  in  absorbing  deficits. 

Hiss  A.  G.  Richards,  Regional  Director  of  the  Parent  and 
Teachers  Association  spoke  in  opposition  to  any  increase 
effecting  the  interests  of  school  children* 

In  opposition  and  offering  various  suggestions  were — Jacob 
Poster;  Carl  Weber;  John  E.  Parr;  Annie  Scanlon;  Robert 
Tiddeman;  Jerry  Schween;  Mr.  Hanrahan;  Wesley  C.  Peoples; 
M.  W.  Sailing;  John  Pugh;  J.  F,  Conway. 


In  conclusion  of  the  hearing.  President  Oliver  M.  Rousseau 

thanked  those  present  for  their  appearance  and  interest  in 

the  matter  and  stated  that  the  matter  would  be  taken  under 
submission  by  the  Commission. 


THEREUPON  THE  NESTING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


SPECIAL  MEETING  OF  THE  PUBLIC  UTILITIES  COMMISSION 
IN  ROOM  282  -  CITY  HALL  -  COMMENCING  AT  3:00  PM. , 
APRIL  3,  1952. 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw.  B.  Baron  and  Donald  A.  Cameron. 

President  Oliver  M.  Rousseau  presided. 

The  purpose  of  this  special  meeting  was  the  matter  of 
adoption  of  Schedule  of  Fares  to  be  charged  by  the 
Municipal  Railway. 

To  permit  further  financial  studies  of  the  rate  structure, 
on  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  matter  of  adoption  of  Fare  Schedule  was  postponed 
to  the  regular  meeting  of  Monday,  April  7,  1952. 


THEREUPON  THE  MEETING  ADJOURNED, 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 

838th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  APRIL  7. 
1952. 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  S,  Swanson, 
Sam  Mc  Kee,  Edw.  B.  Baron  and  Donald  A •  Cameron. 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 

Mc  Kee,  the  following  minutes  were  approved* 

Minutes  of  the  837th  Regular  Meeting  of  the  Com- 
mission held  March  31,  1952. 

Minutes  of  the  Special  Meeting  of  the  Commission 
held  April  2,  1952. 

Minutes  of  the  Special  Meeting  of  the  Commission 
held  April  3,  1952. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.381-- 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis 
factorily  completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $6,551.10, 
being  the  additional  difference  between  certified  estimated 
contract  and  final  performance;  approves  Certificate  of  Ac- 
ceptance and  Pinal  Payment  in  amount  $81,200.58,  in  favor  of 
M  and  K  Corporation,  under  SFWD  Contract  No.  579-Laying  36'* 
Steel  Sutro  Reservoir  Ffein. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.^82— 

RESOLVED,  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to   adopt  resolution  authorizing  acceptance  of 
deed  from  r&rion  Curtner  Weller,  or  the  legal  owner,  to  an 
8o~foot  strip,  approximately  33,2  feet  in  length,  containing 
O.061  acre,  being  a  part  of  a  private  roadway  in  Santa  Clara 
County,  required  for  Bay  Division  Pipe  Line  No.  3  and  that 
the  sum  of  ^50,00  be  paid  for  said  realty  from  Appropriation 
No.  98-950-59. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 38V- 

RESOLVED'  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $13,046.10,  in  favor  of  T.  E. 
Connolly,  under  HHWS  Contract  No.    238-Construction  of  Access 
Road,  Early  Intake  to  Cherry  Valley  Damsite,  Section  C-2. 

Contract  Payment  in  amount  $3,445.20,  in  favor  of  Crocker 
First  National  Bank  of  San  Francisco,  assignee  for  KleinSmid 
Construction  Co.,  under  HHWS  Contract  No.  238-Construction  of 
Access  Road,  Early  Intake  to  Cherry  Valley  Damsite-Section  DE» 

Contract  Payment  in  amount  $747.00,  in  favor  of  T.  E.  Connolly 
under  HHWS  Contract  No.  237- Improvement  of  Access  Road,  South 
Fork  to  Camp  rather  * 

Contract  Payment  in  amount  $18,307.78,  in  favor  of  Eaton  and 
Smith,  under  Municipal  Railway  Contract  No.  402-Ocean  and 
Phelan  Avenues  Terminal. 

Contract  Payment  in  amount  $17,355.28,  in  favor  of  Eaton  and 
Smith,  under  Municipal  Railway  Contract  No.  369-Reconstructing 
Tracks  and  Pavement  on  Ocean  Avenue. 

Contract  Payment  in  amount  $1,251.43,  in  favor  of  Severin 
Electric  Co.,  under  Municipal  Railway  Contract  No.  399- Trolley 
System  for  No.  9  Line, 

Contract  Payment  in  amount  $71,156*57,  in  favor  of  United  Con- 
crete Pipe  Corporation,  under  HHWS  Contract  No.  230-Constructlon 
of  San  Joaquin  Pipe  Line  No.  2-Section  A-l* 
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Contract  Payment  in  amount  $5,733.00,  in  favor  of  Manning  and 
Whitaker,  Inc.,  under  BLH&P  Contract  No.  110-Constructlon  of 
Street  Lighting  System  in  Mission  Street-Silver  to  Geneva 
Avenues • 

Contract  Payment  in  amount  $5,197.50,  in  favor  of  Geo.  P. 
Brayer,  under  BLH&P  Contract  No.  109-ptreet  Lighting  System 
in  Monterey  Boulevard,  Ridgewood  to  San  Anselmo  and  Santa 
Clara  Avenues. 

Contract  Payment  in  amount  $1, 260,00,  in  favor  of  Fred  Johnson 
Electric  Co.,  under  BLH&P  Contract  No.  Ill-Street  Lighting 
System  in  Kezar  Drive. 

Contract  Payment  in  amount  $l§ 666.67,  in  favor  of  mrmion  D* 
Mills  for  services  as  transportation    expert  for  operations 
of  the  Municipal  Railway-month  of  mrch,  1952. 

On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12. 384— 

WHEREAS    the  General  Onager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after set  forth: 

THEREFORE,  BE  IT  RESOLVED ^  That  the  Public  Utilities  Com- 
mission of  the  City  and  County' of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Telephone  and  Telegraph  Company 

Permit  to  cross  a  portion  of  the  Sunset  Supply  Line 
Right  of  way  adjacent  to  the  southwesterly  line  of  El  Camino 
Real,  South  San  Francisco,  said  crossing  being  an  underground 
conduit  opposite  Chestnut  Avenue. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  IP. 385-- 

RESOLVED f  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney,  this 
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Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 

available  in  payment  of  claims  against  the  Municipal  Railway 
as  follows: 

Claimant    CURRENT  YEAR  Date  of  Accident  Settlement 

Irene  M.  Bartleson  January  16,  1952      $  300,00 

Amanda  F«  Halstead  October  17,  1951  350.OO 

Katherine  Skaggs  January  lb,  1952  353-50 

Alice  Hill  February  26,  1952  1AL50 

Appropriation  No.  165-804-OI  $1,115,00 
Prior  Year 

Etheline  Thomas  "  '  June  13,  1951           $    225. 00 

E.  B.  Stephenson  M=>y  26,  1951  375^5 

Anna  De  Mitchell  my  1,  1951  750.00 


Litigated  Settlements 
Esthelle  Wagnon  September  29,  1950  750.00 

Hattie  E.  Blanford  June  4,  1951  ...  750.OO 

Appropriation  No.  165-804-02  &2. 8*50. 68 

On  motion  of  Commissioner  Mc  Kee,      seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^86— 

WHEREAS    the  following  employees  have  retired  from  the 
service  of  the  City  and  County  of  San  Francisco,  having  served 
in  the  Market  Street  Railway  and  or  the  Municipal  Railway,  in 
excess  of  twenty-five  years;  and 

WHEREAS,  the  Public  Utilities  Commission  recognizes  the 
valuable  service  these  employees  have  rendered  the  people  of 
San  Francisco  while  employed  b  y  said  Market  Street  Railway 
and  or  the  Municipal  Railway: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities  Com- 
mission in  behalf  of  the  peoplS  of  the  City  and  County  of  San 
Francisco  in  recognition  of  their  long  and  faithful  service, 
by  this  resolution,  expresses  to  these  employees,  its  best 
wishes  for  a  long  and  happy  life  and  the  assurance  of  its 
appreciation  of  work  well  performed;  and 

BE  IT  FURTHER  RESOLVED'  That  the  Secretary  be  and  he  is 
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hereby  directed  to  prepare  a  copy  of  resolution  for  presen- 
tation to  each  of  the  following  employees: 


Employee 
Joseph  Finn 
Daniel  E.  Hogan 
Andrew  Boyle 
Henry  S.  Foley 
Frederick  J.Denton 
Ragghianti  Rizzieri 


Municipal  Railway 


&  Mkt.St#Ry,Co. 
ft 


Service 
26  years 
32  years 
37  years 
34  years 
36  years 
31  years 


On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12. 387-- 

RESOLVED'  That  this  Commission  hereby  requests  the 
Controllers  certification  of  the  following: 

Hetch  Hetfchy  Project  Request  for  Intra  Fund  Transfer  in 
amount  $3, 500*00, from  Appropriation   No.  168-64O- 00- Water 
Rights  and  Damage  Claims  to  credit  of  Appropriation  No.  168- 
641-OO,  to  provide  for  deficiency  in  appropriation  for 
Hydrography. 

Airport  Request  for  Additional  Allotment  in  amount  $600.00 
under  Appropriation  No.  96-900-56,  to  provide  funds  for  blue- 
printing, photography  and  reproduction  of  documents  in  con- 
nection  with  office  engineering  at  the  Airport  for  the 
period  ending  June  30,  1952« 


On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^88— 

RESOLVED    That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $11*90,  expenses  of  M.  L.  Dickinson, 
Construction  Engineer,  Utilities  Engineering  Bureau,  covering 
conference  with  the  Corps  of  Engineers,  U.  S.  Army,  re  appro- 
val of  plans  for  Cherry  Valley  Dam. 

Expense  Voucher  in  amount  $23.50,  expenses  of  Robert  Rockwell, 
Assistant  Director  of  the  Bureau  of  Public  Service,  month  of 
r^trch,  1952t  covering  conferences  with  Chambers  of  Commerce, 
Advertising  Club,  Merchants  Associations,  Radio  Stations, 
National  Safety  Council,  Improvement  Associations. 

Expense  Voucher  in  amount  431.30,  expenses  of  lories  W.  Smith, 
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Assistant  Director  of  the  Bureau  of  Public  Service,  month  of 
mrch,  1952,  covering  conferences  with  Chambers  of  Commerce, 
Peninsula  Newspapers  and  Councilmen,  News  Agencies,  State 
Division  of  Highway  Engineers,  Radio  Stations. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

RESOLUTION  NO.  12.^8?-- 

WHEREAS 9  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as 
hereinafter  set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    M  &  K  Corporation*  San  Francisco 

Permit  to  remove  not  more  than  600  cubic  yards  of  excess 
dirt  from  the  south  basin  site  of  Sunset  Reservoir,  Assessor's 
Block  2107,  San  Francisco. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.W0-- 

WHEREAS,  the  Manager  and  Chief  Engineer  of  the  Hetch 
Hetchy  Water  Supply,  Power  and  Utilities  Engineering  Bureau 
of  this  Commission  hns  recommended  the  granting  of  a  certain 
revocable  permit  for  use  and  occupancy  of  land  and  property 
under  control  of  that  bureau,  as  hereinafter  set  forth: 

THEREFORE,  BE  IT  RESOLVED^  That  the  Public  Utilities  Com- 
mission of  the  City  and  County' of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  the  said  revocable  permit 
and  authorizes  the  execution  of  the  same  as  follows: 

To:    James  B.  Thurrran-Groveland,  Tuolumne  County. 

Permit  to  use  for  pasturage  certain  City  property  near 
Priest  Reservoir,  for  a  period  of  approximately  three  months, 
rental-#5.00  per  head  of  stock,  per  month. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


^-RESOLUTION  NO.  12*391— 

RESOLVED,  That  pursuant  to  notice  of  intention  to  revise 
existing  rates  of  fares  charged  by  the  Municipal  Railway,  here- 
tofore published  as  is  required  by  the  Charter  of  the  City 
and    County  of  San  Francisco,  and  after  public  hearing  being 
held  in  accordance  with  the  aforesaid  notice,  the  following 
schedule  of  rates,  fares  and  charges  to  be  charged  by  said 
Municipal  Railway  be,  and  the  same  is  hereby  adopted: 

Local  Fares: 

Local  Fare  for  each  passenger  15  cents 

School  ticket-per  ride  b  cents 


Sunday  and  Holiday  Tour  Tickets: 
For  an  unrestricted  number  of  rides  upon  the 
Municipal  Railway  extending  from  12:01  AM 
on  Sundays  and  Holidays  to  12:00  Midnight  at 
the  end  of  each  of  said  days  50  cents 

School  Ticket  Privileges: 

School  tickets  will  be  sold  under  rules  pre~- 
scribed  by  the  Public  Utilities  Commission  and 
the  use  thereof  is  restricted  to  students  under 
18  years  of  age  regularly  attending  accredited 
public,  private  and  parochial  schools  only;  pro- 
viding that  the  Commission  shall  retain  the 
power  to  make  exceptions  in  special  circum- 
stances , 

Transfer  Privileges: 
All  of  the  above  rates  shall  have  the  transfer 
privileges  in  the  general  direction  of  travel 
subject  to  rules  prescribed  by  the  Public 
Utilities  Commission. 


Special  Charter  Car  Rates: 


$l8.00  per  hr. 


Special  Charter  Bus  Rates-44  passenger 
Rate  per  Loaded  Mile 
Rate  per  Empty  Mile 
Hourly  Rate 
Minimum  Charge 


1.00  dollar 
75  cents 
10.00  dollars 
40.00  dollars 
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The  charge  for  charter  bus  service,  shall  be  based  on 

miles  or  hours,  whichever  is  greater. 

All  bridge  toll,  parking  fees,  Federal  Government  Excise 

Tax  and  any  added  expenses  are  additional. 

On  overnight  trips,  expenses  of  the  operator  will  be  an 

additional  charge d  uring  standby  time. 

BE  IT  FURTHER  RESOLVED^  That  the  foregoing  schedule  of 
rates,  fares  and  charges  be'submitted  to  the  Board  of  Super- 
visors as  required  by  Section  130  of  the  Charter;  the  effec- 
tive date  for  such  rates  to  be  designated  by  the  Public  Utili- 
ties Commission  following  consideration  by  the  Board  of 
Supervisors. 

Hearing: 

Under  Resolution  No*  3191,  April  24,  1939,  the  Com- 
mission requested  the  Board  of  Supervisors  to  execute  a 
lease  of  555  acres  of  Airport  land  to  Frank  Zwissig,  for  a 
four  year  period,  at  a  rental  of  $200*00  per  month;  under 
Resolution  No.  5862  of  November  8,  1943,  the  lease  was  re- 
newed for  a  period  of  one  year,  same  monthly  rental,  and 
under  Resolution  No.  6399  of  October  16,  1944,  the  lease  was 
again  renewed  on  a  month  to  month  basis,  same  monthly  rental. 

Recently  the  Commission  requested  the  Director  of  Property 
to  lease  the  property   on  a  sealed  bid  basis. 

At  this  time  the  Director  of  Property  is  advertising  the 
bid,  lease  to  become  effective  May  1,  1952. 

Mr.  Swissig,  through  his  attorney,  Mat hew  Trobiner,  appeared 
before  the  Commission,  requesting  that  the  bid  be  postponed 
until  crops  now  growing  on  the  property   could  be  harvested. 

Mr.  Swizzig  and  his  attorney  were  requested  to  bring  before 
the  Commission  copy  of  his  lease,  copy  of  agreement  or  sub- 
lease with  present  operator  on  the  property  and  other  perti- 
nent data;  with  the  submission  of  this  data,  the  Commission 
will  take  the  matter  under  submission. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


839th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  APRIL 
14,  1952. 


**************************************************************** 


Present:  Commissioners  Oliver  M.  Rousseau,  Sam  Mc  Kee, 
Edw.  B,  Baron  and  Donald  A,  Cameron. 

> 

President  Oliver  M.  Rousseau  presided* 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  838th  regular  meeting  of  the 
Commission  held  April  7t  1952  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously; 

—RESOLUTION  NO.  12.  ^Q2~ 

RESOLVED,  That  this  Commission  hereby  authorizes  the 
Manager  of  Utilities,  on  behalf  of  the  City  and  County  of  San 
Francisco-Public  Utilities  Commission,  to  execute  that  certain 
Department  of  Commerce-Civil  Aeronautics  Administration 
License,  under  the  general  provisions  of  which  the  City  will 
grant  a  license  to  the  Civil  Aeronautics  Administration  acting 
"on  behalf  of  the  United  States  of  America  to  construct,  operate 
and  maintain  a  Precision  Approach  Radar  on  a  plot  of  ground 
100  feet  square,  and  to  construct,  operate  and  maintain  a  High 
Intensity  Approach  Light  Lane  and  appurtenances  for  the  center 
line  of  Runway  28R  on  supporting  structure  to  be  constructed 
by  the  City,  all  at  San  Francisco  International  Airport  for  use 
as  landing  aids  for  aircraft* 
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On  motion  of  Commissioner  He  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.y)V- 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED    That  the  Public  Utilities  Com- 
mission of  the  City  and  County'of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:        City  of  Menlo  Park,  Menlo  Park,  California 

Permit  to  plant  low  growing  shrubbery  and  grass  within 
a  40  foot  strip  of  the  Hetch  Hetchy  right  of  way  adjacent  to 
Bay  Road;  said  strip  fronting  Suburban  Park  Subdivision,  Menlo 
Park,  San  Mateo  County* 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.^94— 

WHEREAS ,  the  Manager  and  Chief  Engineer  of  the  Hetch 
Hetchy  Water  Supply**  Power  and  Utilities  Engineering  Bureau  of 
this  Commission  has  recommended  the  granting  of  a  certain 
revocable  permit  for  use  and  occupancy  of  land  and  property 
under  control  of  that  Bureau,  as  hereinafter  set  forth: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  of  the  City  and  CouAty  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  the  said  revocable  permit 
and  authorizes  the  execution  of  the  same  as  follows: 

To:    The  Pacific  Gas  and  Electric  Company 

Permit  to  install,  maintain    and  use  two  8-inch  gas  mains 
crossing  the  Hetch  Hetchy  Aqueduct  and  Transmission  Line  right 
of  way  at  two  locations:— At  Coffee  Road  in  Section  4,  Township 
3  South,  Range  9  East,  MDB&M  and  at  Claribel  Road  in  Section 
35,  Township  2  South,  Range  9  East,  MDB&M,  Stanislaus  County, 
California. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^5-- 

RESOLVED'  That  in  accordance  with  Section  %f  Airport 
Contract  No*  130-Construction  of  Terminal  Building  at  San 
Francisco  Airport,  contractor,  Clinton  Construction  Co.. 
this  Commission  hereby  consents  to  substitution  of  the  Apex 
Roof  and  Tile  C,  as  subcontractor,  in  lieu  of  C.  L.  Frost, 
under  said  Contract  No.  130. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12. 396-- 

RESOLVED'  That  on  recommendation  of  the  Mirage r  of 
Utilities,  thS  General  Manager    and  Chief  Engineer  of  the  San 
Francisco  Water  Department  and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  availabl 
in  pavment  of  claims,    as  follows: 

Claimant  Amount 

Joe  T.  Osada  $102.50 

Hayne  and  Markey  216.65 

On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^7-- 

WHEREAS,  under  the  terms  of  Municipal  Railway  Contract 
No.  356- Trolley  System   for  No.  14  line.  Abbett  Electric 
Corporation,  contractor,  was  required  to    complete  all  the 
work "by  November  12,  I95I,  to  conform  with  the  time  limit 
fixed  in  the  contract;  and 

WHEREAS ,  the  contractor  experienced  unavoidable  delay  in 
receiving  delivery  of  the  trolley  wire  and  overhead  feeder 
cable  incorporated  into  the  work  because  of  the  difficulty 
experienced  by  the  City  in  obtaining  the  necessary  priority 
ratings  required  by  regulations  of  the  National  Production 
Authority,  to  the  extent  that  until  September  4,  1951  and  was 
unable  to  obtain    delivery  of  the  overhead  feeder  cable  until 
November  21,  1951;  and 
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WHEREAS,  the  contractor  did  complete  that  portion  of 
the  work  required  to  put  the  No.  14  Line  into  operation  on 
the  date  established  by  this  Commission,  January  6,  1962;  and 

WHEREAS f  the  contractor  has  been  diligent  in    his  attempt 
to  complete  the  remaining  portion  of  the  contract  work  in 
the  shortest  possible  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED*  That  the  contract  time 
for  performing  all  work  specified  uftder  Municipal  Railway 
Contract  No.  356  be  and  is  hereby  extended  for  a  period  of 
136  days  until  Fferch  27,  1952,  and  that  liquidated  damages  by 
reason  of  such  extension    are  hereby  waived* 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION    NO.  12.  ^8— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with    plans  and  specifica- 
tions; approves  additional  Modification  of  Contract  No.  2 
in  amount  $280. 41,  being  the  difference  between  certified 
estimated  contract  and  actual  performance;  approves  Certifi- 
cate of  Acceptance  and  Final  Payment  in  amount  $9,423.04,  in 
favor  of  Abbett  Electric  Corporation,  under  Mmicipal  Railway 
Contract  No,  356-Trolley  System  for  No,  14  Line* 

On  motion  of  Commissioner    Cameron,    seconded  by  Commissioner 
Baron,    the  following  resolution  was  adopted  unanimously: 

RESOLUTION  NO,  12^~- 

RESOLVSDf  That  this  Commission    accepts  the  work  as 
satisfactorily  completed  In  accordance  with  plans  and  speci- 
fications; approves  Credit  Modification  of  Contract  in  amount 
$4,757.07,  being  the  difference  between  certified  estimated 
contract  and  actual  performance;  approves  Certificate  of 
Acceptance  and  Final  Payment  in  amount  $182,794.12,  in  favor 
of  Great  American  Indemnity  Co.,  Los  Angeles,  for  account  of 
P.  and  J.  Artukovich,  Inc.,  under  HHWS  Contract  No,  230, 
Construction  of  San  Joaquin    Pipe  Line  No.  2-Section  A-2. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.40Q-- 

RESOLVEDf  That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
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priation  in  amount  $23,500.00,  Airport  Funds,  to  provide  for 
repairs  to  Airport  perimeter  roadway,  damaged  by  winter  storms 
and  for  maintenance  and  repair  of  Taxiway  No,  5  and  that  sec- 
tion of  the  Bayshore  Highway  owned  by  City. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.4OI-- 

RESOLVED'  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $10,000. OO-Hetcti  Hetchy  Project  Funds,  to 
provide  for  deficiency  in  Appropriation  No.  l6o-300-00-Ma- 
terials  and  Supplies. 

On  motion    of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution   was  adopted  unanimously: 

--RESOLUTION  NO.  12.402— 

RESOLVED*  That  this  Commission  hereby  approves  the 
following  Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $13,769.23,  in  favor  of  L.  L. 
Jeffries,  under  SFWD  Contract  No.  574~Drilling  and  Grouting 
in  West  Abutment,  Calaveras  Dam. 

Contract  Payments-Walter  L.  Huber  in  amount  $750*00 

Augustus  Kempkey  in  amount  $750.00 
J.  Cleveland  Steele  in  amount  $625.00 

for  services  as  consulting  engineers  on  the  Cherry  Dam  Project. 

Contract  Payment  in  amount  $10,951.74,  in  favor  of  Rothschild, 
Raff  in  and  Weirick  and  Pacific  Bridge  Company  under  SFWD 
Contract  No.  588-Construction  of  the  Lake  Merced  Pumping 
Station. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLU  TION  NO.  12.40^-- 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  the  use  of  funds  in  Permanent 
Salary,  Appropriation  No.  1 65- 110-00,  in  amount  $560,00,  for 
the  filling  of  position  by  temporary  employment  of  C  104.I  Car 
Cleaner,  vice,  car  cleaner  on  sickleave  without  pay. 
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Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$84.36,  under  Appropriation  No.  97-520-08,  to  provide  ad- 
ditional funds  for  certification  of  Modification  of  Contract 
No.  356- Trolley  System  for  No.  14  Line, 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 

$10,000*00,  from  Appropriation  No.  165-244-OO-Tire  Rental, 

to  credit  of  Appropriation  No.  165-321-OO-Fuel  and  Lubricants. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in 
amount  $1,200*00,  from  Appropriation  No.  168-21 6-00,  to 
credit  of  Appropriation  No.  168- 399-02-16,  transferring  to 
special  stores  revolving  fund  amount  needed  for  purchase  of 
automotive  replacement  parts  for  April,  1952» 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee.the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.404-- 

RESOLVED'  That  this  Commission  approves  Traveling  Ex- 
pense Voucher* in  amount  $18.17,  expenses  of  Geo.  M.  Dixon, 
Manager  and  Chief  Engineer,  San  Francisco  Airport,  month  of 
March,  1952,  covering  conferences  with  Airline  Officials, 
U.  S.  Navy  Officials,  Airport  Operators  Council,  Curtis  Smith, 
President  Dinwiddie  Construction  Co*  and  reporter  of  San  Mateo 
Times. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.A0R-- 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

Hetch  Hetchy  Water  Supply  Contract  No,  247 
Reconstructing  Lower  South  Fork  Road 

a  public  work  to  be  performed,  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions, for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Beerman  and  Jones 
Sonora,  California 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  $16,050.00,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 
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And  all  other  bids  for  the  above  described  wrok  are 
hereby  rejected. 

Funds  for  this  work  in  the  amount  of  $11,000.00  are  avail- 
able in  Appropriation  No.  68-925-141  and  the  Controller  is 
hereby  requested  to  allocate  the  additional  amount  of  $5* 393* 
from  Appropriation  No.  68-925-OO,  to  Appropriation  No,  68-925- 
141  to  provide  funds  for  the  contract  work  and  field  en- 
gin  eering. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.406— 

RESOLVED,  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities,  the  contract  for 

To  Control  and  Destroy  Weeds  on  Certain  Properties  of 
the  San  Francisco  Water  Department  in  San  F&teo  County, 
SFWD  Contract  No.  WD  6l2 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Alan  F.  Howe   -    Chemical  Weed  Control 

he  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Three  Thousand  Four  Hundred  Seven  Dollars 
and  Twenty  Five  Cents  ($3,407*25)  said  sum  being  the  total 
price  for  the  lowest  regular  bid  submitted  on  the  basis  here- 
inabove stated. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.407-- 

WHEREAS,  in  the  face  of  grave  danger  and  unusual  winter 
weather,  five  employees  of  the  Hetch  Hetchy  Water  Supply* Power 
and  Utilities  Engineering  Bureau  rendered  humanitarian  service 
far  in  excess  of  normal  duty  to  the  City  and  County  of  San 
Francisco,  the  Public  Utilities  Commission,  to  their  fellow 
employee,  Clarence  A.  Walquist,  and  to  his  sick  wife;  and 

WHEREAS,  Oliver  G.  Braeske,,  Reservoir  Keeper,  Robert  A. 
Da hi,  Hydrographer,  Donald  M.  Paulsen,  Snow  Surveyor  and  Alan  R# 
Dahlin,  Snow  Surveyor,  at  great  physical  exertion  did  make 
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their  way  on  snow  shoes  for  a  distance  of  eleven  miles 
through  the  mountainous  area  between  0TShaughnessy  Dam  and 
Lake  Eleanor  and  immediately  thereafter  aided  by  Clarence  A. 
Waiquist,  Reservoir  Keeper,  set  out  on  the  return  trip  carrying 
Mrs,  Clarence  Waiquist  on  a  stretcher,  over  deep  and  melting 
snow  to  bring  the  stricken  woman  to  a  place  where  she  could 
be  transported  by  ambulance  to  a  hospital  in  Yosemite  Valley: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  in  recognition  of  bravery,  sacrifice  of  personal 
comfort  and  the  exercise  of  human  charity,  commends  the  rescue 
work  performed  by  said  Robert  A.  Dahl,  Oliver  G,  Braeske, 
Donald  A.  Paulsen,  Alan  R.  Dahlin  and  Clarence  A,  V&lquist 
and  extends  to    them  the  heartfelt  thanks  and  appreciation  of 
his  Honor  Mayor   Elmer  E.  Robinson,  The  Public  Utilities  Com- 
mission, and  the  citizens  of  the  City  and  County  of  San 
Francisco. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.408-- 

RESOLVED^  That  this  Commission  approves  and  hereby  re- 
quests the  Mayor  to  recommend  to  the  Board  of  Supervisors  that 
budget  estimates  be  amended,  as  follows: 

Ind  ex: 

62-  Public  Utilities  Commission-General  Office 
262-266-OO-Legal  Srvcs-City  Attorney's  Office     $  180. 

Pension  and  Retirement  Allowance 
262-860-OO-General  Office  67. 
262-860-04-Bureau  of  Public  Service  58. 

262-  860-05-Bureau  of  Personnel  &  Safety  6l. 

$    366.  A 

63-  Bureau  of  Light,  Heat  and  Power 

263-  360-00- P ens i on  and  Retirement  Allowance  131.  A 

64-  San  Francisco  Airport 

264-  860-00- Pens ion  and  Retirement  Allowance  1,646.  A 

66-San  Francisco  Water  Department 

266-2l6-00-mintenance  Automotive  Equipment  14»332.  B 
266-860-OO-Pension  and  Retirement  Allowance  1,176.  A 

68-2-Utilities  Engineering  Bureau 

268-86o-02-Pension  and  Retirement  Allowance  1,165.  A 

A-Increase  incidental  to  higher  pay  rates  as  per  1952  Salary 
Standardization  Ordinance  for  monthly  salaried  employees. 
B-Offset  by  increase  in  revenue.  Controller  has  ruled  that  funds 
be  provided  to  maintain  and  repair  entire  fleet;  credits  for  use 
on  construction  projects,  heretofore  an  offset  to  expenditures, 
be  deposited  in  revenue* 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  12,409— 

RESOLVED    That  this  Commission  approves  and  hereby  re- 
quests the  myor  to  recommend  to  the  Board  of  Supervisors  that 
budget  estimates  be  amended,  as  follows: 

Index  65    -    Municipal  Railway 

265-llO-OO-Allowance  for  Overtime  $     483.  A 

112-00-Allowance  for  Holidays  1,112,  A 

120-00-Temporary  Salaries  945*  A 

130-01-Wages~ Platform  Employees  602,520.  B 

135-OO-Sick  Leave  per  Diem  22,619.  B 

231-OO-Heat,  Light  and  Power  55>869.  B 

244-OO-Tire  Rental  27,598.  B 

"321-OO-Fuel  and  Lubricants  92,070.  B 

o02-02-Passenger  and  Damage  Claims  357,433.  E 

814-  OO-Fire  Insurance  90,000.  D 

815-  OO-Miscellaneous  Insurance  44,419,  C 
860-OO- Pens ion  &  Retirement  Allowance  82,588.  A  B 
862-OO-Social  Security  9*573-  A  B 
900-04-Legal  Services-City  Attorney  720.  A 
950-OO-Services  of  Purchasing  Dept.  4,794,  A 

$1,392,743. 


A.  Increase  incidental  to  higher  pay  rates  for  monthly 
salaried  employees  as  per  1952  salary  standardization 
ord inance . 

B.  Increase  incidental  to  increased  car  hours  made 
mandatory  by  Superior  Court  Order  No.  408173* 

C.  Increase  incidental  to  excess  liability  and  property 
damage  insurance  premium  based  on  passenger  revenue. 

D.  Estimated  premium  for  fire  insurance  on  basis  of  re- 
placement cost  on  all  property,  present  value  approx- 
imately $18,525,225.00  (excluding  motor  and  trolley 
buses  already  insured),  first  year  premium  estimated 
at  $90,000,00,  each  succeeding  year-$45, 000,00. 

E.  Deficit  as  of  r^rch  1,  1952  for  accidents  prior  to 
July  1,  1951,  for  non-litigated  settlements,  litigated 
settlements  and  judgments  now  being  held  in  office 

of  the  Public  Utilities  Commission  on  account  of  in- 
sufficient funds* 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
no  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.410— 

RESOLVED,  That  in  accordance  with  the  recommendations  of 
the  r&nager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  30-Inch  Steel  Sutro  Main  From  7th 
and  Clarendon  Avenues  to  Stanyan  and  Frederick 
Streets,  SFWD  Contract  No.  602-R 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations   for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

M.  and  K*  Corporation  and  Associated 
Pipeline  Welders  Inc.,  Joint  Venture 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Two  Hundred  and  Thirty  Eight  Thousand  Nine 
Hundred  and  Forty  Four  Dollars  ($238,944.00)  said  sum  being 
the  total  price  for  the  lowest  bid  submitted  on  the  basis 
hereinabove  stated ♦ 

AND  BE  IT  FURTHER  RESOLVED,  The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
services* 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected . 

Funds  have  been  set  up  in  Appropriation  No.  66-980-04. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,    the  following  resolution  vas  adopted  unanimously: 

— RESOLUTION  NO*  12.411-- 


RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  execution  of  Water  Department 
agriculture  lease,  as  follows: 

To:  Frank  F.  Whelan 

Covering  14  acres  of  pasture  land  near  Crystal  Springs  on 
the  Belmont  Road,  for  period  of  three  years,  commencing  my  1, 
1952B  at  an  annual  rental  of  $220. 00« 
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On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.412— 

RESOLVED,  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution  granting  permission  to 
H.  E.  Cooley,  Assistant  Superintendent  of  Transportation;  V, 
C.  Peterson,  Superintendent  of  Equipment  and  Donald  A.Mazzoni, 
General  Claims  Agent,  all  of  the  Municipal  Railway,  to  proceed 
to  Portland,  Oregon,  to  attend  the  Special  Pacific  Northwest 
Regional  Conference  of  the  American  Transit  Association,  my 
5-6-7,  1952, 


HEARING:  (Continuation  from  last  week-in  the  matter  of  post- 
ponement of  bids  re  Airport  agricultural  lease) 

Mr,  Mathew  Trobiner  and  Mr,  Frank  Swissig,  present  tenant, 
appeared  before  the  Commission  urging  postponment  of  bids 
because  of  the  adverse  effect  on  tenantbecause  of  the  unhar- 
vested  crop.    Appearing  also  before  the  Commission  was  Mr, 
Renner,  operator  of  the  lease  under  verbal  agreement  with 
Mr,  Zwissig. 

After  some  discussion  in  the  matter  of  losses  to  be  sustained 
by  either  Mr.  Renner  or  Mr.  Zwissig,  Counsel  for  the  Com- 
mission advised  that  inasmuch  as  the  Commission  had  already 
requested  the  Director  of  Property/ arrange  for  leasing,  the 
question  of  postponment  rested  in  the  hands  of  the  latter , 

President  Oliver  M.  Rousseau  stated  that  the  matter  would 
again  be  taken  under  study  and  a  conference  with  the  Director 
of  Property  would  be  had;  Messrs,  Trobiner  and  Zwissig  were 
instructed  to  confer  also  with  the  Director  of  Property. 


THEREUPON  THE  MEETING  ADJOURNED, 


-7940 


MINUTES 


PUBLIC  UTILITIES  COMMISSION 


SPECIAL  MEETING  OF  THE  PUBLIC  UTILITIES  COMMISSION 
IN  ROOM  282  -  CITY  HALL  -  APRIL  21,  1952,  COMMENCING 
AT  2:30  P.  M. 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  Se  Swans on, 
Sam  Mc  Kee,  Edw.  B.  Baron  and  Donald  A*  Cameron* 

President  Oliver  M.  Rousseau  presided* 

On  motion  of  Commissioner  Swans on*  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 41^ 

RESOLVED  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  8-Inch  Cast  Iron  rfeln  in 
California  Street  Between  Stockton  Street 
and  Grant  Avenue-SFWD  Specification  No, 
WD- 608 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

The  San  Francisco  Water  Department 

they  being  the  lowest  regular  and  responsible  bidder  for  the 


-7941 


work  aforesaid  at  Three  Thousand  Three  Hundred  and  One 
Dollars  and  Ninety  Five  Cents  ($3,301.95)  said  sum  being  the 
total  price  for  the  lowest  bid  submitted  on  the  basis  herein- 
above stated. 

AND  BE  IT  FURTHER  RESOLVED   The  Controller  is  hereby 
requested  to  approve  the  allocation  of  funds  necessary  to 
fully  accomplish  the  aforementioned  extension  of  water  mains 
and  services. 

And  all  other  bids  for  the  above  described  work  are  here- 
by rejected., 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12,414— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as 
hereinafter  set  forth: 

THEREFORE,  BE  IT  RESOLVED f  That  the  Public  Utilities  Com- 
mission of  the  City  and  County* of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Crystal  Springs  County  Sanitation  District,  County 
Court  House,  Redwood  City 

Permit  to  install  two  outfall  sewer  lines  across  a  portion 
of  the  Crystal  Springs  Filtration  Plant  Site,  San  Mateo  County, 
from  Baywood  Park  Subdivision  to  the  existing  sewer  line  in  the 
Polhemus  Road* 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Jlc  Kee,  the  following  resolution  was  adopted  unanimously: 

^-RESOLUTION  NO.  12.415— 

RESOLVED •  That  this  Commission  hereby  requests  the  Hay  or 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  f6o„00,  from  Appropriation  No.  163-400-OO  to 
credit  of  Appropriation  No.  163-400-OO- Bureau  of  Light,  Heat 
and  Power- Equipment,  to  provide  for  purchase  of  one  Distance 
Measuring  Wheel  Rollatype  Model  400. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12 ,416— 

RESOLVED,  That  on  recommendation  of  the  rfoiager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available    in  payment  of  claims  against  the  Municipal  Railway 
as  follows: 


Claimant     Current  Year  Date  of  Accident  Settlement 

Non-litigated  settlements 

Andrew  Jackson  March  11,  1952  $  315.00 

Guy  P.  Downing  March  12,  1952  253.99 

Minnie  E.  Hulcher  November  1,  1951  220.00 

Appropriation  No.  165-804-01  g  788.99 

Prior  Years-Litigated  Settlement  and  Judgment 
Margaret  Butler  November  15,  1947     $  150.OO 

Richard  C.  Cruise  and  Fannie 

Cruise  October  25,  1947  1.750.00 

Appropriation  No.  165-804-02  Si ,900.00 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.417— 

RESOLVED'  That  this  Commission  hereby  requests  the 
Controller's  certification  of  Modification  of  Contract  in 
amount  $3,875,00,  under  Municipal  Railway  Contract  No.  402, 
Ocean  and  Phelan  Avenues  Terminal,  contractor,  Eaton  and 
Smith,  covering  the  following: 


To  correct  unstable  earth  condition  encountered 
below  much  of  the  driveway  area,  construct  a 
7-1/2  inch  concrete  pavement  base,  laid  over 
a  crusher  run  base. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  I2.418-- 

RESOLVED'  That  this  Commission  approves  the  terms  and 
conditions  anS  hereby  authorizes  execution  of  Airport  Space 
Rental  Permit ,  as  follows: 

To:    Southwest  Airways  Company: 
Effective:  April  21,  1952* 

Area      Sq*  Ft,       Amount  per 

Property  Description  Sq .Ft.      Per  Year  Year  

Entire  Hangar  No*  1 

First  Floor  10,051       $  .80  $  8,040.80 

Entire  Hangar  No.  2 

First  Floor  12,097  .80  9,677.60 

Second  Floor  1'977  .80  1,581.60 

Entire  Fire  House  700  .80  622,40 

Paved  Area  33 > 420  »075  2,506.50 

Unimproved  Area  73>75&  *01  737.56 

Domestic  Terminal  Bldg* 

Main  Lobby  122        5. 00  610.00 

Other  Main  Floor  74        3. 00  222,00 

$23,998.46 

Permittee  is  authorized  at  his  own  cost  and  expense  to  make  cer- 
tain alterations  in  Main  Lobby  area  covered  by  this  permit* 

BE  IT  FURTHER  RESOLVED,  That  Resolution  No.  II432  adopted 
March  5>  1951  and  ^  same  *s  rescinded  as  of  the  effective 
date  of  above  permit. 


On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously; 

--RESOLUTION  NO.  12 .419— 

RESOLVED,  That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $14,372.00-Bureau  of  Light,  Heat  and  Power 
Funds,  to  provide  for  improvements  of  the  street  lighting  sys- 
tem on  South  Van  Ness  Avenue-Market  Street  to  Howard  Street. 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  12.420-- 

RESOLVED'  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $6, 200. 00- Water  Department  Funds,  to  provide 
for  compensation  of  per  diem  employees  for  the  last  quarter  of 
the  fiscal  year  1951-1952. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.421— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Controller's  certification  of  Modification  of  Contract  in 
amount  $37150,  under  Municipal  Railway  Contract  No.  ^-Recon- 
structing Tracks  and  Pavements  on  Ocean  Avenue,  contractor, 
Eaton  and  Smith,  covering  the  following: 

Install  pull  box  for  use  of  future  traffic  signals 
to  be  installed  in  the  new  traffic  island  at  Ocean 
and  Phelan  Avenues,  Plan  LL- 22024* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution    was  adopted  unanimously: 

—RESOLUTION  NO.  12.422— 

RESOLVED*  That  this  Commission  approves  and  hereby  re- 
quests the  Board  of  Supervisors  to  enact  an  ordinance, 
authorizing  and  directing  the  Controller  and  the  Public  Utili- 
ties to  account  as  a  loss,  the  sum  of  $9.00  in  counterfeit 
currency  $1.00  Silver  Certificate  altered  to  $10.00,  received 
by  the  San  Francisco  Water  Department  and  surrended  to  an 
agent  of  the  Secret  Service  Division,  United  States  Treasury. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

■.-RESOLUTION  NO.  12. 42V- 

RESOLVED'  That  this  Commission  hereby  authorizes  the 
Manager  of  Utilities  to  sign  and  execute,  for  and  on  behalf  of 
the  City  and  County  of  San  Francisco  and  this  Commission,  that 
certain  document  submitted  to  this  Commission  in  acceptance  of 
a  revocable  permit  granted  to  the  City  and  County  of  San  Fran- 
cisco by  the  City  Council  of  the  City  of  San  Jose,  creating  the 
right  in  the  City  and  County  of  San  Francisco,  through  its 
Water  Department,  to  install  and  maintain  a    72"  ID  pipe,  as  a 
portion  of  Bay  Division  Pipe  Line  No*  3  across  that  certain 
32-foot  easement  in  ownership  and  maintenance  by  the  City  of 
San  Jose,  for  its  5-foot  outfall  sewer  in  Santa  Clara  County, 
at  a  location  more  particularly  described  and  designated  in 
those  certain  drawings  and  plans  submitted  to  this  Commission, 
entitled  "Bay  Division  Pipe  Line  No.  3  Parcel  No.  123C-Location 
and  Details-San  Jose  Outfall  Sewer  Crossing,  Santa  Clara 
County/1  prepared  by  the  San  Francisco  Water  Department,  and 
being  Drawing  No.  D-1221. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO,  12.424— 

RESOLVED'  That  this  Commission  looks  with  favor  upon 
the  adoption  of  Senate  Bill  2815  under  consideration  by  the 
United  States  Senate,  having  been  introduced  by  Senator  He 
Carran  of  Nevada,  providing  for  the  payment  of  any  damage  to 
an  airport  caused  by  operations  of  a  military  nature  and  pro- 
viding for  the  time  within  which  any  claims  for  damage  shall 
be  made,  and  this  Commission  requests  that  Francis  V.  Keesling, 
Jr.,  use  his  best  efforts  toward  the  ooactment  of  this  bill 
into  legislation. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.425— 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Allocation  of  Funds  in  amount 
$1,951.68,  under  Appropriation  No.  97- 530- 12-1,  allotting 
funds  for  certification  of  work  order  to  bend  and  prepare 
rails  for  Geneva  Ladder  Track. 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$6,350.00,  to  make  available  funds  for  certification  of  work 
orders  to  the  Engineering  Bureau  for  engineering  services  in 
connection  with  rehabilitation  of  the  Municipal  Railway. 

Municipal  Railway  Request  for  Intra  Fund  Transfer,  in  amount 
$3,665.00,  transferring  from  the  Bond  Fund  to  Bond  Fund  Stores 
Account,  funds  to  provide  for  purchase  of  material  to  be  used 
in  connection  with  Contract  No,  420-Streetcar  Overhead  Changes 
for  Shoe  Operation. 

Municipal  Railway  Request  for  Allotment  in  amount  $3,663,50, 
under  Appropriation   No*  97-510-23,  to  provide  for  certif ica- 
tion  of  Modification  of  Contract  No,  402-Ocean  and  Phelan  Ave- 
nues .Terminal. 

>Urport  Request  for  Allotment  in  amount  $11,622.86,  under 
Appropriation  No*  96-924-OO,  to  supply  additional  funds  needed 
for  purchase  of  electric  substations  and  load  center  unit. 
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Airport  Request  for  Additional  Allotment  in  amount  $247-53, 
under  Appropriation  No.  96-900-58,  to  provide  for  certifi- 
cation of  work:  order  for  Real  Estate  Departments  services  in 
connection  with  purchase  and  exchange  of  land. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 426— 

RESOLVED,  That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $7, 500,00- V&ter  Department  Funds,  to 
provide  for  deficiency  in  the  appropriation  for  Contractual 
Services. 

On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12*427— 

RESOLVED'  That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $125*00,  to  provide  funds  for  payment  of 
overtime  worked  during  the  balance  of  the  fiscal  year,  for 
Public  Utilities  Commission-General  Office. 

On  motion  of  Commissioner  Mc  Keef  seconded  by  Commissioner 
Cameron,  the  following  resolution  ms  adopted  unanimously: 

—RESOLUTION  NO.  12. 428— 

WHEREAS,  the  regulations  for  administering  the  Federal 
Airport  Act,  Public  Law  377  of  the  79th  Congress  of  the  United 
States,  require  that  the  offer  of  the  United  States  Government 
to  pay  a    portion,  in  the  amount  of  $345,000.00  of  the 
allowable  airport  project  costs  for  Federal  Airport  Project 
No.  9-O4-O34-206  be  accepted  by  resolution  of  the  Sponro's 
governing  body: 

THEREFORE,  BE  IT  RESOLVED    That  the  Board  of  Supervisors 
of  the  City  and  County  of  San  franc isco  is  respectfully  re- 
quested to  adopt  a  resolution  accepting  this  offer  of  the 
United  States  Government  which  acceptance  is  to  be  executed  by 
the  r&yor  of  the  City  and  County  of  San  Francisco,  and  the 
r-anager  of  Utilities  of  the  City  and  County  of  San  Francisco. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO,  12.42Q-- 

RESOLVED'  That  this  Commission  approves  Municipal  Railway 
Work  Order,  ifi  estimated  amount  of  $125*00,  in  favor  of  the 
City  Attorney,  to  provide  for  taking  of  plaintiff's  deposition 
in  the  action  of  Welborn  v.  City  and  County  of  San  Francisco, 
Superior  Court  No.  412,296* 

Remarks: 

Present  at  the  meeting  were  a  number  of  high  school 
students,  in  the  capacity  of  Commissioners,  Manager  of  Utili- 
ties, Department  Heads  for  Youth  in  Government  Day.  President 
Oliver  M.  Rousseau  welcomed  the  group  and  expressed  the  hope 
that  they  would  enjoy  their  day  in  government. 


Mr,  Thomas  Gray,  Manager  of  the  Downtown  Association  advised 
the  Commission,  that  because  of  further  studies,  the  Associa- 
tion at  this  time  favored  the  15  cent  straight  fare  for  the 
Municipal  Railway,  in  lieu  of  their  previous  position  of 
two  rides  for  25  cents;  they  are  prepared  to  make  known  this 
position  before  the  Board  of  Supervisors  at  today's  consider- 
ation. 


THEREUPON  THE  MEETING  ADJOURNED. 


MINUTES 


PUBLIC  UTILITIES  COMMISSION 


SPECIAL  MEETING  OF  THE  PUBLIC  UTILITIES  COMMISSION 
HELD  IN  ROOM  282  -  CITY  HALL  -  APRIL  28,  I952,  COM- 
MENCING AT  2:30  PM. 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw.  B.  Baron  and  Donald  A.  Cameron, 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—.RESOLUTION  NO'  12.4^0— 

RESOLVEp   That  the  mnager  of  Utilities  for  and  on  be- 
half of  the  city   and  County  of  San  Francisco,  Public  Utili- 
ties Commission,  be  and  he  is  hereby  authorized  to  sign  that 
certain  agreement  providing  for  the  operation  of  the  San 
Francisco  Airport  Traffic  Control  Tower  by  the  United  States 
of  America,  acting  by  and  through  the  Civil  Aeronautics 
Administration. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.4^1— 


RESOLVED'  That  the  Manager  of  Utilities,  for  and  on  be- 
half of  the  City  and  County  of  San  Francisco,  Public  Utili- 
ties Commission,  be  ane  hs  is  hereby  authorized  to  execute 
that  certain  lease,  providing  for  rental  of  quarters  in  the 
San  Francisco  Airport  Administration  Building  by  the  United 
States  of  America,  through  the  Civil  Aeronautics  Administra- 
tion* 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


--RESOLUTION  NO.  12.4^2- 


WHEREAS,  SPWD  Contract  N0.  536  for  the  construction  of 
concrete  lining,  roof  and  control  works  for  Sutro  Reservoir, 
contractor-Granite  Construction  Co. -should,  in  accordance  with 
the  time  limit  set  forth  in  said  contract,  be  completed  on  or 
before  November  10,  1951 ;  and 

WHEREAS,  contractor  has  experienced  unavoidable  delay  due 
to  rainy  weather,  steel  workers*  strike  and  shortage  of  com- 
petent help  due  to  war  effort  at  other  plants;  and 

WHEREAS 9  said  Granite  Construction  prosecuted  the  work 
of  the  contract  diligently: 

THEREFORE,  BE  IT  RESOLVED'  That  this  Commission  hereby 
grants  an  extension  of  one  hundred  eleven  (111)  days  for 
completion  of  SPWD  Contract  No.        a^d  liquidated  damages  for 
the  resulting  days  of  delay  are  hereby  waived „ 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


RESOLVED'  That  this  Commission  approves  and  hereby  re- 
quests the  Controller's  concurrence  in  amending  Rules  and 
Regulations-Revolving"Funds,  as  follows: 


—RESOLUTION  NO.  12.4^— 


Rule  7-Bank 
Section  D-l 
Delete 


Signatures 


Principal 
A,  0.  Olson 
Geo.  D,  Burr 


Signatures 


Counter 

A .  0.  Olson 


Add 


Section  D-2 
Delete 


A,  0.  Olson 


A.  0.  Olson 


Section  E-l 
Delete 


Wm.  H»  Scott 


Section  E-2 
Delete 


Wm.  Ho  Scott 


Section  P-l 


Joseph  Conway 


Joseph  Con- 
way 


Section  F-2 
Delete 


Joseph  Conway 


Joseph  Con- 
way 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  lZx£5£r~ 

RESOLVEDf  That  this  Commission  hereby  requests  the 
Controller's  certification  of  Modification  of  Contract  in 
amount  ftO.OO,  under  Airport  Contract  No.  130-Construction  of 
Terminal  Building  at  San  Francisco  Airport,  contractor,  Clinton 
Construction  Co.,  covering  the  following: 

To  provide  for  changing  specifications  for  all  stain- 
less steel  to  be  furnished  under  contract  for  counter 
tops,  ticket  counter  scales  tops  and  sides  and  railings 
and  similar  accessories  for  scales  openings,  mouldings, 
elevator  cabs  and  elevator  door  openings,  ornamental 
or  decorative  use,  cabinets,  doors  and  all  similar  uses 
from  the  specified  stainless  steel  containing  about  18% 
chromium  and  Q%  nickel  to  a  steel  containing  less  than 
1%  nickel  conforming  to  A.S.T.M.  Designation  A  1 76-49, 
Grade  4  or  5»  containing  about  lQ%  chromium,  for  "Coro- 
sion-Resistlng  Chromium  Steel  Plate,  Sheet  and  Strips51. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. 4^-- 

RSSOLVSDf  That  this  Commission  in  accordance  with  the 
recommendation  of  the  Onager  of  Utilities  hereby  approves  the 
reports  of  the  General  Manager  of  the  Municipal  Railway  and 
establishes,  in  accordance  with  the  provisions  of  Section  128 
of  the  Charter,  the  amount  of  reasonable  annual  depreciation 
expense  of  Municipal  Railway  California  Cable  Division,as  fol- 
lows: 

P.  U.  C.           Reasonable        One  Half  Pro  Rated  Amount 
Property            Annual            for  Period  of  January  7 
Appraisal        Depreciation       to  June  60,  1952  


j.  - 


$3,796.650.00  $    9,973.32  $4,986,66 

BE    IT  FURTHER  RESOLVED ■  That  the  Municipal  Railway  is 
hereby  authorized  to  effect  necessary  entries  upon  its  bocks 
record  'Vie  appraisal,  and  thereafter,  pending  subsequent  appr 
sals  or  revisions  to  be  made  by  this  Commission  in  accordance 
with  Charter  provisions,  to  provide  for  recording  of  additions 
to,  and  deductions  from,  said  appraisals  or  revisions  and  for 
depreciation  expense  for  succeeding  fiscal  years,  in  amounts  to 
be  recommended  by  Department  Head,  the  Onager  of  Utilities  and 
proved  by  the  Public  Utilities  Commission, 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.4^6— 

WHEREAS ,  under  the  terms  of  SFWD  Contract  No.  574~Drill- 
ing  and  Grouting  in  West  Abutment  of  Calaveras  Dam,  L.  J. 
Jeffries,  contractor,  was  required  to  complete  all  work 
on  or  before  March  15,  1952;  and 

WHEREAS »  the  contractor  was  unavoidably  delayed  in  pro- 
secuting the  work:  due  to  rains  and  high  water  in  Calaveras 
Reservoir  which  made  certain  areas  inaccessable  for  drilling 
and  grouting;  and 

WHEREAS'  the  contractor  has  diligently  prosecuted  the 
work  of  the  6ontract  and  completed  the  same  on  April  15* 
1052: 

THEREFORE,  BE  IT  RESOLVED'  That  this  Commission  hereby 
grants  an  extension  of  time  of '31  calendar  days  for  com- 
pletion of  said  SFWD  Contract  No#  574  and  any  damages  for  the 
resulting  days  of  unavoidable  delay  are  hereby  waived. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.4^7— 

RESOLVED'  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions and  hereby  approves  Certificate  of  Acceptance  and  Final 
Payment  in  amount  $8,215,90,  in  favor  of  Morris  Daley,  under 
Airport  Contract  No,  133-Construction  of  Maintenance  Storage 
Shed,  Itinerant  Pilots'  Building  and  Related  Work. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12.4^8— 

RESOLVED'  That  this  Commission  approves  all  non-civil 
service  and  temporary  appointments  and  removals  made  by  the 
Manager  of  Utilities  for  the  month  of  March,  1952;  and 

BE  IT  FURTHER  RESOLVED,  That  a  report  of  said  appoint- 
ments and  removals  be  transmitted  to  the  Civil  Service  Com- 
mission and  to  the  Controller. 
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On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.4^9— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter   set  forth: 

THEREFORE,  BE  IT    RESOLVED'  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of    said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Nr.  A,  J.  01son-493-4th  Avenue-Redwood  City 

Permit  to  occupy  for  gardening  purposes  that  portion 
of  the  Hetch  Hetchy  right  of  way  adjacent  to  Park  Road,  Red- 
wood City,  and  included  within  Lot  26,  Block  3,  North  Fair 
Oaks  Subdivision, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.440— 

RESOLVED'  That  in  accordance  with  the  recommendation  of 
the  mnager  of  Utilities,  the  contract  for  the  following 
public    work  to  be  performed  for  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco,  to-wit: 

Municipal  Railway  Contract  No.  360 
Outer  Mission  Substation 

be  and  the  same    is  hereby  awarded  to 

Geo.  F«  Brayer-San  Francisco 

he  being  the  lowest  regular  and  responsible  bidder  therefor 
at  the  lump  sum  price  of  $13,777,00. 

And  all  other  bids  for  the  above-described  work  are  here- 
by rejected. 

BE  IT  FURTHER  RESOLVED,  The  Controller  is  hereby  requested 
to  allot,  in    the  amount  of  .$13,777.00  from  the  unallotted  bal- 
ance of  the  1947  Municipal  Railway  Rehabilitation  Bond  Fund, 
App  ropriatlon  No.  97-510-17  to  provide  funds  for  the  certifi- 
cation   of  contract. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

^RESOLUTION  NO.  12,441— 

RESOLVED'  That  the  following  work  to  be  performed  for 
the  Public  Utilities  Commission  of  the  City  and  County  of 
San  Francisco  in  pursuance  of  the  Charter  of  said  City  and 
County,  to-wit: 

Construction  of  a    Street  Lighting  System 
on  Larkin,  Hyde  and  Mason  Streets,  Between 
Pacific  Avenue  and  Vallejo  Street,  Adjacent 
to  Broadway  Tunnel -BLH&P  Contract  No*  112 

be    and  the  same  is  hereby  awarded  to  R.  Flatland,  the  lowest 
regular  and  responsible  bidder  for  the  sum  of  $9,447*00* 

And  all  other  bids  for  the  work  are  hereby  rejected. 

Funds  for  the  work  are  available  in  Appropriation  No* 
163-530-57;  funds  to  the  amount  of  $20,000.00  were  alloted 
in  1950  and  1951  in  Appropriation  No,  163-530-57, 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,442— 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request    for  Intra  Fund  Transfer  in  amount 
#•6,508,24,  from  1947  Municipal  Railway  Rehabilitation  Bond 
Fund  Stores,  to  provide  allowance  in  Bond  Fund  Appropriation 
Accounts  for  materials  issued  from  the  Bond  Fund  Stores  Ac- 
count for  the  period  March  11-25,  1952* 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$13,777,00,  under  Appropriation  No,  97-510-17,  to  make  suf- 
ficent  funds  available  for  certification  of  Contract  No,  360- 
Construction  of  Outer  Mission  Substation. 

Airport  Request    for  Additional  Allotment  in  amount  $3,000.00 
under  Appropriation  No*  96-90O-56,  to  provide  engineering  funds 
Tor  pending  matters  concerning  land  purchases  and  exchanges 
.now  in  process  at  the  Airport, 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
^46.43,  from  Appropriation  No.  168-400-00,  to  provide  addi- 
tional funds  for  purchase  of  two  recorder  mechanisms  for 
Eleanor  Reservoir  and  O'Shaughnessy  Dam. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,    the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  12. 44^— 

RESOLVED*  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw   warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  claims  against  the  Municipal  Railway 
as  follows: 


Claimant     Current  Year 
Non-litigated  settlements 

Eureka  Valley  Market 

Ernest  J.  Ferreira 

Rev.  Pt  B.  Banks 

Shelly  J ♦  Smith 

Appropriation  No,  165-804-OI 


Date  of  Accident 


April  7,  1952 
April  9,  1952 
March  31,  1952 
March  1,  1952 


Settlement 


153.36 
208.6l 

110.04 
129f33 


Prior  Years: 
Litigated  settlements 

Sadie  Karp 

Helen  Price 

Appropriation  No.  165-804-O2 


November  22,  1949 
December  28,  1949 


750,00 
250 « 00 


fil. 000.00 


On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


--RESOLUTION  NO. 

RESOLVED,  That  in  accordance  with  the  recommendations  of 
the  mnager  of  Utilities,  the  contract  for 

The  Construction  of  Alemany  Fluoride  Treatment  Plant 
San  Francisco,  and  San  Andres  Outlet  No.  2  Fluoride 
Treatment  Plant  San  Mateo  County,  SFWD  Contract  No.  613 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions of  the  Public  Utilities  Commission  of  the  City  and  County 
of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Roy  Mad sen 

he  being  the  lowest  regular  and  responsible  bidder  for  the  work 
^foresaid  at  $20,722*50,  said  sum  being  the  total  price  for  the 
lowest  regular  bid  submitted    on  the  basis  hereinabove  stated, 
And  all  other  bids  for  the  above  described  work  are  here- 
by rejected.    Funds  for  this  work  are  set  up  in  Appropriation 
No.  66-967-OO. 

-7955- 


.  t. 


On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--.RESOLUTION  NO.  12.445— 

RESOLVED   That  the  City  Attorney,  in  cooperation  with  the 
Director* of  Property  of  the  City  and  County  of  San  Francisco 
is  hereby  requested  to  apply  to  the  Planning  Commission  of 
the  City  and  County  of  San  Francisco  for  rezoning  into  a 
commercial  zone  district  the  following  d escribed  property 
under  the  present  jurisdiction  of  the  Public  Utilities  Com- 
mission: 

Commencing  at  a  point  on  the  northeasterly 
line  of  Ocean  Avenue  distant  westerly  150  feet 
measured  at  right  angle  from  the  westerly  line  of 
Phelan  Avenue;  thence  along  said  northeasterly 
line  of  Ocean  Avenue  northwesterly  317-1^  fee,t 
to  an  angle  point  in  said  northeasterly  line  of 
Ocean  Avenue;  thence  by  a  deflection  angle  of 
0°  26 T  04"  to  the  right  a  distance  of  592.788 
feet  to  the  westerly  line  of  Balboa  Reservoir 
Tract,  Parcel  22  as  conveyed  by  Spring  Valley 
Water  Company  to  the  City  and  County  of  San 
Francisco  by  deed  dated  March  3,  1930  and  re- 
corded March  3,  1930  in  Liber  2002  of  Official 
Records  at  Page  1,  San  Francisco  County;  thence 
by  a  deflection  angle  of  740  57 '  56"  to  the 
right  and  along  the  westerly  line  of  said  Parcel  22 
a  distance  167,642  feet;  thence  by  a  deflection 
angle  105°  02 9  04"  to  the  right  and  running  paral- 
lel with  and  distant  162  feet  measured  at  a  right 
angle  from  the  last  mentioned  northeasterly  line  of 
Ocean  Avenue  a  distance  587.886  feet;  thence  by  a 
deflection  angle  of  900  to  the  left  a  distance  of 
I.852  feet;  thence  by  a  deflection  angle  740  22*  56" 
to  the  right  a  distance  of  460.026  feet  to  the  west- 
erly line  of  Phelan  Avenue;  thence  by  deflection 
angle  of  900  18 '  52"  to  the  right  and  along  the 
westerly  line  of  said  Phelan  Avenue  a  distance  of 
112.8o8  feet;  thency  by  a  deflection  angle  of  1050 
l8?  12"  to  the  right  a  distrnace  of  113*493  feet; 
thency  by  a  deflection  angle  of  430  43 ?  15"  to  the 
left  a  distance  of  46, $84  feet;  thence "by  a 
deflection  angle  of  6l    34'  57**  to  the  left  a 
distance  of  120  feet  the  point  of  commencement. 

Containing  4.1  acres,  more  or  less* 
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On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 446-- 

WHEREAS,  under  Municipal  Railway  Contract  No.  401-Track 
Wyes  and  Curves  at  various  locations,  contractor,  Eaton  and 
Smith,  should  have  been  completed  January  JL,  1952;  and 

WHEREAS,  all  work  in  connection  with  this  contract  was 
not  completed  until  March  24,  1952;  and 

WHEREAS,  unavoidable  delay  in  the  prosecution  of  the  work 
occurred  in  that  said  contractor  was  prohibited  from  com- 
pleting his  work  due  to  a  delay   of  67  days  in  the  delivery 
of  bent  rails  for  the  Wyes  and  Curves  by  the  Municipal  Railway; 
and 

WHEREAS,  contractor  was  further  delayed  by  reason  of 
necessary  alterations  of  water  pipes  in  connection  with 
Municipal  Railway  Contract  No.  369;  and 

WHEREAS    the  contractor  has  prosecuted  the  work  as  dili- 
gently as  possible  under  the  circumstances,  but  due  to  the 
above  mentioned  causes  beyond  his  control,  has  suffered  un- 
avoidable delay: 

NOW,  THEREFORE ,  BE  IT  RESOLVED '  That  completion  of 
Municipal  Railway  Contract  No.  401  fte  extended  for  a  period  of 
67  days  from  January  31,  1952  to  April  7,  1952,  and  that 
liquidated  damages  for  said  period  are  hereby  waived,  also, 
that  above  herein  extended  time  does  not  negate  the  provisions 
of  Section  82  of  said  contract  with  respect  to  bonus  for 
completion  of  work  before  the  time  specified  or  as  extended. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12. 447— 

RESOLVED,  That  this  Commission  approves  Contract  Payment 
Recommendation  in  amount  $7,450.65,  in  favor  of  Michael 
Murphy,  under  SFWD  Contract  No.  597-Laying  l6f?  Cast  Iron 
latins  in  15th  and  17th  Avenues,  and  in  Merced  Avenue. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12. 448— 

RESOLVED,  That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors,  supplemental  appro- 
priation in  amount  $1,192*50,  Water  Department  funds,  to 
provide  for  compensation  of  3  U54  Special  Collectors  (deleting 
3  B222  General  Clerks)  reflecting  recent  reclassification  of 
position  by  the  Civil  Service  Commission, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  1 2.449— 

RESOLVED'  That  this  Commission  rejects  as  being  excessive 
in  amount  for' the  work  contemplated  to  be  performed,  the  one 
and  only  bid  received  April  22,  1952,  from  E.  Btt  Payne,  in 
amount  $56,996.80,  under  SFWD  Contract  No.  607-Construction 
of  Mt.  Davidson  Pump  Station  and  Concrete  Tank  and  Laying 
6"  and  8"  Cast  Iron  Mains. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— xRESOLUTION  NO,  12.450-- 

RESOLVSD    That  in  accordance  with  Section  51  of  HHWS 
Contract  No.  535-Cherry  River  Project-Diversion  Tunnel  and 
Power  Tunnel  Stub,  contractor,  Ralph  A,  Bell,  this  Commission 
hereby  consents  to  assignment  of  said  contract  to  Ralph  A. 
Bell,  B.  J *  Ukropina,  T.  P,  Polich,  Steve  Krai  and  John  R. 
Ukropina,  Joint  Venturers* 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  1P./|R1~ 

RESOLVED    That  this  Commission  approves  the  terms  and 
conditions  an<3  authorizes  execution  of  Wa'oer  Department  agri- 
cultural lease,  as  follows: 

Vernon  and  w.  E.  Holthouse,  dba  Holthouse  Bros,  of  Sunnyvale. 
Santa  Clara  County* 

Covering  12,731  acres  near  Calaveras  Reservoir,  Alameda 
County,  for  period  of  seven  years,  commencing  November  1,1952, 
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at  a  rental  for  each  year  of  the  lease  term,  Including  the 
first  year,  on  12,591  acres,  a  base  rental  of  $11,331.90, 
plus  an  amount  to  be  determined  on  the  selling  price  of 
slaughter  beef  as  provided  in  the  lease,  and  the  sum  of  $8 •00 
per  acre  cash  rental  on  140  acres  formerly  sharecropped ;  and 

BE  IT  FURTHER  RESOLVED'  That  the  present  three  leases 
held  by  said  Vernon  and  W#  E.  Holthouse,  be  and  the  same  are 
cancelled  as  of  November    1,  1952. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.4*52-- 

RESOLVED    That  this  Commission  approves  the  terms  and 
conditions  anS  authorizes  execution  of  Vfoter  Department  lease, 
as  follows: 

E.  C.  Thomas:  Covering  7.9  acres,  more  or  less,  being  portion 
of  Parcel  No.  57-Niles  Canyon  Lands,  for  period  of  10 
years,  commencing  June  1#  1952»  on  a  graduated  rental  basis, 
starting  at  $1,010.00  per  year,  increasint  at  the  rate  of 
$120.00  per  year  up  to  $2,000.00  per  year,  or  a  total  of 
$15,050.00,  for  the  lease  period,  property  to  be  developed 
and  used  for  trailer  and  picnic  ground  purposes # 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  l£d£2r- 

RESOLVED    That  this  Commission  hereby  requests  the 
Director  of  Property  to  arrange  for  sale,  that  certain  Water 
Department  property,  in  area  14,6  acres f  in  the  South  San 
Francisco  I^rshlands,  west  of  the  San  Bruno  Road,  being  Parcel 
26,  San  Hateo  County  Lands,  reserving  to  the  City  and  County 
of  San  Francisco,  necessary  avigation  rights  over  said 
property. 

On  motion  of  Commissioner  He  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 454— 

RESOLVSDf  That  this  Commission  hereby  requests  the 
Director  of  Property  to  arrange  for  leasing  Mtnicipal  Railway 
store  building  at  the  southwest  corner  of  California  and  Hyde 
Streets,  Lot    1, Assessor's  Block  250,  for  a  maximum  period  of 
three  years,  but  cancellable  by  the  Commission  ypon  sale  of 
or  discontinuance  of  operation  of  the  cable  railway  out  of 
this  location;  cost  of  rehabilitating  the  premises  to  be  at 
expense  of  the  lessee. 

THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


840th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  ~  MAY  5, 
1952. 


Present:  Commissioners  Victor  S.  Swanson,  Sam  Mc  Kee, 
Edw.  B.  Baron  and  Donald  A.  Cameron. 

Vice  President  Victor  S.  Swanson  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  minutes  were  approved. 

Minutes  of  the  839th  regular  meeting  of  the  Com- 
mission held  April  14,  1952. 

Minutes  of  the  Special  Meeting  of  the  Commission 
held  April  21,  1952, 

Minutes  of  the  Special  Meeting  of  the  Commission 
held  April  28,  1952, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,4ffo~ 

RESOLVED    That  in  accordance  with  the  recommendation  of 
the  rfenager  of  Utilities,  the  contract  for  the  following  publi 
work  to  be  performed  for  the  Public  Utilities  Commission  of 
the  City  and    County  of  San  Francisco,  to-wit: 

Installation  of  Telemetering  Equipment 
at  Moccasin  Power  House-HHWS  Contract 
No.  241 

be  and  the  same  is  hereby  awarded  to: — 
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Hetch  Hetchy  W&ter  Supply,  Power  and 
Utilities  Engineering  Bureau 

they  being  the  lowest  and  only  regular  and  responsible  bidder 
therefor,  at  the  lump  sum  price  of  $475,00. 

Funds  for  this  work  are  available  in  Hetch  Hetchy  Appro- 
priation N0.  168-500-34* 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 456— 

RESOLVED'  That  in  accordance  with  the  recommendations  of 
the  mnager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  6- Inch  Cast  Iron  Mains  in 
Broadway  Street  from  Larkin  to  Cyrus  and 
in  Filbert  Street  from  Octavia  to  Gough 
Streets, 

a    public  work  to  be  performed  on  the  basis  of  the  unit 
prices  submitted  and  regularly  on  file  for  the  estimated 
quantities  of  work  to  be  performed  as  set  forth  in  the  related 
specifications  for  the  Public  Utilities  Commission  of  the  City 
and  County  of  San  Francisco,  be  and  the  same  is  hereby  awarded 
to— 

E.  J@  Treacy 

he  being  the  lowest  regular  and  responsible  bidder  for  the  work 
aforesaid  at  Eight  Thousand  One  Hundred  and  Ninety  One 
Dollars  ($8, 191*00)  said  sum  being  the  total  price  for  the 
lowest  bid  submitted  on  the  basis  hereinabove  stated, 

AND  BE  IT  FURTHER  RESOLVED'  The  Controller  is  hereby  re- 
quested to  approve  the  allocatl6n  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
services, 

AND  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

Funds  have  been  set  up  in  Appropriation  No*  66-951-485. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.4<S7~ 

WHEREAS,  the  Manager  and  Chief  Engineer  of  the  Hetch 
Hetchy  Water  Supply,  Power  and  Utilities  Engineering  Bureau  of 
this  Commission  has  recommended  the  granting  of  a  certain 
revocable  permit  for  use  and  occupancy  of  land  and  property 
under  control  of  that  Bureau,  as  hereinafter  set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  the  said  revocable  permit 
and  authorizes  the  execution  of  the  same  as  follows: 

To:    The  Pacific  Gas  and  Electric  Company 

Permit  to  install,  maintain  and  use  a  4-1/2  inch  Gas  Service 
Pipe  crossing  the  Hetch  Hetchy  Aqueduct  and  Transmission  Line 
right  of  way  on  Mc  Henry  Avenue  in  Section  5,  Township  3, 
South,  Range  9  East,  MDB&M,  Stanislaus  County,  California. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 458-- 

RESOLVED*  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $19,350.00,  Water  Department  funds,  to 
provide  for  deficiency  in  appropriation  for  Materials  and 
Supplies* 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 459-- 


RESOLVED,  That  this  Commission   accepts  the  work  as  satis- 
factorily completed    in  accordance  with  plans  and  specifica- 
tions and  hereby  approves  Certificate  of  Acceptance  and  Final 
Payment  in  amount  53, 367.59,  in  favor  of  Fred  Johnson  Electric 
Company,  under  Airport  Contract  No.  135-Constructing  Lighting 
North  Access  Road,  Lighting  Itinerant  Aircraft  Area  and 
Related  Work  at    San  Francisco  Airport* 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  I2.46O-- 

RESOLVED'  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Onager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  claims  against  the  Municipal  Railway,  as 
follows: 

Claimant     PRIOR  YEARS  Date  of  Accident  Settlement 

Signe  Ash  Mc  Clellan  March  14,  1951  $  262*74 

Naomi  Reed-a  minor  February  5,  1951  375»°0 

Theresa  Johannsen  April  15,  1951  276.50 

John  Davis  March  14,  1951  143 . 58 

Therese  J .  Nagler  March  8,  1951  290,25 

Winifred    Cooley  May  7,  1951  273.56 

Ruth  Cooley  "    '  25O.OO 

Clement  Jackson-a  minor  ?f  200.00 

Myra  Jackson  lf  200.00 

Young  C.  Lee  June  19,  1951  160.31 

John  Corkery  November  6,  1950  ISO. 00 

Appropriation  No.  165-804-02  $2.589.94 

mmie  Locke  January  6,  1951        $  209.OO 

Emll  Garolli  January  11,  1951  409.00 

Appropriation  No.  165-804-03  |  618.OO 
Current  Year: 

Judgments: 

Joseph  Hastings  025.00 

Appropriation  No.  165-804-OI  S^.025.00 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.461— 

RESOLVED    That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $27,663,69,  in  favor  of  Lowrie 
Paving  Co.,  under  Airport  Contract  No*  132- Paving  Aprons,  Taxl- 
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ways,  Other  Grading,  Paving,  Drainage  and  Electrical  Work 
at  San  Francisco  Airport* 

Contract  Payment  in  amount  $49,592.98,  in  favor  of  Clinton 
Construction  Co.,  under  Airport  Contract  No.  130-Construction 
of  Terminal  Building-San  Francisco  Airport. 

Contract  Payment  in   amount  7,029.00,  in  favor  of  Manning  and 
Whi taker,  Inc.,  under  BLH&P  Contract  No.  110-Constructlon  of 
Street  Lighting  System  in   Mission  Street,    from  Silver  Avenue 
to  Geneva  Avenue. 

Contract  Payment  in  amount  $22,473.00,  in  favor  of  Geo.  P. 
Brayer,  under  BLH&P  Contract  No.  109-Construction  of  Street 
Lighting  System  in  Monterey  Boulevard,  from  Ridgewood  Avenue 
to  San  Anselmo  and  Santa  Clara  Avenues. 

Contract  Payment  in  amount  $2,853*00,  in  favor  of  Fred  Johnson 
Electric  Co.,  under  BLH&P  Contract  No.  Ill-Construction  of 
Street  Lighting  System  in  Kezar  Drive,  Lincoln  V&y  to  3rd 
Avenue  to  Waller  and  Stanyan  Streets. 

Contract  Payment  in  amount  $33,696.76,  in  favor  of  Crocker 
First  National  Bank  of  San  Francisco,  assignee  for  KleinSmid 
Construction  Co.,  under  HHWS  Contract  No*  238-Construction  of 
Access  Road,  Early  Intake  to  Cherry  Valley  Damsite,  Section  DE. 

Contract  Payment  in  amount  $1,666*67,  in  favor  of  Marmion  D. 
Mills  for  services  as  transportation    expert  and  co-ordinator 
for  operations  of  the  Municipal  Railway,  month  of  April,  1952. 

Contract  Payment  in  amount  $1,644.41,  in  favor  of  Ferrero's 
Motor  and  Electric  Works,  under  HHWS  Contract  No.  232-Con- 
structing  Cherry  Valley  22  KV  Power  Line* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— -RESOLUTION  NO.  12. 462— 

RESOLVED'  That  Harry  E.  Lloyd,  General  Manager  and  Chief 
Engineer  of  the  Hetch  Hetchy  Water  Supply,  Power  and  Utilities 
Engineering  Bureau,  be  and  he  is  hereby  directed  and  authorized 
to  proceed  to  Washington,  D.  C,  to  appear  as  required,  com- 
mencing my  12,  1952,  before  the  Senate  Committee  on  War  Depart- 
ment Civil  Functions  Flood  Control,  to  present  exhibits  and 
factual  data  required  in  consideration  of  the  proposed  appro- 
priation to  be  used  by  the  City  and  County  of  San  Francisco  for 
the  purpose  of  construction  of  facilities  in  connection  with 
the  Cherry  River  Project,  all  of  which  will  be  used  and  useful 
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for  preventing  floods  in  the  San  Joaquin  Valley  and  for  aug- 
menting the  water  supply  of  said  City  and  County;  and 

BE  IT  FURTHER  RESOLVED'  That  necessary  expenses  are 
deemed  contracted  in  the  performance  of  routine  duties, 
payable  from  Appropriation  No.  168-200-00. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO,  12.463— 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Hetch  Hetchy  Project  Request    for  Intra  Fund  Transfer  in 
amount  $500«00,    from  Appropriation  No.  168-640-OO-Water 
Rights  and  Damage  Claims  to  credit  of  Appropriation  No,  168- 
200-00,  to  provide  for  deficiency  in  Contractual  Services. 

1947  Hetch  Hetchy  Bond  Fund  Request  for  Additional  Allot- 
ment in  amount  $7,500.00,  under  Appropriation  No.  98-940-56, 
Alameda  Creek  Siphon  No.  2-Plans  and  Specifications,  to  pro- 
vide for  completion  of  plans  and  specifications  for  period 
ending  June  30,  1952* 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $2,500.00, 
from  Appropriation  No.  l64-870-00-Taxes,  to  credit  of  Appro- 
priation No.  164-900-OO,  to  provide  for  services  of  other 
departments-Bureau  of  Engineering,  for  period  ending  June  3°> 
1952. 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $4,500.00, 
from  Appropriation  No.  164-870-OO-Taxes,  to  credit  of  Appro- 
priation No.  163-23I-OO,  to  cover  costs  for  Heat,  Light  and 
Power,  balance  of  fiscal  year. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,464— 


RESOLVED'  That  this  Commission  approves  necessary  expen- 
ses to  be    incurred  in  an  estimated  amount  of  $150.00,  Appro- 
priation No.  164-20O-OO,  covering  inspection  of  and  conference 
to  be  held  at  the  San  Francisco  Airport,  my  22,  1952,  between 
City  Officials,  Public  Utilities  Commission,  Airport  Manage- 
ment and  Councilmen  and  City  Managers  of  the  Peninsula  Com- 
munities of  San  Mateo  County, 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 4 65— 

RESOLVED'  That  on  recommendation  of  the  ffenager  of 
Utilities,  the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  claim  against  the  San  Francisco  Water 
Department,  as  follows: 

Payment  of 

Claimant  Date  of  Accident  Judgment 

Henry  C.  Mc  Kenney  October  10,  1949     $  20,528.50 

plus  interest 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following    resolution  was  adopted  unanimously: 

--•RESOLUTION  NO.  12. 466-- » 

RESOLVED'  That  this  Commission  hereby  authorizes  the 
Manager  of  Utilities  to  execute,  for  and  on  behalf  of  the 
City  and  County  of  San  Francisco  and  this  Commission,  that 
certain  Consent  to  Annexation  submitted  to  this  Commission 
by  the  City  of  Menlo  Park. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12. 467— 

RESOLVED'  That  this  Commission  approves  and  hereby  re- 
quests the  Board  of  Supervisors  to  enact  necessary  legisla- 
tion authorizing  the  Public  Utilities  Commission  to  become 
a  member  of  the  California  Personnel  Management  Association, 
the  annual  expense  of  membership  being  allowed  and  paid  out 
of  such  funds  as  may  be  annually  appropriated  for  such  pur- 
pose. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 468— 

RESOLVED^  That  this  Commission  hereby  grants  permission 
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to  the  Airborne  Flower  and  Freight  Traffic,  Inc.,  to  sub-rent 
office  space  in    area  15?xl6?  of  the  San  Francisco  Airport 
building  known  as  the  Engineering  Building,  to  the  Pacific 
Telephone  and  Telegraph  Co, 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12.469— 

RESOLVED'  That  this  Commission  hereby  rejects  all  bids 
received  April  8,  1952,  for  quarry  Lease-San  Francisco  Water 
Department  Property  Adjacent  to  Skyline  Boulevard,  San  Mateo 
County. 

Hearing: 

A  small  delegation  from  the  Bernal  Boosters  Club 
appeared    before  the  Commission  in  the  matter  of  transporta- 
tion to    the  Appraisal  Heights,  Bernal  Heights  Area;  the 
matter  was  referred  to  Marmion  D,  Mills,  Municipal  Railway 
Consultant  for  study  and  report. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 

841st  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  MAY  12, 
1952. 


Present:    Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee0  Edw*  B.  Baron  and  Donald  A,  Cameron. 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee»  the  minutes  of  the  840th  regular  meeting  of  the 
Cttttesion  held  May  5,  1952  were  approved. 

On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Bafoft,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.470— 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
$678,50,"  under  Municipal  Railway  Contract  No.  377-Remodeling 
Offices  at  Geary  Carhouse,  contractor,  Ffertinelli  Construction 
Company,  covering  the  following: 

To  Comply  with  Regulations  of  the  Fire  Department,  change 
wood  studs  to  metal  lath  and  plaster  in   areas  "A"  and  "0" 

Due  to  inability  to  obtain  critical  materials,  change  stair 
nosings  from  copper  alloy  to  cast  iron  and  change  front 
door  from  bronze  to  aluminum. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

-^RESOLUTION  NO.  12.471-- 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
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$1,510.00,  under  Airport  Contract  No.  132-Paving  Aprons  and 
I&xiways.  Other  Grading,  Paving,  Drainage  and  Electrical  Work 
at  the  San  Francisco  Airport,  contractor,  Lowrie  Paving 
Co..  covering  the  following: 

Adjust  contract  quantities  as  originally  estimated  so  as 
to  conform  to  quantities  presently  estimated: 

Credit       ftxtra  Cost 

Unclassified  Excavation,  decrease 

8000  cu.  yds.  $3,840.00 

Furnishing  and  Operating  Tamper 

Roller,  increase  100  hours  $  1,750.00 
Furnishing  and  Operating  Grid 

Roller,  increase  200  hours    ^.600.00 

$3,840.00  $  5.350.00 

Net  Increase  1,510.00 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--.RESOLUTION  NO.  12.472-- 

RESOLVED*  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $60,236.40.  in  favor  of  United 
Concrete  Pipe  Corporation,  under  HHWS  Contract  No.  230-Con- 
b: ruction  of  San   Joaquin  Pipe  Line  No.  2-Section  A-l. 

Contract  Payment  in  amount  $42,855.62,  in  favor  of  T.  E. 
Connolly,  Inc.,  under  HHWS  Contract  No.  238-Construction  of 
Aooess  Road,  Early  Intake  to  Cherry  Valley  Damsite,  Section  C-2 

Contract  Payment  in  amount  $5,851.62,  in  favor  of  T.  E. 
Connolly,  Inc.,  under  HHWS  Contract  No«  237- Improvement  of 
Ac cos s  Road,  South  Fork  to  Camp  Mather  and  Early  Intake. 


Contract  Payment  in  amount  $5,756.41,  in  favor  of  Severin 
Electric  Co.,  under  Municipal  Railway  No*  399-Trolley  System 
for  No.  9  Line. 

Contract  Payment  in  amount  $13,987.00,  in  favor  of  Eaton  and 
Smith,  under  Municipal  Railway  Contract  No.  402-Ocean  and 
Phelan  Avenue  Terminals 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  12.47>- 

RESOLVED'  That  on  recommendation  of  the  Onager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  claims  against    the  Municipal  Railway, 
as  follows: 

Claimant    Current  Year  Date  of  Accident  Settlement 

Ette  M.  White  November  20,  1951       |  ffSO.OO 

Appropriation.  No.  165-804-OI  $  250.00 

Amending  Resolution  No.  10847,  dated  July 

5,  1950,  claimant-Homre  Vigllone9  to  provide 

for  court  costs  $  88.46 

Appropriation  N0.  165-804-02  $  88.46 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  IP.474-- 

RESOLVKD'  That  this  Commission  hereby  requests  the 
Mayor  to  recoAimend  to    the  Board  of  Supervisors  supplemental 
appropriation  in  amount  $1,025. 00- Water  Department  funds,  to 
provide  for  deficiency  in  balance  of  fiscal  year,  under  Appro- 
priation No.  166-lll-OO-Aliowance  for  Overtime, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  IP.47^- 

RESOLVED'  That  the  effective  date  for  Schedule  of  Rates, 
Pares  and  Changes  to  be  charged  by  the  Manic ipal  Railway, 
approved  under  Public  Utilities  Commission  Resolution  No.  12291, 
adopted  April  7,  1952  and  approved  under  Resolution  No.  12216 
(Series  of  1939)  of  the  Board  of  Supervisors  of  the  City  and 
Comity  of  San  Francisco,  is  hereby  fixed  as  of  12:01  A.M., 
June  1,  1952. 


-7970 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12.476— 

RESOLVED'  That  this  Commission  approves  the  following 
Traveling  Expanse  Vouchers: 

Expense  Voucher  in  amount  $26,35,  expenses  of  Robert  Rockwell, 
Assistant  Director-Bureau  of  Public  Service,  month  of  April, 
1952,  covering  conferences  with  Publishers,  Chambers  of  Com- 
merce, Radio  Stations,  Advertising  Clubs,  National  Safety 
Council . 

Expense  Voucher  in  amount  $22*05,  expenses  of  Myles  Smith, 
Assistant  Director-Bureau  of  Public  Service,  month  of  April, 
1952,  covering  conferences  with  News  Agencies,  Chambers  of 
Commerce,  Aviation  Writers,  Airline  Meeting,  Youth  in  Govern- 
ment Day,  Television  Stations. 

Expense  Voucher  in  amount  $26,70,  expenses  of  Geo.  M.  Pracy, 
General  Manager  and  Chief  Engineer-San  Francisco  Water  De- 
partment, covering  inspection  of  V&ter  Department  properties 
by  the  Public  Utilities  Commission  and  Staff,  in  connection 
with  sale  and  lease  of  agricultural  and  other  properties-April 
26,  1952. 

Expense  Voucher  in  amount  $5.65,  expenses  of  C.  D.  Miller, 
Onager  of  Municipal  Railway,  covering  conference  April  9, 
1952  with  Mr.  Rolf  Seggel,  Managing  Director,  Bremer  Strassen- 
bahn  A.  G. ,  Bremen,  Germany. 

Expense  Voucher  in  amount  $7*50,  expenses  of  Paul  J.  Fanning, 
Director  of  Bureau  of  Personnel  and  Safety,  covering  con- 
ference, April  2,  1952,  with  official  of  the  Seattle  Civil 
Service  Commission  . 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12,477— 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$500,00,  from  Appropriation  No.  165-804-OI,  Passenger  and 
Damage  Claims,  Current  Year,  to  credit  of  Appropriation  No. 
165-804-05-Passenger  and  Damage  Claims,  Prior  Years,  Additional. 
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Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$1,000,00,  from  developed  surplus  in  construction  project 
appropriations,  to  credit  of  Appropriation  No.  97-510-O9,  to 
provide  for  certification  of  Modification  of  Municipal  Raii«y 
Contract  No.  377-Alterations  to  Geary  Carhouse. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
$125«00,  from  Reconstruction  and  Replacement  Fund,  to  credit 
of  Appropriation  No.  68-925-01-47,  to  provide  for  replacement 
of  one  Ford  V-8  engine  block  and  pistons. 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $993.10, 
from  Appropriation  No,  96-914-OO,  to  credit  of  Appropriation 
Noc  196-954-01,  to  provide  for  certification  of  Modification 
of  Airport  Contract  No.  132. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,478— 


RESOLVED,  That  the  following  work  to  be  performed  for  the 
Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco  in  pursuance  of  the  Charter  of  said  City  and 
County,  to-wit: 

Construction  of  Street  Lighting  System  on 
Sacramento  Street,  from  Fillmore  Street  to 
Arguello  Boulevard-Bureau  of  Light,  Heat  and 
Power  Contract  No.  114 

be  and  the  same  is  hereby  awarded  to  Fred  Johnson  Electric 
Company,  the  lowest  regular  and  responsible  bidder  for  the 
sum  of  $35,300.00. 

And  all  other  bids  for  the  work  are  hereby  rejected. 

Funds  for  the  work  are  available  in  Appropriation  No. 
163-530-58;  funds  to  the  amount  of  j6o, 000.00  were  alloted  in 
1950  and  1951  in  Appropriation   N  0.  165-530-58. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.47Q-- 

RESOLVED,  That  in  accordance  with  the  recommendations  of 
the  Ffenager  of  Utilities  for  the  extension  of  water  mains  and 
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services,  the  contract  for 


Laying  of  l6-Inch  Cast  Iron  Mains  from  Harold  and 
Bruce  Avenues  to  Rolph  and  Athens  Streets.  SFWD 
Specification  No.  615 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Fred  T.  Fairey 

he  being  the  lowest  regular  and  responsible  bidder  for  the  work 
aforesaid  at  Ninety  Thousand  One  Hundred  Seventy  Eight 
.Dollars  ($90,178,00)  said  sum  being  the  total  pri  ce  for  the 
lowest  bid  submitted  on  the  basis  hereinabove  stated* 

AND  BE  IT  FURTHER  RESOLVED    The  Controller  is  hereby  re- 
quested to  approve  the  allocati6n  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
services  % 

And  all  other  bids    for  the  above  described  work  are 
hereby  rejected. 

Funds  have  been  set  up  in  Appropriation  No.  66-980-04 . 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  I2.480-- 

RESOLVED '  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

The  Repaving  of  Street  or  Sidewalk  Openings 
Where  the  Paving  has  been  removed  for  the 
San  Francisco  Water  Department,  for  the  Fiscal 
Year  Ending  June  30,  1953,  SFWD  Specification 
No.  617 

a  public  work  to  be  performed  on  the  basis  of  the  prices  sub- 
mitted and  regularly  on  file  for  the  estimated  quantities  of 
work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions, for  the  Public  Utilities  Commission  of  the  City  and 
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County  of  San  Francisco,  be  and  the  same  Is  hereby  awarded 
to 

Pacific  Pavements  Company,  Ltd. 

it  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  One  Hundred  and  Four  Thousand  Three  Hundred 
and  Thirty  Five  Dollars  ($104,335.00)  said  sum  being  the 
total  price  for  the  lowest  bid  submitted  on  the  basis  herein- 
above stated. 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  I2.48I-- 

RESOLVED,  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  speci- 
fications; approves  Modification  of  Contract  in  credit  amount 
§40,170.50,  being  the  difference  between  certified  estimated 
contract  and  actual  performance;  approves  Certificate  of 
Acceptance  and  Final  Payment  in  amount  $97,316.99,  in  favor 
of  Granite  Construction  Co.,  under  SFWD  Contract  No.  536, 
Construction  of  Sutro  Reservoir. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 482— 


WHEREAS '  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after set  forth: 

THEREFORE,  BE  IT  RESOLVED '  That  the  Public  Utilities  Com- 
mission of  the  City  and  County' of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Roman  Catholic  Archbishop  of  San  Francisco 

Permit  to  pave  across  a  portion  of  the  Crystal  Springs 
40  foot  pipe  line  right  of  way;  said  crossing  being  the  nor- 
therly extension  of  Broadway,  Meadow  Glen  Subdivision,  Mill- 
brae,  San  Mateo  County. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted— Commissioner 
Cameron  not  voting. 

--RESOLUTION  NO.  12.d83— 

RESOLVED'  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  issuance  of  Airport  Space 
Rental  Permit,  as  follows: 

To:    Cranston  Air  Service. 

Effective  Date:    June  1,  1952, 

Area  Sq.  Sq.  Ft,  '  Rato  per 

Property  Description              Ft.       Pr.  Year  Moi^h 
Private  Pilots ?  Bids* 

Off  led  Space                    300         (Flat  Rate)  $  50.00** 

**  Includes  electric  energy,  water  and  heat 

Permittee  in  addition  to  renting  the  floor  area,  shall  be 
permitted  to  utilize  other  common  use  space  in  the  Private 
Pilots*  Building  for  business  purposes,  providee  the  tenant 
shall, 'during  the  absence  of  representatives  of  the  Airport 
Department  from  the  building,  be  responsible  for  its  cleanli- 
ness and  neatness. 

Occupant  shall  be  permitted  to  use  area  rented  as  a  place  of 
business  for  the  conduct  of  functions  pertaining  to: 

(a)  Air  Taxi  Service 

(b)  Airplane  rental  service 

(c)  Ground  and  flight  instruction 

(d)  Auxiliary  services,  including  operation  of  a  snack  bar, 
installation  of  vending  machines,  sale  of  aeronautical 
charts,  log  books,  pilot  supplies  and  rental  of  lockers* 

(e)  Flight  examinations 

(f )  Brokerage  transactions  involving  aircraft  sales  and  sale 
of  aircraft  parts  or  accessories. 

(g)  Airplane  sales  and  sale  of  aircraft  parts  or  accessories. 

For  the  privileges  listed  under  (a),  (b),  (c),  (d),  and 

(e)  ,  permittee  shall  pay  3$  of  gross  revenues  received  each 
month,  provided  however,  that  such  percentage  shall  not  apply 
to  the  initial  $1,000.00  of  gross  revenues  per  month;  under 

(f )  permittee  shall  pay  3$  of  the  "gross  brokerage  commissions5' 
received  each  month;  (g)  permittee  shall  pay  one-half  of  \%  of 
the  gross  revenues  received  each  month. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

^-RESOLUTION  NO*  I2.A84-- 

WHEREAS,  SFWD  Contract  No.  567-Laying  of  6- Inch  Cast  Iron 
rutins  in  Harkness  Avenue  between  Alder  and  Sparta  Streets, 
contractor-Harold  T<  Treacy-should,  in  accordance  with  the  time 
limit  set  forth  in  said  contract,  be  completed  on  or  before 
April  16,  1951 ;  and 

WHEREAS    contractor  has  experienced  unavoidable  delay  due 
to  rainy  weather  and  interference  of  other  contractors;  and 

WHEREAS    said  Harold  T.  Treacy  prosecuted  the  work  of  the 
contract  diligently: 

THEREFORE ,  BE  IT  RESOLVED    That  this  Commission  hereby 
grants  an  extension  of  three  hundred  and  eighty  one  (381)  days 
for  completion  of  SFWD  Contract  No.  567  and  liquidated  damages 
by  reason  of  said  delays  are  hereby  waived. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.4&K-- 

RESOLVED,  That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  grant  permission  to  Harold  S.  Messer- 
smith,  Superintendent  of  Airport  Operations  to  attend  a  con- 
ference of  the  California  Association  of  Airport  Executives, 
Inc.,  to  be  held  in  Stockton,  California,  June  4-5-6*  1952- 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 486-- 

RESOLVED ,  by  the  Public  Utilities  Commission  of  the  City 
and  County  of  San  Francisco  that  pursuant  and  subject  to  all 
of  the  terms,  conditions  and  provisions  of  Division  5>  P&rt>  1, 
Chapter  7,  Sections  4010  to  4035  of  the  California  Health  and 
Safety  Code  and  all  amendments  thereto^  relating  to  domestic 
water  supplies,  application  by  this  city  and  county  be  made 
to  the  State  Board  of  Public  Health,  for  a  permit  to  contruct 
the  necessary  facilities  and  add  fluoride  in  the  form  of  sodium 
silico  fluoride  or  sodium  fluoride  to  the  water  in  the  San 
Andres  54"  transmission  lien  and  to    the  water  pumped  at  the 
Alemany  Pump  Station  to  give  a  total  fluoride  concentration  of 
1  PPM;  that  the  Manager  of  Utilities  of  said  Public  Utilities 


-7976- 


Commission  be  and  is  hereby  authorized  and  directed  to  cause 
the  necessary  data  to  be  prepared,  and  investigations  to  be 
made,  and  in  the  name  of  said  City  and  County  of  San  Fran- 
cisco to  sign  and  file  such  application  with  the  said  State 
Board  of  Public  Health. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted — Commissioner 
Cameron  not  voting: 

--RESOLUTION  NO.  12,48?-- 


RESOLVED    That  this  Commission  hereby  authorizes  the 
mmger  of  Utilities  to  execute  for  and  on  behalf  of  this 
Commission  and  the  City  and  County  of  San  Francisco,  subject  to 
the  approval  of  the  City  Attorney  as  to  form,  that  certain 
settlement  agreement  with  L.  D.  Loevy,  concessionaire  at  the 
San  Francisco  Airport,  embodying  the  following  terms  and  con- 
ditions: 

In  the  compromise  and  adjustment  of  a  disputed  claim, 
City  will  accept  the  sum    of  $1,700.00  as  owing  as  of  March 
31,  195°»  accruing  theretofore  by  reason  of  various  activities 
of  Loevy  at  said  Airport  beyond  those  specified  in  the  permit 
issued  to  said  Loevy.    Commencing  with  the  1st  day  of  June, 
1952,  Loevy  shall  pay  to  City  the  total  sum  of  $75.00  a  month 
upon  said  indebtedness,  independently  of  and  in  addition  to 
sums  regularly  accruing  under  the  terms  of  said  permit.  In  the 
event  of  any  default  in  said  payment  of  $75.00  a  month,  any 
balance  of  said  sum  of  $1,700.00  shall  be  immediately  due  and 
payable. 


THEREUPON  THE  M3STING  ADJ0UR?IED# 
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V 


MINUTES 


PUBLIC  UTILITIES  COMMISSION 


842nd  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  ~  CITY  HALL  -  MAY  19, 
1952. 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw.  B,  Baron    and  Donald  A.  Cameron. 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  minutes  of  the  841st  regular  meeting  of  the 
Commission  held  May  12,  1952  were  approved* 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  signed  by  all  members  of 
the  Commission  on  May  14,  1952,  was  ratified. 

—RESOLUTION  NO.  12. 488— 

RESOLVED'  That  this  Commission  hereby  requests  the 
Mayor  to  recommend  to    the  Board  of  Supervisors  appropriation 
in  amount  $212,500.00,  from  2195  Estimated  Revenue-Appropria- 
tion Account  8716-Passenger  Pares,  to  credit  of  Appropriation 
No.  165-804-02,  Passenger  and  Damage  Claims,  Prior,  to  provide 
for  payment  of  judgments  and  interest  of  claims  against  the 
Municipal  Railway,  now  due  and  payable. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12. 489— 

WHEREAS,  SFWD  Contract  No.  603  for  the  laying  of  l6f'  Cast 
Iron  Mains  in  Sadowa  Street,  Capitol  to  Plymouth  Avenue,  and  in 
Holloway  Avenue,  Plymouth  to  Harold  Avenue,  contractor, 
Associated    Pipeline  Welders,  Inc.,  should,  in  accordance  with 
the  time  limit  set  forth  in  said  contract,  be  completed  on  or 
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before  my  4,  1952;  and 


WHEREAS ,  contractor  has  experienced  unavoidable  delays 
due  to  the  interference  of  other  contractors;  and 

WHEREAS 1  said  Associated  Pipeline  Welders,  Inc.,  prose- 
cuted the  work  of  the  contract  diligently: 

THEREFORE,  BE  IT  RESOLVED'  That  this  Commission  hereby 
grants  an  extension  of  five  (5)  days  for  the  completion  of 
said  SFWD  Contract  No,  603  and  liquidated  damages  for  the  re- 
sulting days  of  delay  are  hereby  waived* 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.49O-- 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  .Department,  as  herein- 
after set  forth: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  of  the  City  and  Couftty  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  permit  as  follows: 

To:    James  E.  Williams,  Brisbane,  California, 

Permit  to  cross  with  a  driveway  over  the  Crystal  Springs 
Pipe  Lines  rights  of  way  within  Lot  40,  Brisbane  Acres,  Bris- 
bane, San  Fkteo  County. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12 ,491— 

RESOLVED^  That  this  Commission  hereby  ratifies  and 
approves  the  service  of  Notice  upon  Frank  Zwissig  to  surrender 
possession  of  the  premises  in  occupancy  by  him  under  a  month- 
to- month  tenancy  at  the  San  Francisco  Airport  and  described 
in  said  lease  and  in    said  Notice  to  Quit. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


--RESOLUTION  NO.  17. 492-- 

RESOLVED,  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  speci- 
fications; approves  Modification  of  Contract  in  amount 
$15.63,  being  the  additional  difference  between  certified 
estimated  contract  and  final  performance;  approves  Certificate 
of  Acceptance  and  Pinal  Payment  in  amount  $1,176,03,  in 
favor  of  Harold  T.  Treacy,  under  San  Francisco  Water  Depart- 
ment Contract  No,  567-Laying  6"  Cast  Iron  mins  in  Harkness 
Avenue,  Alder  to  Sparta. 


On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  12.^-- 


RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller^ certification  of  the  following: 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$500.00,  from  Appropriation  No,  97-OOO-OO-Unallocated,  to 
credit  of  Appropriation  No,  97-400-03,  to  provide  for  certi- 
fication of  work  orders  in  connection  with  the  unloading, 
receiving  and  preparing  of  25  PCC  cars  for  service. 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
#5»000«00,  under  Appropriations: — 

97-510-17-57-Outer  Mission  Substation-Field 

Engineering  in  amount  $1,000. 
97-530-11-57-Market  Street  Track  Removal, 

Field  Engineering  in  amount  2,000. 
97-53°-12-57-Track  Reconstruct! on-Geneva 

Carhouse-Field  Engineering  in 

amount  2,000. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$6, 584. 21, from  Appropriation  No#l65-399-97-Bond  Fund  Stores. to 
credit  of  Appropriation  No,  97-510-23-62,  in  amount  $6,112.85- 
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Ocean  and  Phelan  Terminal-Materials  and  Supplies  and  to 
Appropriation  No.  97-520-21-62  in  amount  $471 .36,  Overhead 
Construct ion- Various  Locations-Materials  and  Supplies. 

Municipal  Railway  Request  for  Allocation  of  Funds  in  amount 
$297.00,  under  Appropriation  No.  07-520-08-17,  to  provide  for 
orders  to  Pacific  Telephone  and  Telegraph  Company  to  install 
terminals  in  order  to  provide  legal  clearance  of  overhead 
facilities  in  connection  with  Contract  No.  399-Trolley 
System  for  No.  9  Line. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
^5O0OOO.OO,  from  Appropriation  No.  165-321-OO-Fuel  and  Lubri- 
cants, to  credit  of  Appropriation  No,  lo5-399-03*21-Fuel  and 
Lubricants-Revolving  Fund. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
il, 000. 00, from   Appropriation    No.  168-640-OO-Water  Rights 
and  Damage  Claims,  to  credit  of  Appropriation  No.  168-64I-OO, 
to  provide  for  deficiency  in  appropriation  for  Hydrography,  in- 
crease in  expenditures  for  snow  surveys  and  stream  flow 
measurements. 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $1,026.74, 
from  Appropriation  No.  164-870-OO,  to  credit  of  Appropriation 
No.  164-20O-OO,  to  cover  costs  of  Contractual  Services  for 
balance  of  the  fiscal  year  1951-1952. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
#5,410.00,  from  Appropriation  No.  66-925-OO-Reconstruction  and 
Replacement  Fund,  to  credit  of  Appropriation  No.  66-945-OO,  to 
provide  for  fencing  material  for  20  miles  of  boundary  fences 
in  Alameda  County. 

Water  Department  Request  for  Intra   Fund  Transfer  in  amount 
$1,300*00,  from  Appropriation  No.  98-951-OO-Bay  Division  P  ipe 
uine  No.  3,  to  credit  of  Appropriation  No.  98-950-62,  to  pro- 
vide for  purchase  of  pipe,  valves  and  fittings  for  8"  By-Pass 
around  gate  valves  on  Bay  Division  Pipe  Line  No.  3,  near 
Calaveras  Road. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$65,000.00,  from  Appropriation  No.  66-951-OO-Water  Extension, 
Unallocated,  to  credit  of  Appropriation  No,  66-987-OO,  to 
certify  Contract  No,  6l8-Laying  l6'?  Cast  Iron  Feeder  Mains  in 
34th  Avenue,  Sloat  Boulevari  to  Ulloa  Street  and  in  Ulloa 
Street,  from  34th  to  29th  Avenues. 

Bureau  of  Light,  Heat  and  Power  Request  for  Transfer  from 
Compensation  Reserve .  to  provide  for  compensation  of  B412 
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Senior  Clerk-Stenographer 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
$2,920.00,  from  Appropriation  No.  168-350-00,  to  credit  of 
Appropriation   No.  168-399-03-50,  transferring  to  special 
stores  revolving  fund  amount  needed  for  purchase  of  foodstuffs 
for  June,  1952* 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 494— 


RESOLVED   That  this  Commission  approves  the  following 
Traveling  Expanse  Vouchers: 

Expense  Voucher  in  amount  &4O.05,  expenses  of  Geo,  M.  Dixon, 
Manager  and  Chief  Engineer-San  Francisco  Airport,  covering 
conferences.,  month  of  April,  1^2  f  covering  conferences  with 
Airline  and  City  Officials,  re    President's  Airport  Com- 
mission Meeting;  Army  and  Coast  Guard  Officials;  Civil  Aero- 
nautics Administration  Officials;  Newspapers;  and  Air  Line 
Officials,  re  plans  for  Plot  No.  4. 

Expense  Voucher  in  amount  I9.60  expenses  of  C.  D.  Miller 
General  Manager-Municipal  Railway,  covering  conference  May 
6,  1952  with  Mr.  Nils  Aastrup,  Director  of  Transportation 
and  Associates  of  Stockholm,  Sweden. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 495— 


RESOLVED    That  this  Commission  approves  Contract  Payment 
Recommendation  in  amount  $7,619.01,  in  favor  of  Security  First 
National  Bank  of  Los  Angeles,  assignee  for  United  Concrete 
Pipe  Corporation,  under  SFWL  Contract  No.    524-Const ruction  of 
Bay  Division  Pipe  Line  No.  3-Section  AC. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted — Commissioner 
Mc  Kee  voting  "Present™ 

— RESOLUTION  NO.  12,496— 

RESOLVSD'  That  this  Commission  requests  the  Director  of 
Property  of  tfte  City  and  County  of  San  Francisco  to  arrange 
for  the  sale  or  lease,  under  competitive  bid  procedure,  of 
the  following  described  real  property,  at  the  location  known  : 
as  the  Phelan  Avenue  Loop  of  the  Municipal  Railway,  and  con- 
tiguous property  under  the  present  jurisdiction  of  the 
Public  Utilities  Commission: 

Commencing  at  a  point  on  the  northeasterly  line  of 
Ocean  Avenue  distant  westerly  150  feet  measured  at  right 
angle  from  the  westerly  line  of  Phelan  Avenue;  thence  along 
the  said  northeasterly  line  of  Ocean  Avenue  northwesterly 
317.188  feet  to  an  angle  point  in  said  northeasterly  line 
of  Ocean  Avenue;  thence  by  a  deflection  angle  of  0°  26 9  14" 
to  the  right  a  distance  of  592.788  feet  to  the  westerly  line 
of  Balboa  Reservoir  Tract,  Parcel  22  as  conveyed  by 
Spring  Valley  Water  Company  to  the  City  and  Counts  of  San 
Francisco  by  deed  dated  rferch  3»  193°  anc3  recorded  March 
3,  1930  in  Liber  2002  of  Official  Records  at  Page  1,  San 
Francisco  County;  thence  by  a  deflection  angle  of  740  57* 
56"  to  the  right  and  along  the  westerly  line  of  said 
Parcel  22  a  distance  167.742  feet;  thency  by  a  deflection 
angle  IO50  02*  04"  to  the  right  and  running  parallel  with 
and  distant  162  feet  measured  at  a  right  angle  from  the 
last  mentioned  northeasterly  line  of  Ocean  Avenue  a  dis- 
tance 587.886  feet;    thency  by  a  deflection  angle  of  9O0 
to  the  left  a  distance  of  1,852  feet;  thency  by  a  deflec- 
tion angle  740  22?  56"  to  the  right  a  distance  of  460.026 
feet  to  the  westerly  line  of  Phelan  Avenue;  thency  by 
deflection  angle  of  900  l8?  52"  to  the  right  and  along 
the  weserly  line  of  said  Phelan  Avenue  a  distance,  of 
112.8o8  feet;  thency  by  a  deflection  angle  of  105b  l8? 
12"  to  the  right  a  distance  of  113.493  feet;  thency  by 
a  deflection  angle  of  430  43 ?  15"  to  the  left  a  distance 
of  46,084  feet;    thency  by  a'deflection  angle  6l°  34*  57" 
to  the  left    a  distance  of  120  feet  the  point  of  commence- 
ment . 

Containing  4.1  acres,  more  or  less*  per  plat  submitted 
to  this  Commission. 

This  request  is  contingent  upon  the  r  ezoning  of  said 
property  into  a  commercial  zone  district  and  repeal  of  the 
existing  ordinance  of  the  Board  of  Supervisors  authorizing 
the  sale  thereof. 

Commissioner  Sam  Mc  Kee  stated  that  he  favored  the  re- 
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peal  of  the  old  ordinance  providing  for  the  sale  of  this 
property;  he  favored  the  leasing  of  this  parcel  at  this  time, 
but  expressed  disapproval  of  sale. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.497-* 

WHEREAS 9  under  the  terms  of  Municipal  Railway  Contract 
No.  369-RQConstructing  tracks  and  pavement  on  Ocean  Avenue, 
Eaton  and  Smith,  contractor,  was  required  to    complete  all 
the  work  on  January  9,  1952;  and 

WHEREAS '  the  contractor  has  experienced  unavoidable  de- 
lays as  a  result  of  abnormal  and  unseasonal  rains  during  the 
past  winter,  said  rains  creating  an  unstable  ground  condi- 
tion that  precluded  proper  foundation  and  sub-grade  work  un- 
til sufficiently  dried  out;  and  as  a  result  of  the  discovery 
that  existing  water  transmission  mains  in  Ocean  Avenue  near 
Phelan  Avenue  were  above  the  new  subgrade,  which  necessitated 
cessation  of  work  by  the  contractor  until  the  San  Francisco 
Water  Department  could  lower  the  transmission  mains;  and 

WHEREAS,  said  Contractor  has  been  diligent  in  his 
attempt  to  complete  the  work  within  the  specified  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  the  contract  time 
for  performing  all  work  specified  under  Municipal  Railway 
Contract  No.  3&9  be  and  is  hereby  extended  for  a  period  of 
107  calendar  days  until  April  25,  1952,  and  that  liquidated 
damages  by  reason  of  such  extension  are  hereby  waived. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 498— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Credit  Modification  of  Contract  in  amount 
#9,095.30,  being  the  difference  between  certified  estimated 
contract  and  actual  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  $66,786.28,  in  favor  of 
Eaton  and  Smith,  under  Municipal  Railway  Contract  No.  369-Re- 
constructlng  Tracks  and  Pavement  on  Ocean  Avenue. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


843rd  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  MAY  26, 
1952- 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw.  B.  Baron    and  Donald  A.  Cameron. 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  minutes  of  the  842nd  regular  meeting  of  the 
Commission  held  May  19,  1952  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION    NO.  12. 499— 

WHEREAS,  SFWD  Contract  No.  601-Laying  of  8  Inch  Cast  Iron 
Main  in  Harrison  Street,  north  of  20th  Street,  contractor, 
San  Francisco  Water  Department- should,  in  accordance  with  the 
time  limit  set  forth  in  said  contract,  be  completed  on  or  be- 
fore February  11,  1952;  and 

WHEREAS    contractor  has  experienced  unavoidable  delay  due 
to  unf orseen' underground  obstructions;  and 

WHEREAS,  said  San  Francisco  Water  Department  prosecuted 
the  work  of  the  contract  diligently: 

THEREFORE,  BE  IT  RESOLVED    That  this  Commission  hereby 
grants  an  extension  of  Seven  (^)  days  for  the  completion  of 
SFWD  Contract  No.  601  and  liquidated  damages  for  the  resulting 
days  of  delay  are  hereby  waived. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.500— 


RESOLVED'  That  this  Commission  approves  all  non-civil 
service  and  temporary  appointments  and  removals  made  by 
the  Manager  of  Utilities  for  the  month  of  April,  1952;  and 

BS  IT  FURTHER  RESOLVED*  That  a  report    of  said  appoint- 
ments and  removals  be  transmitted  to  the  Civil  Service  Com- 
mission and  to  the  Controller, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.501— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in 
credit  amount  $10*00,  under  HHWS  Contract  No,  238-Construct- 
ion  of  Access  Road,  Early  Intake  to  Cherry  Valley,  Section  DE, 
contractor,  KleinSmid  Construction  Co.,  covering  the  follow- 
ing: 

Modify  contract  quantities  as  originally  estimated 
so  as  to  conform  to  contract  quantities  presently 
estimated  and  to  provide  estimated  quantities  for 
items  of  work  required  for  applying  asphaltic  road- 
mix  surfacing  in  lieu  of  the  penetration  type 
asphaltic  surface  treatment  originally  specified, 
Credit-$10.00. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

■ — RESOLUTION  NO.  12.502— 


RESOLVED 1  That  on  recommendation  of  the  Manager  of  Utili- 
ties, the  General  Manager  of  the  Municipal  Railway,  the  General 
Claims  Agent  thereof  and  the  City  Attorney,  this  Commission 
approves  and  hereby  requests  the  Controller  to  draw  warrants 
against  such  funds  as  are    or  will  be  legally  available  in 
payment  of  claims  against  the  Municipal  Railway,  as  follows: 
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Claimant     CURRENT  YEAR  Date  of  Accident  Settlement 


Monica    Schuldt  February  13,  1952      $  203.02 

Seville  J.  Leonard  August  19,  1951  150.OO 

Anita  Burns,  a  minor  September  10,  1951  200.00 

Rosa    Polak  September  18,  1951  120.00 

Marie  M.  Anderson  January  27,  1952  257.57 

Margaret  Esser  February  11,  1952  140,00 

Lean  R.  Frisby  April  2,  1952    '  113.08 

James  A.  Douglas  March  21,  1952  650.OO 

Robert  M.  Graham  March  21,  1952  1 31*92 

Bernardo  U.  Avecilla  March  16,  1952  145*43 

S.  J,  Curry  April  2,  1952  153*99 

David  B.  Webber  December  27,  1951  500.00 

Cora  Lee  Davis  November  14,  1951  900.OO 

Chrisapho  Stathes  December  7,  1951  130.OO 

William  R.  Airey  April  13,  1952  130.32 

Samuel  Rodetsky  January  14.  1952  181*24 

Florence  Horan  January  4»  1952  175*00 

Lucille  Kimball  April  29,  1952  125.62 

Darntley  White  February  23,  1952  176.72 


Appropriation  No,  165-804-OI  $4,583.91 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.50V- 

RESOLVED'  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  credit  amount  of 
$40,170.50,  being  the  difference  between  certified  estimated 
contract  and  actual  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  $97,223.90,  in  favor  of 
Granite  Construction  Co.,  under  SFWD  Contract  No,  536-Con- 
struction  of  Sutro  Reservoir;  and 

BE  IT  FURTHER  RESOLVED*  That  Resolution  No.  12,481, 
adopted  May  12,  1952  be  and  the  same  is  hereby  rescinded. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.504— 

RESOLVED^  That  on  the  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrant    in  amount  $111.40,  in  favor  of  Harry  Griff,  dba  Tony- 
pandy,  51  Maiden  Lane,   San  Francisco,  as  full  compensation  for 
all  damages  sustained  and  expense  incurred  as  result  of  break  in 
water  main  in  front  of  51  Maiden  Lane,  San  Francisco,  on  or 
about  February  5,  1952. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12. 505— 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller ?s  certification  of  the  following: 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$2,454.64,  from  Appropriation  No.  97-530-12-62-Track  Recon- 
struction, to  credit  of  Appropriation  No.  97-530-12,  to  pro- 
vide additional  funds  for  certification  of  Contract  No.  364- 
Re construction  of  Ladder  Track  at  Geneva  Carhouse. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$25,000.00,  from  Appropriation  No.  165-321-OO-Fuel  and  Lubri- 
cants, to  credit  of  Appropriation  No.  165-399-03-21,  trans- 
ferring allowance  to  Fuel  and  Lubricants-Revolving  Fund. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$30,000.00,  from  Appropriation  No.  163-231-65-Light,  Heat  and 
Power,  to  credit  of  Appropriation  No,  165-321-OO-Fuel  and 
Lubricants  in  amount  $25,000.00  and  to  credit  of  Appropriation 
No.  165-815-OO-Miscellaneous  Insurance,  in  amount  $5,000.00. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$54,000.00,  from  Appropriation  No.  98-951-OO-Bay  Division 
Pipe  Line  No.  3,  to  credit  of  Appropriation  No.  98-950-57, 
field  engineering  and  inspection  for  period  of  nxy  lb-Septem- 
ber 3°»  1952»  ^°  complete  installation  of  monuments  necessary 
adjunct  for  project. 

Hetch  Hetchy  Project  for  Intra  Fund  Transfer  in  amount 
$2,868.92,  from  Appropriation  No.  98-94I-OO,  to  credit  of 
Appropriation  No.  98-94O-62,  to  provide  additional  funds  for 
purchase  of  gate  valves  for  Alameda  Creek  Siphon  No.  2, 

On  motion  of  Commissioner  Cameron,  seconded    by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.506— 

RESOLVED '  That  in  accordance  with  the  recommendations  of 
the  mnager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for: — 

The  Laying  of  6"   and  8"  Cast  Iron  Mains  in  Sargent 
Street  between  Vernon  and  Victoria  Streets,  SFWD 
Contract  No.  620 
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a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work:  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County   of  San  Francisco,  be  and  the  same  is  hereby  awarded  to: 

Fred  T.  Fairey 

he  being  the  lowest  regular  and  responsible  bidder  for  the  work 
aforesaid  at  Five  Thousand  Three  Hundred  Ninety  Three  Dollars 
and  Fifteen  Cents  ($5»393»15)  sum  being  the  total  price 

for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

AND  BE  IT  FURTHER  RESOLVED*  The  Controller  is  hereby 
requested  to  approve  the  allocation  of  funds  necessary  to 
fully  accomplish  the     aforementioned  extension  of  water  mains 
and  services;  and 

All  other  bids  for  the  above  described  work  are  hereby 
rejected.  Funds  has  been  set  up  in  Appropriation  No.  66-951- 
486. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.507-- 

RESOLVEDf  That  this  Commission  approves  Traveling  Expense 
Vouchers,  as  follows: 

Attending  American  Transit  Association  Conference  in  Portland, 

Oregon-May  4-8,  1952. 

Municipal  Railway  Employees 

Donald  Mazzoni  $  i38.ll 

Victor  C.  Peterson  125*31 
H.  E.  Cooley  124.50 

Attending  American  Water  Works  Association  Conference  in  Kan- 
sas City,  Mo.,  May  4-9,  1952. 

Water  Department  Employees: 

Geo,  W.  Pracy  $350.00 
H.  C.  Medbery  350.OO 

Traveling  Expense  Vouchers  in  amounts  $14.15  and  $20.47, 
expenses  of  Harold  S.  Messersmith,  Superintendent  of  Airport 
Operations,  months  of  March  and  April,  1952,  covering  confer- 
ences with  C.A.A.  Officials;  Manager,  Aviano  Airlines,  Bogota, 
Colombia;  Airplane  Owners  and  Pilots  Association;  National 
Aeronautical  Association,  Civil  Air  Patrol;  California  Aero- 
nautics Commission;  Manager  of  Oklahoma  City  Airport;  Director 
of  Aviation,  State  of  Oklahoma;  American  Broadcasting  Co.;  Mana- 
ger, Port  of  Seattle-Tacoma;  Onager,  Port  of  Portland. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.508~ 

RESOLVED*  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution  accepting  deed  from  Herman 
G.  Hahn,  et  ux,  to  a  water  pipe  line  eastment,  10  feet  wide 
from  the  southerly  to  the  northerly  line  of  Lot  10,  Block  9, 
"Tract  No,  562-Meadow  Glen,  San   Mateo  County'*,  required  for 
Sunset  Supply  Line,  and  that  the  sum  of  $750,00  be  paid  for 
said  parcel,  payable  from  Appropriation  No,  98-975-59. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron*  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12. 509— 

RSS0LVED9  That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  adopt  resolution,  authorizing  ac- 
quisition by  eminent  domain  proceedings,  of  Lots  1  to  15  in- 
clusive, Block  11,  as  per  map  entitled  "Avalon  Park",  San 
Mateo  County,  containing  2.077  acres,  more  or  less,  required 
in  connection  with  the  Sunset  Supply  Line,  and  that  the  cost 
of  said  land  shall  be  paid  from  Appropriation  No.  98-975,59, 
in  an  amount  not  to  exceed  $5,000.00,  unless  an  additional 
authorization  is  secured* 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.510— 

RESOLVED,  That  this  Commission  approves  necessary  expenses 
in  an  estimated  amount  $400.00,  Appropriation  No.  162,200,04 
for  annual  inspection  of  Water  Department  and  Hetch  Hetchy 
properties  by  representatives  of  the  San    Francisco  Press, 
June  19-20-21-22,  1952. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  1P.R11— 

RESOLVED f  That  this  Commission  approves  necessary  expenses 
in  an  estimated  amount  of  $400.00,  Appropriation  N0.  162-200-04 
for  annual  inspection  of  Water  Department  and  Hetch  Hetchy 
properties  by  members  of  the  San  Francisco  City  and  County 
Grand  Jury,  June  26-27-28-29,  1952 • 
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On  motion  of Commissioner  Swanson,    seconded  by  Commissioner 
He  Kee,  the  following  resolution   was  adopted  unanimously: 

—RESOLUTION  NO.  12.512— 

RESOLVED'  That  this  Commission  approves  and  terms  and 
conditions  and  hereby  authorizes  execution  of  Water  Department 
agricultural  leases  as  follows: 

Joseph  Telles,  Jr.  and  Clarence  Telles,  covering  950  acres, 

more  or  less,  being  all  that  portion  of  Lots  VI, 
VII,  VIII  of  the  Sunol  portion  of  the  Rancho  El  Valle  de  San 
Jose,  Alameda  County,  f 0  r  period  of  seven  years,  commencing 
November  1,  1952,  at  an  annual  base  rental  of  $1,900,00,  plus 
an  amount  to  be  determined  on  the  selling  price  of  slaughter 
steers. 

Alfred  Vieux,  covering  1,829  acres,  more  or  less,  being  portion 

of  Lot  III  of  the  Sunol  portion  of  the  Rancho  El 
Valle  de    San  Jose  and  lands  in  Township  4    South,  Range  2 
East  MDB&M,  for  period  of  seven  years,  commencing  November  1, 
1952,  at  an  annual  base  rental  of  $1,829,00,  plus  an  amount  to 
be  determined  on  the  selling  price  of  slaughter  steers. 

W.    B,  Brinker,  covering  1,110  acres,  more  or  less,  being 

lands  in  Township  5  South,  Range  1  East,  MDB&M, 
for  period  of  seven  years,  commencing  November  1,  1952,  at  an 
annual  base  rental  of  $2,109*00,  plus  an  am  ount  to  be  de- 
termined on  the  selling  price  of  slaughter  steers;  and 

BE  IT  FURTHER  RESOLVED1  That  leases  previously  executed  in 
favor  of  the  above  tenants  and  due  to  expire  October  31,  1953, 
be  and  the  same  are  cancelled  as  of  October  31,  1952* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.51V- 

RESOLVED •  That  this  Commission  approves  the  terms  and  con- 
ditions and  hereby  authorizes  execution  of  Water  Department 
agricultural  lease  as  follows: 

Victor  Lund  of  Pleasanton,  Alameda  County,  covering  12.6  acres, 

more  or  less,  being  portions  of  Parcel  N0.  70  and 
71,  Alameda  County  Lands,  for  period  of  three  years  and  five 
months,  commencing  June  1,  1952,  at  an  annual  rental  of  $325.00, 
payable  semi-annually  in  advance,  for  pasturage  purposes. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.514-- 

Resolved,  That  this  Commission  hereby  authorizes  and 
directs  the  Onager  of  Utilities  to  execute  that  certain 
notice  to  Trans  World  Airlines,  Inc.,  formerly  known  as 
Transcontinental  and  Western  Air,  Inc.,  in  expression  of  the 
desire  of  the  City  and  County  of  San  Francisco,  as  lessor, 
to  adjust  the  rental  for  Hangar  No.  4  and  adjoining  shop 
space  for  the  third  five-year  period  of  that  certain  lease 
between  City  and  County  of  San  Francisco,  as  lessor,  and 
Transcontinental  and  Western  Air,  Inc.,  (the  former  name  of 
Trans  World  Airlines,  Inc.)  made  and  executed*  on  the  first 
day  of  October,  1942,  under  which  said  Hangar  No.  4  and  ad- 
joining shop  space  are  occupied  by  Trans  World  Airlines,  Inc., 
with  said  third-five-year  period  becoming  effective  October 
1,  1952;  and 

BE  IT  FURTHER  RESOLVED'  That  this  Commission  recommends 
to  the  Board  of  Supervisors' that  a  similar  resolution  be 
enacted  by  said  Board  requesting  and  authorizing  the  Hayor 
of  the  City  and  County  of  San  Francisco  to  join  in  the  execu- 
tion of  said  notice. 


THEREUPON  TOE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


844th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JUNE  2, 
1952. 

************************************************************:><***** 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  Swanson 
and  Edw.  B.  Baron. 


President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  minutes  of  the  843rd  regular  meeting  of  the  Com- 
mission May  26,  1952  were  approved. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


--RESOLUTION  NO.  12. 515-- 


RESOLVED^  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Pfenager  of  the  rtinicipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrants    in  payment  of  judgments  and  interest,  whon  the  funds 
under  Ordinance  Pile  No,  9056,  become  available: 


Claimant 
Edna  L. 'Coats 
Wilbert  Cyprian 
Edna  Dimiceli 
William  Dounies 
Jos .Geo.Enzensperger 
Gertrude  Fern 
Marie  Hansen 
Mattle  Hardin 
Daniel  J.  Healy  and 

Annie  T.  Healy 
Mary  Ann  Hudson 


Date  of 
Accident 
March  13,1951 
April  2,  1950 
Sept. 21,  1949 
Sept. l8, 1950 
Sept. 6,  1950 
May  19.1949 
Aug. 8,  1949 
Jan.  3,  1951 

March  24,1951 
April  17,  1950 


Settlement 
3,600.00 
1,875,00 
2,500.00 
450.00 
3,521*8o 
560.OO 
2*50.00 
5,286.00 

3,718.25 
1,750*00 


Estimated 
Interest 
to  6/20/52 

$  -54.54' 
26.61 

57.38 

8ai 
127.31 
22.06 

3.31 
114.24 

75.59 
63.93 
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If- 


Claimant 

David  N#  Hurley- minor 
Alice  N.  Hurley  and 

David  E.  Hurley 
Stanley  Kan 
Margaret  Kaplan 
Velma  Kewin 
Virginia  Lars en 
Marie  L.  Leeds 
Kathleen  Mc  Mil lan 
Anna  Meyer 
Sandra  Lee  Mikkelsen 
Peter  Gregory  Mikkelsen 
by  their  guardian, Helen 
Mikkelsen 
Agnes  P.  Milani 
Edith  Morgan 
Emily  S.  Pike 
Minie  Puntney 
Sophie  Roini,  Adminis- 


Date  of 
Accident 


Nov. 23,  1948 
March  1%  1950 

my  29,  1950 

Nov.  2,1949 
Jan.  14,  1949 
June  6,  1947 
Oct. 1,3, 1949 
i^pril,  1949 
and 


Jan. 26, 1949 
Sept. 20, 1949 
May  8,  1951 
Nov. 15, I95O 
Oct .13, 1950 


tratrix  of  the  Estate 
Fred  Roini, Deceased 
Sophie  Roini 
James  V.  Romano 
Grace  and  Frank  Rosa 
Blanche  Rosen 
Carrie  Bates  Valdsmar 
and  Oscer  Valdsmar 
Rita  Walls 
Shirley  Wingert 
Thelma  Wood 
Lula  M.  &  L.C.Wingham 
Kate  Zabel 
Frieda  Ahillas 
Samuel  Bray 
A.Viola  T. Bridges 
Louis  Carrillo 
Ida  Bryant 
Uriel  Furlong 
Ardelia  Harrington 
Thomas  Hedean-minor 
Inland  Freight  Lines 
Lillian  L.Jacks 
Lillian  H.  Johnson 
l^fergaret  C.Kennedy 
Mary  Landini 


of 

June 


7, 


1947 


Jan. 9,  1950 
Sept. 5,  1950 
July  20,1948 

March  13,1951 
March  15,1§50 
Feb.  11,1950 
Oct. 25, 1949 
March  1,1950 
Sept. 19,1950 
May  5,  1951 
Nov. 11, 1950 
April  25,1951 
Jan. 23, 1950 
April  3,1951 
March  25,1949 
April  19.1950 

my  13,  1949 

Sept. 5, 1950 

3.  1951 

Dec. 12, I95O 
Feb. 17, I95O 
Dec. 19, 1947 


Settlement 
$  2,500.00 

12,539-19 
8,271.85 

7,593-75 
10,392.95 

2,000.00 

2,000.00 

384.36 
1,005.80 


7,748.56 
1,000.00 
1,750.00 
4,000.00 
2,000.00 


9,390.09 
25,000.00 

1,857.98 
10,459.32 
750.00 

9,500.00 
600.00 
750.00 

1,000.00 

18,295.25 

2,560.00 
550.00 
218.71 
726.40 

2,964.65 

550.00 
920.00 

200.00 
3,084.50 

761.96 
657.10 
780.50 

4,333-90 
741.50 


Estinated 
Interest 
to  6/20/R2 
$  67.90 

367.70 

237 • 31 
265.78 

258.40 

76.12 

37-59 
10.82 

24.93 


352.71 
19.18 

31.88 

113.99 

75.36 


395.11 
1,051.93 

55.08 

372.08 

II.65 

294.34 
17.21 
12.51 

22.95 
305.26 

35*34 
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Estimated 

Date  of  Interest 

Claimant                         Accident  Settlement     to  6/20/52 

Rose  Levy                      March  24,1950  $  3,500,00  $ 

Maye  L.  Martin              Oct. 8,1947  700.00 

Ruth  P.  Mayo                 Nov.l,  1945  450.00 
Providence  Washington 

Ins.  Co.                    Jan.  7,1949  1,500.11 

Line  and  Gus  Roomel       Sept. 17,1948  550.OO 

Robert  Brown  Schultz     July  25,1950  9,268.75 
Ole  Undhjen  aka  Ole  H. 
Undhjen  by  his  guardian 

Wallace  Undhjen            March  27,1951  350.OO 

Crhis  G.Verges              March  10,1951  400.00 

Joan  M.Voorhees            Aug. 23,1950  319.82 

Clifton  Weeks               March  7,1951  255. 15 

Isabel  Wiel  Dec. 27,1951   29.64   


Appropriation  No.  165-804-02         $202,481.44  $5,066*21 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  vies  adopted  unanimously: 

--RESOLUTION  NO.  12.516-- 

RESOLVED,  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution,  accepting  without  cost 
to  the  City  and  County  of  San  Francisco,  for  Bay  Division 
Pipe  Line  No.  3,  that  certain  quitclaim  deed  from  Lenold 
Securities  Corporation,  to  a  10  foot  lane  adjoining  Lots 
8-9-19-20,  Block  13,  "Highlands  of  Emerald  Lake,  Subdivision 
One",  filed  in  the  office  of  the  County  Recorder  of  San  Mateo 
County  on  January  12,  1926,  in  Book  13  of  Maps,  at  pages  24 
to  27. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.517— 

RESOLVED .  That  this  Commission  hereby  requests  the 
Pfeyor  to  recommend  to  the  Board  of  Supervisors  supplemental 
appropriation  in    amount  $25,000„00-Water  Department  funds,  to 
provide  for  a  Water  Supply  System  in    the  Mt«  Davidson  Area, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


- -RESOLUTION  NO.  12T5l8~ 


RESOLVED ,  That  this  Commission  hereby  requests  the  Con- 
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troller  to  draw  warrant  in  amount  $30, 000*00,  in  favor  of 
the  Treasurer  of  the  United  States,  c/o  National  Park  Service, 
Yosemite  National  Park,  California,  being  the  annual  fee  for 
water  and  power  rights  in  Yosemite  National  Park,  in  accordance 
with  Act  of  Congress,  approved  December  19,  1913  (Raker  Act) 
for  the  period  December  20,  1951  to  December  19,  1952* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO*  12.519— 

RESOLVED'  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $5» 848*83, 
being  the  credit  difference  between  certified  estimated  con- 
tract and  actual  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  $15,127.01,  in  favor  of 
Eaton  and  Smith,  under  Municipal  Railway  Contract  No.  401-Track 
Wyes  and  Curves  at  Various  Locations. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.520— 

RESOLVED'  That  in  accordance  with  the  recommendations  of 
the  mnager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  6-Inch  Cast  Iron  min  in  Campbell 
Avenue  between  Delta  and  Elliott  Streets,  SFWD 
Specification  No.  621 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Bernal  Construction  Co. 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Three  Thousand  Six  Hundred  and  Fifty  Four 
Dollars  and  Fifty  Five  Cents  ($3,654.55)  said  sum  being  the 
total  price  for  the  lowest  bid  submitted  on  the  basis  herein- 
above stated, 

AND  BE  IT  FURTHER  RESOLVED'  The  Controller  is  hereby  re- 
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quested  to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
servi ces. 

And  all  other  bids  for  the  above  described  work  are  here- 
by rejected . 

Funds  have  been  set  up  in  Appropriation  No,  66-951-4870 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NOy  12.521*-- 

RESOLVEB*  That  the    contract  for  the  following  public 
work  to  be  performed  for  the  Public  Utilities  Commission  of 
the  City  and  County  of  San  Francisco  in  pursuance  of  the 
provisions  of  the  Charter  of  said  City  and  County,  to-wit: 

Furnishing  Gas  and  Street  Lighting 
Service-Bureau  of  Light,  Heat  and 
Power  Contract  No,  116 

be  and  the  same  is  hereby  awarded  to  the  Pacific  Gas  and 
Electric  Company 0  it  being  the  only  bidder  thereunder. 

Funds  for  the  contract  are  available  in  Appropriation 
No.  263-231  and  subdivision  thereof. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.522— 

RESOLVSD,  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $2,691.00,  in  favor  of  Geo.  F. 
Brayer,  under  BLH&P  Contract  No.  109-Construction  of  Street 
Lighting  System  in  Monterey  Boulevard,  from  Ridgewood  to  San 
Anselmo  and  Santa  Clara  Avenues. 

Contract  Payment  in  amount  ^5,377*50,  in  favor  of  Manning  and 
Whi taker,  Inc.,  under  BLH&P  Contract  No,  HQ-Construction  of 
Street  Lighting  System  in  Mission  Street,  from  Silver  to 
Geneva  Avenues. 

Contract  Payment  in  amount  $10,264^50,  in  favor  of  Fred  Johnson 
Electric  Co.,  under  BLH&P  Contract  No.  Ill-Construction  of 
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Street  Lighting  System  in  Kezar  Drive,  Lincoln  W&y  and  3rd 
Avenue  to  Waller  and  Stanyan  Streets. 

Contract  Payment  in  amount  $3,825*00,  in  favor  of  Martinelli 
Construction  Co.,  under  Municipal  Railway  Contract  No.  377, 
Remodeling  Offices  at  Geary  Carhouse® 

Contract  Payment  in  amount  $24,253.38,  in  favor  of  United 
Concrete  Pipe  Corporation,  under  HHWS  Contract  No.  230-Con- 
struction  of  San  Joaquin  Pipe  Line  No.  2-Section  A-l. 

Contract  Payment  in  amount  $15,705.99,  in  favor  of  Croeker  1st. 
National  Bank  of  San  Francisco,  assignee  for  KleinSmid  Con- 
struction Co.,  under  HHVS  Contract  No.  238DE-C ons t rue t i on  of 
Access  Road,  Early  Intake  to  Cherry  Valley  Damsite. 

Contract  Payment  in  amount  $2,303.10,  in  favor  of  T.  E. 
Connolly,  under  HHWS  Contract  No.  237- Improvement  of  Access 
Road,  South  Fork  to  Camp  mther  and  Early  Intake. 

Contract  Payment  in  amount  $4, 251.24,  in  favor  of  Ferrerofs 
Motor  and  Electric  Works,  under  HHWS  Contract  No.  232-Con- 
structing  Cherry  Valley  22  KV  Power  Line. 

Contract  Payment  in  amount  $990.00,  in  favor  of  mhon^Elec- 
trie  Co.,  under  BLH&P  Contract  No.  113-Constructing  Lighting 
System  in  Phelan  Avenue,  from  Ocean  to  Flood  Avenues. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,    the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.52>~ 

RESOLVED,  that  R.  B.  Hansen,  Senior  Civil  Engineer  of  the 
Utilities  Engineering  Bureau,  is,  subject  to  the  written 
approval  of  the  Manager  of  Utilities  in  each  instance,  hereby 
authorized  to  sign  and  execute  for  and  on  behalf  of  this  Com- 
mission and  the  City  and  County  of  San  Francisco  all  routine 
documents  relating  to  the  acquisition  or  abandonment  of  in- 
terest by  the  City  and  County  of  San  Francisco  in  the  opera- 
tions of  the  Joint  Pole  Agreement  to  which  the  City  and  County 
of  San  Francisco,  through  this  Commission,  is  a  party,  and, 
subject  to  the  written  approval  of  the  Manager  of  Utilities  in 
each  instance,  to  approve  or  disapprove  charges  or  credits  in- 
cident to  the  operations  of  said  Joint  Pole  Agreement. 

AND  BE    IT  FURTHER  RESOLVED^  That  this  Commission  hereby  in- 
structs that  obsolete  poles  for  which  the  City  and  County  of  San 
Francisco  has  no  present  or  further  use,  be  abandoned. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.524— 

WHEREAS,  under  the  terms  of  SFWD  Contract  No.  524AC, 
Construction  of  Bay  Division  Pipe  Line  No.  3,  Sections  A&C, 
United  Concrete  Pipe  Corporation  was  required  to  complete 
all  work  on  October  28,  1951;  and 

WHEREAS f  the  Contractor  was  unavoidably  delayed  in  prose- 
cuting the  work  due  to  the  unseasonable  early  and  unusually 
heavy  rains  of  the  past  two  winters;  and 

WHEREAS '  the  Contractor  has  prosecuted  the  work  diligently 
to  the  extent  that  the  pipe  line  was  ready  for  regular  and 
continuous  service  on  January  3,  1952 ; 

THEREFORE,  BE  IT  RESOLVED,  That  this  Commission  hereby 
grants  an  extension  of  time  of  210  calendar  days  for  com- 
pletion of  all  work  under  SFWD  Contract  No.  524AC  and  that 
liquidated  damages  for  the  result ingdays  of  unavoidable  delay 
are  hereby  waived. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.525— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  212,192. 15, 
being  the  credit  difference  between  certified  estimated  con- 
tract and  actual  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  1434,903*75,  in  favor  of 
Security  First  National  Bank  of  Los  Angeles,  assignee  for 
United  Concrete  Pipe  Corporation,  under  SFWD  Contract  No.  524- 
Construction  of  the  Bay  Division  Pipe  Line  No.  3-Section  AC. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.526— 

WHEREAS,  SFWD  Contract  No*  605  for  the  Laying  of  8;?  Cast 
Iron  Mains  in  Private  Property,  east  of  23rd  Street,  contractor, 
San  Francisco  Water  Department-should,  in  accordance  with  the 
time  limit  set  forth  in  said  contract,  be  completed  on  or  be- 
fore March  29,  1952;  and 
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WHEREAS ♦  contractor  has  experienced  unavoidable  delay 
due  to  unforeseen  underground  obstructions:  and 

WHEREAS #  said  San  Francisco  Water  Department  prosecuted 
the  work  of  trie  contract  diligently: 

THEREFORE.  BE  IT  RESOLVED*  That  this  Commission  hereby 
grants  an  extension  of  13  days'for  the  completion  of  SFWD 
Contract  No*  605,  and  liquidated  damages  for  the  resulting  days 
of  delay  are  hereby  waived* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swans on*  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12.527— 

RESOLVED'  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  $149.45,  expenses  of  conference  and  in- 
spection of  Airport  properties  by  City  Officials,  Airport 
Management  and  City  Councilmen  and  City  Managers  of  Peninsula 
Communities  of  San  Mateo  County,  ffey  22,  1952. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.528— 

WHEREAS '  under  the  terms  of  Municipal  Railway  Contract 
No.  402-OceaA  and  Phelan  Avenues  Terminal,  Eaton  and  Smith, 
contractor,  was  required  to  complete  all  work  under  the  con- 
tract on  Ifey  6,  1952;  and 

WHEREAS 9  the  Contractor  experienced  unavoidable  delay  as 
a  result  of  abnormal  and  unseasonable  rains  during  the  past 
winter,  said  rains  creating  an  unstable  ground  condition  that 
necessitated  a  revision  in  the  method  and  materials  required  for 
paving  the  trolley  coach  loop;  and  as  a  result  of  belated  de- 
liveries of  bent  rail  furnished  by  the  Municipal  Railway;  and 

WHEREAS,  said  Contractor  has  been  diligent  in  his  efforts 
to    complete  the  work  within  the  specified  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED    That  the  contract  time 
for  performing  all  work  specified  under  Municipal  Railway 
Contract  No,  402  be  and  is  hereby  extended  for  a  period  of  14 
calendar  days  until  May  20,  1952;  and  that  liquidated  damages 
by  reason  of  such  extension  are  hereby  waived » 


On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.529-- 

RESOLVSD'  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  specifi- 
cations; approves  Modification  of  Contract  in  amount  #1,199.76 
being  the  credit  difference  between  certified  estimated  con- 
tract and  final  performance:  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  |25,079.63#  in  favor  of 
Eaton  and  Smith,  under  Municipal  Railway  Contract  No.  402, 
Ocean  and  Phelan  Avenue  Terminal. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^0— 

RESOLVED    That  this  Commission  approves  entering  into 
agreement  witfi  the  United  States  Post  Office  Department,  to 
transport  upon  the  Municipal  Railway,  within  the  limits  of 
the  Post  Office  of  San  Francisco,  California,  including  the 
towns  of  Colma  and  Daly  City  in  San  mteo  County,  Calif ornia* 
delivery  carriers  and  delivery  messengers  of  the  Post  Office 
Department  while  on  duty,  wearing  the  official  badge  or 
carrying  satchel  or  United  States  mail  sack,  for  a  period  of 
one  year,  commencing  June  1,  1952,  for  the  sum  of  $75,000.00, 
to  be  paid  quarterly  in  four  equal  installments  of  $l8,750;00, 
and 

BE  IT  FURTHER  RESOLVED'  That  the  President  of  the  Com- 
mission and  the  Manager  of  Utilities,  be  and  they  are  hereby 
authorized  to  sign  said  agreement  for  and    on  behalf  of  the 
Commission. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^1— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
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property  under  control  of  said  Water  Department,  as  herein- 
after set  forth: 

THEREFORE,  3E  IT  RESOLVED'  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    California  Water  Service  Company,  San  Mateo  County. 

Permit  to  install  an  8-inch  water  service  main  within 
a  portion  of  the  Crystal  Springs  Pipe  Line  right  of  way,  Mill- 
brae,  San  Mateo  County;  said  main  to  extend  from  Ludeman  Lane 
southerly  a  distance  of  633  feet. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.5^2 — 

WHEREAS »  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  herein- 
after set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Roderick  J.  0?Meara,  Palo  Alto,  California 

Permit  to  pave  over  the  center  planting  s trip  fronting 
Lot  50,  Block  8,  Newbridge  Park  Subdivision,  Menlo  Park;  said 
strip  being  e  portion  of  Hetch  Hetchy  Parcel  2009  as  described 
in  Hetch  Hetchy  records. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  1?.^— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
325.00,  from  Appropriation  No.  165-244-OO-Tire  Rental,  to 
credit  of  Appropriation  No#  165-880-OO-Rents. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
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$10,000*00,  from  Appropriation  No.  66-925-OO-Reconstruction 
and  Replacement  Fund,  to  credit  of  Appropriation  No.  66-949- 
06.  to  provide  for  relocation  and  realignment  of  Water  Ser- 
vices where  removal  of  street  car  tracks  and  reconstruction 
of  streets  necessitates  the  same. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.^4— 

WHEREAS,  under  that  certain  agreement  made  and  entered 
into  between  the  City  and  County  of  San  Francisco,  acting 
through  this  Commission,  and  D.  Rasmussen  on  the  17th  day  of 
September,  1951,  the  right  of  occupancy  by  said  D.  Rasmussen 
under  that  certain  agreement  between  said  parties  under  date 
of  Novenfcer  10,  1941,  as  modif ed  and  extended  by  that  certain 
Memorandum  of  Understanding  executed  between  said  parties 
under  date  of  January  12,  1948,  expired  on  the  10th  day  of 
January,  1952,  for  the  operation  of  a  concession  at  the  San 
Francisco  Airport  Domestic  Terminal  Building;  and 

WHEREAS t  said  D.  Rasmussen  has  continued  in  occupancy 
since  said  10th  day  of  January,  1952,  of  the  space  made  avail- 
able to  him  under  said  agreements;  and 

WHEREAS,  it  is  the  intent  of  this  resolution  to  evidence 
continuance  by  Concessionaire  in  occupancy  since  the  10th  day 
of  January,  1952: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  Said  D.  Rasmussen  is 
deemed  to  be  in  occupancy,  upon  a  month-to-month  basis,  since 
the  10th  day  of  January,  1952,  of  the  space  asigned  to  him 
under  said  agreements  for  the  operation  of  said  concession. 
Except  as  herein  specifically  provided  for,  said  occupancy 
shall  be  subject  to  all  of  the  terms,  covenants  and  condi- 
tions of  said  agreements  hereinabove  referred  to.  This  reso- 
lution is  conditioned  upon  the  reservation  of  the  right  of  this 
Commission  to  order  said  D.  Rasmussen  to  vacate  the  whole  of 
said  premises  by  a  written  notice  to  that  effect  transmitted 
to  said  Rasmussen  at  said  premises  not  later  than  thirty  (30) 
days  prior  to  the  10th  day  of  any  month  hereafter. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution   was  adopted  unanimously: 

—RESOLUTION  NO.  12.  ^S— 

RESOLVED    That  this  Commission  approves  the  terms  and 


-8003- 


conditions  and  hereby  authorizes  the  execution  of  Water 
Department  lease,  as  follows: 


Joseph  Mannlx:  Covering  1.2  acres,  more  or  less,  being 

portion  of  Parcel  57,  Niles  Canyon  Landst 
for  period  of  three  years,  commencing  July  1,  1952»  at  an 
annual  rental  of  $240.00,  for  picnic  grounds,  dwelling  and 
store  purposes. 


The  Commission  was  favored  at  today ?s  meeting  by  the 
presence  of  Colonel  Swift,  President  and  Guy  Hecker, 
r^naging  Director  of  the  American  Transit  Association. 


Thereupon  the  meeting  adjourned. 
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M  I  N  U  T  E  S 


PUBLIC  UTILITIES  COMMISSION 


845th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JUNE  9, 
1952- 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw,  B.  Baron  and  Donald  A.  Cameron. 

President  Oliver  M.  Rousseau  presided* 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  minutes  of  the  844th  regular  meeting  of  the 
Commission  held  June  2,  1952  were  approved* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^6— 

WHEREAS,  the  following  employees  have  retired  from  the 
service  of  the  City  and  County  of  San  Francisco,  having 
served  in  the  Municipal  Railway  and  or  the  Market  Street  Rail- 
way, in  excess  of  25  years;  and 

THEREFORE ,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  in  behalf  of  the  people  of  the  City  and  County  of 
San  Francisco  in  recognition  of  their  long  and  faithful  ser- 
vice, by  this  resolution,  expresses  to  these  employees  its 
best  wishes  for  a  long  and  happy  life  and  the  assurance  of  its 
appreciation  of  work  well  performed;  and 

BE  IT  FURTHER  RESOLVED,  That  the  Secretary  be  and  he  is 
hereby  directed  to  prepare  a  copy  of  resolution  for  presenta- 


-3005- 


tion  to  each  of  the  following  retired  employees: 


Employee 

Joseph  'F. 'Radovich-Municlpal  Railway 

John  J.  Sherry  ft 

Jos.  John  Moser  ?t  and  Mkt.St,Ry,  Co. 

Clyde  John  Spillane  9f  " 


Service 
32  years 
32  years 
27  years 
31  years 


On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


RESOLVED'  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $126,376.97,  in  favor  of  Clinton 
Construction  Co.,  under  Airport  Contract  No.  130-Construction 
of  Terminal  Building-San  Francisco  Airport. 

Contract  Payment  in  amount  S47, 074 ,91,  in  favor  of  Lowrie 
Paving  Co.,  under  Airport  Contract  No.  132-Paving  Aprons, 
Taxiways,  and  other  Grading,  Paving,  Drainage  and  Electrical 
Work  at  San  Francisco  Airport. 

Contract  Payment  in  amount  ,,7,722.03,  in  favor  of  Chas.  I. 
Cunningham  Co.,  under  HHWS  Contract  No.  234-Constructing 
Camphouse  at  Q'Shaughnessy  Dam. 

Contract  Payment  in  amount  $31,832.62,  in  favor  of  T.  E* 
Connolly,  Inc.,  under  HHWS  Contract  No.  233-Construction  of 
Access  Road,  Early  Intake  to  Cherry  Valley  Damsite,  Section 
C-2, 

Contract  Payment  in  amount  ll, 666.67,  in  favor  of  Marmion  D« 
Mills,  for  services  as  transportation  expert  and  co-ordinator 
for  operations  of  Municipal  Railway,  month  of  May,  1952. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


RESOLVED    That  this  Commission  approves  and  hereby  re- 
quests the  Controller  to  draw  warrant  in  amount  $139.45,  in 
favor  of  K.C.Richards,  dba  K.C.Richards  Co.,  for  full  compen- 
sation for  all  damage  sustained  and  expense  incurred  as  result 
of  flooding  of  premises  at  2000  Fillmore  Street,  San  Francisco, 
on  or  about  December  2,  1951. 


--RESOLUTION  NO.  12.^7— 


— RESOLUTION  NO.  12.^8— 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  12. ^Q— 

RESOLVED,  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Onager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  claims  against  the  Municipal  Railway 
as  follows: 

Claimant  Date  of  Accident  Settlement 

Prior  Year 
Non-litigated  settlement 

Pearl  Moy  Horn  June  15,  1951  I  600.00 

Appropriation  No.  165-804-02  1  600.00 

Current  Year 

Ross  Lopez  January  3,  1952  |  40O.OO 

Appropriation  No.  165-804-OI  |  A00.00 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO,12.540~ 

R3S0LVED *  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $23*93»  expenses  of  Robert  Rockwell, 
Assistant  Director  of  the  Bureau  of  Public  Service,  month  of 
May,  1952,  covering  conferences  with  Chambers  of  Commerce; 
Publishers;  National  Safety  Council;  Newspapers;  Advertising 
Club;  Radio  Stations. 

Expense  Voucher  in  amount  $19*25,  expenses  of  Ffyles  W#  Smith, 
Assistant  Director  of  the  Bureau  of  Public  Service,  month  of 

1952»  covering  conferences  with  Chambers  of  Commerce; 
United  Aircraft  Corporation;  Newspapers;  Airline  Meeting, 


Expense  Voucher  in  amount  $6*50,  expenses  of  Paul  Fanning, 
Director  of  the  Bureau  of  Personnel  and  Safety,  May  29,  1952, 


.8007- 


*■  ■ 


covering  conference  with  officials  of  Chicago  and  San 
Francisco  Offices  of  National  Safety  Council. 

Expense  Voucher  in  amount  $3.50,  expenses  of  Robert  E.  Smith, 
assistant  Superintendent  of  Airport  Operations,  May  16,  1952, 
covering  conference  with  Bay  Area  Aviation  Committee. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.541-- 

RESOLVED'  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  specifi- 
cations; approves  Modification  of  Contract  in  amount  $771.30, 
being  the  additional  difference  between  certified  estimated 
contract  and  actual  performance*  approves  Certificate  of 
Accpetance  and  Final  Payment  in  amount  $13,150,709  in  favor  of 
Associated  Pipeline  Welders,  Inc,,  under  SFWD  Contract  No.  603- 
Laying  l65?  Cast  Iron  l^ins  in  Sadowa  Street  from  Capitol  to 
Plymouth  Avenue  and  in  Holloway  from  Plymouth  to  Harold 
Avenue . 

On  motion  of  Commissioner  Mc  Kee„  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously; 

—RESOLUTION  NO.  12, 542— 

RESOLVED '  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $592.40, 
being  the  additional  difference  between  certified  estimated 
contract  and  actual  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  $11,052.48,  in  favor  of 
L/  L.  Jeffries,  under  SFWd  Contract  No.  574-Drilling  and 
Grouting  in  West  Abutment-Calaveras  Dam. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.^— 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
trollers certification  of  the  following: 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
^775. 00,  from  Appropriation  No.  168-23I-OO- Purchase  of  Power, 
to  credit  of  Appropriation  No,  168-900-03,  Services  of  Other 
Lepartments-Controller-Annual  Audit  of  Hetch  Hetchy  Accounts, 
year  ending  June  30,  1951. 
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Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
$1»559. 62,  from  Appropriation  No*  168-350-OO-Foodstuf f s  in 
amount  $1*400.00  and  from  Appropriation  No.  168-870-OO- Taxes, 
in   amount  $159,62.  to  credit  of  Appropriation  No.  168-300-00- 
Materials  and  Supplies. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$1,500.00,    from  Appropriation  No.  163-231-66-Light,  Heat  and 
Power-Water  Operating,  to  credit  of  Appropriation  No.  166-200- 
O0-Contractual  Services. 

Water  Department  Request  for  Intra  Fund  in  amount  $4^500^00 
from  Appropriations  166-860-00  and  166-861-OO- Pensions  and 
Retirement  Allowance,  to  credit  of  Appropriation  No.  166-200- 
00-Contractual  Services. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$2,500.00,  from  Appropriation  No.  165-244-OO-Tire  Rental,  to 
credit  of  Appropriation  No.  165-200-OO-Contractual  Services. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

^RESOLUTION  NO.  12.544— 

WHEREAS |  under  the  terms  of  Municipal  Railway  Contract 
No.  399-T,r*°n©y  System  for  No.  9  Line  Extension,  Severin 
Electric  Co*,  contractor,  was  required  to  complete  all  work 
under  the  contract  on  March  1,  1952;  and 

WHEREAS,  the  contractor  has  experienced  unavoidable 
delays  as  a  result  of  abnormal  and  unseasonable  rains  during 
the  past  winter;  and  as  a  result  of  the  necessity  for  reloca- 
tion by  the  Pacific  Gas  and  Electric  Company  and  the  Pacific 
Telephone  and  Telegraph  Company  of  their  facilities  on  Ocean 
Avenue,  which  necessitated  cessation  of  overhead  work  by  the 
Contractor  until  said  facilities  could  be  relocated;  and 

WHEREAS,  said  Contractor  has  been  diligent  in  his  efforts 
to  complete  the  work  within  the  specified  time  and  did  in  fact 
complete  the  work  in  time  to  enable  the  Municipal  Railway  to 
inaugurate  trolley  coach  service  on  Ocean  Avenue  on  the 
scheduled  conversion  date: 

NOW,  THEREFORE,  BE  IT  RESOLVED    That  the  contract  time 
for  performing  all  work  specified  uftder  Municipal  Railway  No. 
399       and  is  hereby  extended  for  a  period  of  83  calendar  days 
until  my  23,  1952  and  that  liquidated  damages  by  reason  of 
such  extension  are  hereby  waived. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,    the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.545— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $537.47, 
being  the  additional  difference  between  certified  estimated 
contract  and  actual  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  $10,923.17,  in  favor  of 
Severin  Electric  Co.,  under  Municipal  Railway  Contract  No. 
399-Trolley  System  for  No.  9  Line. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12 » 546— 

WHEREAS 9  pursuant  to  Resolution  No.  12,359,  adopted  by 
this  Commission  on  March  24,  1952,  the  Director  of  Property 
on  behalf  of  the  City  and  County  of  San  Francisco,  a  munici- 
pal corporation,  as  Lessor,  advertised  in  the  official  news- 
paper that  sealed  bids  would  be  received  by  him  on  June  4, 
1952*  for  leasing  certain  land  at  the  San  Francisco  Airport, 
San  Mateo  County,  California,  marked  "Supplemental  Lease 
Agreement"  on  Airport  Drawing  No.  BA-IO573,  dated  June  15, 
1951 ;  and 

WHEREAS,  in  response  to  said  advertisement,  Shell  Oil 
Company,  as  the  only  bidder  offered  to  lease  said  land  for  a 
period  expiring  August  31,  1963,  at  a  rental  of  $600,00  per 
year,  subject  to  the  terms  and  conditions  set  forth  in  the 
proposed  lease  on  file  in  the  office  of  the  Director  of 
Property;  and 

WHEREAS'  Shell  Oil  Company  has  paid  the  City  the  re- 
quired deposit  of  $600.00  and  the  Director  of  Property  has 
recommended  acceptance  of  said  bid: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  the  Manager  of 
Utilities    and  the  Secretary  of  this  Commission,  on  behalf 
of  the  City  and  County  of  San  Francisco,  a  municipal  corpora- 
tion, as  lessor,  be  and  they  are  hereby  authorized  and  direct 
ed  to  execute  the  necessary    lease  with  Shell  Oil  Company,  a 
corporation,  as  lessee;  which  lease  shall  begin  June  10,1952; 
the  premises  to  be  used  for  the  purpose  of  constructing,  main 
taining  and  operating  a  bulk  storage  and  distributing  plant 
for  handling  petroleum  products  at  said  Airport.    The  form  of 
lease  shall  be  approved  by  the  City  Attorney* 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12**47-- 

RESOLVED'  That  this  Commission  hereby  approves  the 
issuance  of  a 'revocable  permit,  in  the  form  submitted  to  this 
Commission,  to  the  United  States  of  America,  to  occupy  and 
utilize  the  property  therein  described,  at  the  property  known 
as  the  Riverbank  Plant  and  constituting  property  owned  in 
fee  by  the  City  and  County  of  San  Francisco,  forming  a  portion 
of  Hetch  Hetchy  Right  of  Vfey,  for  the  purpose  of  construction, 
maintenance,  use,  inspection,  repair,  alteration  and  removal 
of  the  processed  waste  of  the  sewer  line  in  accordance  with 
a  general  plan  shown  on  that  map  entitled  Exhibit  B  attached 
to  and  being  a  part  of  said  revocable  permit,  provided  that 
before  said  permit  becomes  effective  there  shall  be  delivered 
to  the    Manager  of  Utilities  a  certificate  evidencing  that 
the  City  and  County  of  San  Francisco,  the  members  of  the 
Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  and  all  their  offices,  servants,  agents  and  em- 
ployees, are  insured  in  a  company  and  in  an  amount  satis- 
factory to  the  Onager  of  Utilities,  Indemnifying  against 
liability  for  persona]  injury  or  death  or  property  damage  in 
said  construction  work* 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. 548— 

RESOLVED'  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  execution  of  Water  Depart- 
ment leases,  as  follows: 

West  Coast  Advertising  Company:     Portions  of  Parcel  36, 

Assessor's  Block  5735  and  5817,  for  the  purpose  of 
maintaining  four  billboards  (12i?x25?), being  Water  Department 
right  of  way  at  east  end  of  the  Farmers9  Market,  San  Fran- 
cisco, on  a  month  to  month  basis,  commencing  June  1,  1952,  at 
rental  rate  of  $40.00  per  month. 

Southwest  corner  of  Lot  1, 
Assessor's  Block  3180,  for  the  purpose  of  maintaining  bill- 
board (25vx25?)>  on  a  month  to  month  basis,  commencing  June 
1,1952,  at  rental  rate  of  $10*00  per  month. 


THEREUPON  THE  MEETING  ADJOURNED , 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


846th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JUNE  l6f 
1952. 


Present:  Commissioners  Oliver  M,  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw.  B.  Baron  and  Donald  A.  Cameron, 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  minutes  of  the  845th  regular  meeting  of  the  Com- 
mission held  June  9,  1952  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Co  mmissioner 
Mc  Kee,  the  following  resolution  signed  by  all  members  of  the 
Commission  on  June  12,  1952  was  ratified, 

—RESOLUTION  NO.  12.549— 

WHEREAS  f  in  accordance  with  Section  124  of  the  Charter, 
James  H.    Turner,  Manager  of  Utilities,  subject  to  the 
approval  of  the  Public  Utilities  Commission  has  appointed 
George  S.  Warren  as  Director  of  the  Bureau  of  Accounts: 

THEREFORE,  BE  IT  RESOLVED'  That  this  Commission  hereby 
approves  the  appointment  of  George  S,  Warren  as  Director  of 
the  Bureau  of  Accounts,  effective  June  14,  1952, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously; 

--RESOLUTION  NO.  12.550-- 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  mnager  of  Utilities,  the  contract  for— 
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Municipal  Railway  Contract  No.  364 
Reconstruction  of  Ladder  Tracks  at 
Geneva  Carhouse 

a  public  work  to  be  performed,  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  reLated  specifica- 
tions, for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Eaton  and  Smith 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid,  at  $24,390.00,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

Approval  of  the  National  Production  Authority  is  not  re- 
quired for  this  project. 

AND  BE  IT  FURTHER  RESOLVED ^  The  Controller  is  hereby  re- 
quested to  allot,  in  the  amount* of  321,935.36  from  the  un- 
allotted balance  of  the  1947  Municipal  Railway  Rehabilitation 
Bond  Fund,  Appropriation  No.  97-530-12  to  provide  funds  for 
the  certification  of  contract. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

^--RESOLUTION  NO.  12.551— 

RESOLVED'  That  the  following  work  to  be  performed  for 
the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco  in    pursuance  of  the  Charter  of  said  City  and  County, 
to-wit: 

Bureau  of  Light,  Heat  and  Power 
Contract  No.  l 1 5-c ons true t ion  of 
Street  Lighting  System  in  Golden 
Gates  Heights  District-Part  1 

be  and  the  same  is  hereby  awarded  to  mhoney  Electric  Company, 
the  lowest  regular  and  responsible  bidder  for  the  sum  of 
$40,837,80, 

And  all  other  bids  for  the  work  a  re  hereby  rejected;  funds 
for  the  work  are  available  in  Appropriation  No.  163-530-51. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.552— 

RESOLVSD,  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

Relining  San  Joaquin  Pipe  Line  No.  1,  San 
Joaquin  River  to  Tesla  Portal  in  the  San 
Joaquin  Division  of  the  Hetch  Hetchy 
Aqueduct-Hetch  Hetchy  Water  Supply  Contract 
No.  251 

a  public  work  to  be  performed  on  the  basis  of  the  unit 
prices  submitted  and  regularly  on  file  for  the  estimated 
quantities  of  work  to  be  performed  as  set  forth  in  the  re- 
lated specifications,  for  the  Public  Utilities  Commission 
of  the  City  and  County  of  San  Francisco,  be  and  the  same  is 
hereby  awarded  to 

Pipe  Linings,  Inc.  South  Gate 
California 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  ^304,070.80,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

Approval  of  the  National  Production  Authority  is  not 
required  for  this  project. 

Funds  for  this  work  are  available  in  Appropriation  No, 
68-925-01-45. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.fFfo.- 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

Constructing  Approach  Light  System  Trestles 
at  San  Francisco  Airport-Airport  Department 
Contract  No.  134 

a  p  ublic  work  to  be  performed  on  the  basis  of  the  unit  prices 
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submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work:  to  be  performed  as  set  forth  in  the  related  specifica- 
tions, for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Payne  Construction  Company 
San  Francisco, Calif • 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid,  at  ^109,152.17,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated* 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 

The  National  Production  Authority  has  approved  starting 
the  construction  of  this  work  and  has  allotted  all  controlled 
materials  necessary  for  its  construction, 

AND  BE  IT  FURTHER  RESOLVED,  The  Controller  is  hereby  re- 
quested to  transfer  in  the  amount  of  $109,152.17,  from  the 
unallotted  balance  of  the  1945  Airport  Bond  Fund  in  Appropria- 
te n  No.  96-915-OO  to  the  allotted  balance  in  Appropriation 
No.  196-955-OI  to  provide  funds  for  certification  of  award  of 
contract. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. 554-- 

RESOLVED ^  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

Constructing  Service  Building-San  Fran- 
cisco Airport-Airport  Department  Contract 
No.  139 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to    be  performed  as  set  forth  in  the  related  specifi- 
cations, for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Morris  Daley 
Burlingame,  California 

he  being  the  lowest  regular  responsible  bidder  for  the  work 
aforesaid  under  Proposal  "A",  at  $195,851.00,  said  sum  being 
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the  total  price  for  the  lowest  bid  submitted  under  Proposal 
"A"  on  the  basis  hereinbefore  stated. 

All  other  bids  for  the  above  described  work  are  hereby 
rejected. 

The  National  Production  Authority  has  approved  starting 
the  construction  of  this  work  and  has  allotted  all  controlled 
materials  necessary  for  its  construction. 

AND  BE  IT  FTJRTHER  RESOLVED ^  The  Controller  is  hereby 
requested  to  transfer,  in    the  amount  of  $195,851.00,  from 
the  unallotted  balance  of  the  1949  Airport  Bond  Fund  in  Appro- 
priation No.  193-550-06,  to  the  allotted  balance  in  Appro- 
priation No.  196-955-02  to  provide  funds  for  certification  of 
award  of  contract. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12,555— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Hetch  Hetchy  Project  Request  for  Additional  Allotment— 
In  amount  $30,000.00-Appropriation  No.  268-855-OO-Fee 
to  U.  S.  Government,  Raker  Act-Fiscal  Year  1952-1953 

In  amount  $1,725 .00- Appropriation  No.  268-813-OO-Auto- 
mobile  Insurance-Fiscal  Year  1952-1953. 

In  amount  $3,755.00-Appropriation  No.  268-269-OO-Maln- 
tenance  of  Radio  System-Fiscal  Year  1952-1953. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
$5,625.00,  from  Appropriation  No.  268-350-OO-Foods tuffs,  to 
credit  of  Appropriation  No.  268-399-03-50-Revolving  Fund, 
Foodstuffs-First  Quarter  of  Fiscal  Year  1952-1953. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment— 
In  amount  $3,125,00-Appropriation  No.  268-64O-OO- Water 
Rights. 

In  amount  I5, 750.00-Appropria ti on  No.  268-641-OO-Hydrography, 

Hetch  Hetchy  Project  Request  for  Additional  Allotment— 
In  amount  $300,000.00-Appropriation  No.  268-231-OI  and  in 
amount  $255,000.00-Appropriation  No.  268-231-02,  for  service 
charges  and  Power  and  Energy  Purchases  from  Pacific  Gas  and 
Electric  Company-First  Quarter-1952-1953, 
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Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$3,271.95,  from  Appropriation  No.  165-804-99-Accident  Re- 
serve Fund,  to  credit  of  Appropriation  N0.  165-804-02-Passen- 
ger  and  Damage  Claims-Prior  Years. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$3,000.00,  from  Appropriation  No.  97-520-OO-Van  Ness  Avenue- 
Potrero  Street  Line  H,  to  credit    of  Appropriation  No.  97- 
520-23,  to  provide  for  certification  of  Contract  No.  420-Con- 
version  of  Trolley  Street  Car  Overhead  for  Carbon  Shoe  Opera- 
tion. 

Municipal  Railway  Reauest  for  Intra  Fund  Transfer  in  amount 
fp2, 525,00,  from  Appropriation  No.  165-199-OO-Compensation 
Reserve,  to  credit  of  Appropriation  No.  l65-17^-°°»  *n  amount 
$2,525*00  and  to  credit  of  Appropriation  No,  165-861-OO,  in 
amount  $207.00-Wages  and  Retirement  Allowance-Court  Order. 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$21,935,36,  under  Appropriation  No.  97-530-12,  to  provide  for 
certification  of  Contract  No*  Jty-Tr&ck  Reconstruction, 
Geneva  Carhouse. 

Airport  Request  for  Additional  Allotment,  in  amount  $19,413,49 
under  various  sub-appropriations,  to  provide  funds  for  en- 
gineering work  orders  in  connection  with  plans  and  specifica- 
tions and  field  inspection  and  supervision  from  the  1945  and 
1949  Airport  Bond  Funds,  for  period  ending  September  30^1952* 

Airport  Request  for  Intra  Fund  Transfer  in  total  amount  of 
$31,164.90,  transferring  funds  required  in  connection  with 
Airport  Federal  Aid  Projects  Nos.  9-04-034-104,105  and  206,for 
engineering  work  orders  on  plans  and  specifications  and  field 
engineering  and    inspection  from  July  1  through  September  30, 
1952. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$10,000.00,  from  Appropriation  No.  l66-2l6-00-Maintenance 
Automotive  Equipment  in  amount  $8,672,56  and  from  Appropria- 
tion No.  166-870-OO-Taxes,  in  amount  $1,327.44,  to  credit  of 
Appropriation  No.  l66-200-00-Contractual  Services. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$147.00,  from  Appropriation  No.  133-812-66-Fidellty  In- 
surance, to  credit  of  Appropriation  No.  l66-8l2-00-Fidelity 
Insurance  in  amount  $45.00  and  to  credit  of  Appropriation  No. 
166-300-OO-Materials  and  Supplies,  in  amount  $102.00. 
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On  motion  of  Commissioner  Mc  Keef  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.556— 

RESOLVED'  That  in  accordance  with  the  recommendation  of 
the  Onager  of  Utilities,  the  contract  for: 

Reconstructing  Apron  at  Hangars  1-2-3-4 
San  Francisco  Airport-Airport  Department 
Contract  No*  142 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work:  to  be  performed  as  set  forth  in  the  related  specifi- 
cations, for  the  Public  Utilities  Commi  ssion  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to: 

The  Lowrie  Paving  Company 

they  being  the  lowest  regular  responsible  bidder  for  the  work 
aforesaid  at  $63,480,35,  said  sum  being  the  total  price  for 
the  lowest  bid  submitted  on  the  basis  hereinbefore  stated. 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

The  National  Production  Authority  has  approved  starting 
the  construction  of  this  work  and  has  allotted  all  controlled 
materials  necessary  for  its  construction. 

AND  BS  IT  FURTHER  RESOLVED ^  The  Controller  is  hereby  re- 
quested to  transfer  in  the  amounts  of  $45,000.00  frcm  the  un- 
allotted balance  of  Appropriation  No.  193-550-09  and 
$18,480.35,  from  the  unallotted  balance  of  Appropriation  No. 
193-550-02  to  the  allotted  balance  in  Appropriation  No.  196- 
955-03  to  provide  funds  for  certification  of  award  of  contract. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  IP.RR7-- 

RESOLVED,  That  this  Commission  acknowledges  the  receipt 
of  and  approves  assignment,  f rom  KleinSmid  Construction  Co., 
to  Crocker  First  National  Bank  of  San  Francisco,  of  all  monies 
and  claims  for  monies  due  s  aid  KleinSmid  Construction  Co., 
under  HHWS  Contract  No.  239-Cherry  River  Project-City  Camp  at 
Dams it e;  and 

BE  IT  FURTHER  RESOLVED'  That  this  Commission  approves 
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Contract  Payment  Recommendation,  In  amount  $8,003.88,  in 
favor  of  said  Crocker  First  National  Bank  of  San  Francisco, 
as  assignee  for  said  KlelnSmid  Construction  Co.,  under  said 
HHWS  Contract  No*  239-Cherry  River  Project-City  Camp  at  Dam~ 
site. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee#  the  following  resolution  was  adopted  unanimously: 

.  — PESOIjUTION  NO,  Igifffl— 

RESOLVED   That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$10,500.00,  from  Appropriation  No,  163-231-66-Light,  Heat  and 
Power,  to  credit  of  Appropriation  No*  166-300-OO,  to  provide 
for  deficiency  in  the  appropriation  for  Materials  and 
Supplies. 

Airport  Request  for  Intra  Fund  Transfer,  transferring  funds 
from  the  1945  and  1949  Airport  Bond  Funds,  to  conform  with 
requirements  of  the  Federal  Government  Civil  Aeronautics  Ad- 
ministration in  connection  with  Federal  Airport  Project  No. 
9-04-034-206  for  the  award  of  contracts:  — 


No.  134  $  109,152,17 

139  195,851.00 
142  63,480.35 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.550— 

RESOLVED,  That  on  recommendation  of  the  General  mnager 
and  Chief  Engineer  of  the  San  Francisco  Water  Department, 
the  City  Attorney  and  the  Onager  of  Utilities,  this  Com- 
mission hereby  requests  the  Controller  to  draw  warrants 
against  such  funds  as  are  or  will  be  legally  available  in 
settlement  of  claims  against  the  San  Francisco  Water  Depart- 
ment,   as  follows: 

Claimant  Date  of  Accident  Settlement 

The  S.'S.  White  Dental  Mfg. 

Co,  December  6,  1951        $  200.00 

Max  Bierman  October  31,  1951  250.OO 

Allen  Bell,  a  minor,  by  Wm. 
M*  Bell,  his  guardian  ad 

litem  October  9,  1951  350,00 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swans  on,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.560— 

RESOLVED f  That  this  Commission  accepts  the  terms  and 
conditions  and  hereby  authorizes  the  ranager  of  Utilities,  for 
and  on  behalf  of  the  City  and  County  of  San  Francisco-Public 
Utilities  Commission,  to  execute  that  certain  Use  Permit, 
under  the  general  provisions  of  which,  the  Trustees  of  Leland 
Stanford  Junior  University,  grants  to  the  City  and  County  of 
San  Francisco,  permission  to  use  and  maintain  a  gravel  sur- 
faced roadway  for  purpose  of  access  to  City's  tunnel,  pipe 
line  or  lines  and  appurtenances  thereto,  over  and  across 
lands  of  the  University  and  within  the  right  of  way,  situated 
in  the  County  of  Santa  Clara. 

On  motion  of  Commissioner  Swans  on,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously; 

--RESOLUTION  NO.  12.561— 

RESOLVED'  That  the  San  Francisco  Junior  Chamber  of  Com- 
merce is  hereby  granted  permission  to  conduct  an  Air  Fair 
and  all  the  activities  essential  and  related  thereto,  on  "San  ,. 
Francisco  Airport  properties,  September  14#  1952» 

The  San  Francisco  Junior  Chamber  of  Commerce  shall  ac- 
quire proper  and  adequate  insurance  to  indamnif y  and  hold  the 
City  and  County  of  San  Francisco,  the  Public  Utilities  Com- 
mission, Airport  Department,  harmless  from  and  gainst  any  and 
all  claims  based  on  loss  or  damage  to  property,  or  injury^  or 
death  to  persons  which  might  arise  because  of  the  use  and 
occupancy  of  said  Airport.    For  and  in  consideration  of  this 
permission  the  said  San  Francisco  Junior  Chamber  of  Commerce 
shall  pay  to  the  City  and  County  of  San  Francisco  a  fee  of 
$1.00. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12562-- 

RESOLVED,  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  $22.00,  expenses  of  C.  D,  Miller,  General 
Manager  of  the  Municipal  Railway,  June  2-3,  1952,  covering  con- 
ferences with  Guy  Hecker  and  Colonel  Harley  Swift  of  the 
American  Transit  Association,    relative  to  A.  T.  A.  Conven- 
tion in  Los  Angeles  for  1953,  with  a  stopover  in  San  Fran- 
cisco of  one  day  with  a  special  train  of  eastern  delegates. 
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On  motion  of  CommlssionerrBaron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12.56V- 

RESOLVED '  That  this  Commission  hereby  consents  to  an 
extension  f rati  June  1,  1952  to  October  1,  1954,  of  the 
occupancy  by  the  San  Francisco  Unified  School  District,  of 
that  certain  29  acres,  more  or  less,  known  as  Balboa  Park 
Reservoir  Tract,  under  the  jurisdiction  of  the  San  Francisco 
Water  Department,  at  the  present  rental  of  $101 ,09  per  month. 
This  extension  is  granted  subject  to  the  condition  that  the 
said  San  Francisco  Unified  School  District  agree  to  vacate 
and  give  possession  of  the  premises  to  the  Public  Utilities 
Commission  on  or  before  October  1»  1952, 


THEREUPON  THE  MEETING  ADJOURNED. 
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PUBLIC  UTILITIES  COMMISSION 


847th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JUNE  23, 
1952. 


Present:       Commissioners  Victor  S*  Swanson,  Sam  Mc  Kee, 
Edw.  B,  Baron  and  Donald  A.  Cameron. 

Vice  President  Victor  S.  Swanson  presided. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  minutes  of  the  846th  regular  meeting  of  the 
Commission  held  June  16,  1952  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  signed  by  Commissioners 
Rousseau, Swanson  and  Baron  on  June  18,1952,  was  ratified, 

— .RESOLUTION  NO.  12. 564— 

WHEREAS,  recent  inspection  discloses  several  pavement 
failures  on  Runway  IOR-28L  and  limited  areas  of  of  Taxiways 
No.  2  and  4,  said  failures  requiring  immediate  repairs;  and 

WHEREAS,  these  pavement  failures  are  and  will  prove  a 
serious  hazard  for  the  safe  movement  of  heavy  aircraft  operated 
from  the  field:  and 

WHEREAS,  because  of  construction  activities  the  adjoining 
runway  will  be  closed,  forcing  additional  traffic  on  said 
Runway  IOR-28L: 

THEREFORE,  BE  IT  RESOLVED    That  in  consonance  with  the 
provisions  of  Section  46,  Chapter  10,  Article  2  of  the  Munici- 
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pal  code,  time  not  permitting  of  the  calling  of  bids  for 
necessary  repairs  to  said  runway  and  to  protect  public  life 
and  the  property  of  the  City  and  County  of  San  Francisco, this 
Commission  hereby  declares  the  existence  of  an  emergency  and 
the  Manager  of  Utilities  be  and  he  is  hereby  directed  to  take 
such  steps  as  are  necessary  to  provide  for  said  emergency 
repairs  to  said  Runway  10R-10L;  and 

BE  IT  FURTHER  RESOLVED    That  the  Controller  is  hereby 
requested  to  certify  necessary  funds,  in  an  estimated  amount 
of  $1,850,00  to  cover  cost  of  said  repairs. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12.565— 

RESOLVED'  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  execution  of  bill-board 
leases,  all  on  a  month-to-month  basis,  (not  to  exceed  three 
months),  Water  Department  property,  as  follows: 

To:  Foster  and  Kleiser  Co.  Yearly  Rental 

Commencing  July  1.  1Q52 
Ocean  and  Phelan  Avenue-Balboa  Tract  $120,00 

17th  and  Prosper  Street  20,00 

North  limits  of  Bad en-U.S. Highway  No. 101  124*00 

Ml  librae  Reservoir  Lot-U.S. Highway  No. 101  104,00 

Bay  Division  Pipe  Line  No.  3  R/W,  near 
Milpitas-Highway  IV-SCL-5A  20.00 

To:-Standard  Building  Co. 

Junipero  Serra  Boulevard,  northerly  of  Belle 
Avenue,  commencing  June  1,  1952  120,00 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.566— . 

WHEREAS f  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after set  forth: 

THEREFORE, BE  IT  RESOLVED, That  the  Public  Utilities  Commission 
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of  the  City  and  County  of  San  Francisco  does  hereby  approve 
the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Telephone  and  Telegraph  Company,  and 
Pacific  Gas  and  Electric  Company 

Permit  to  install  two  pole  line  anchors  within  the  Bay 
Division  Pipe  Line  No.  3  right  of  way  adjacent  to  Block  3, 
Orchard  Park  Subdivision,  Sunnyvale,  Santa  Clara  County. 

On  motion  of  Commissioner  He  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously; 

—RESOLUTION  NO.  12.^67- - 

WHEREAS 9  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Company,  and 
Pacific  Telephone  and  Telegraph  Company 

Permit  to  install  and  maintain  a  pole  line  anchor  within 
the  Crystal  Springs  Watershed  property;  said  anchor  being  ad- 
jacent to  Lot  13,  Crystal  Springs  Subdivision,  Hillsborough, 
San  rfeteo  County. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,568— 

RESOLVED ^  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution  authorizing  acceptance  of 
deed  from  Harry  A.  Taylor  and  Clera  Mae  Taylor,  or  the  legal 
owners  to  a  water  pipe  line  easement  in  and  along  the  western 
10  feet  of  Lot  9,  Block  9,  as  per  map  entitled  "Tract  No. 
562-Meadow  Glen,  San  Mateo  County,  California,  June,  1946^, re- 
quired for  the  Sunset  Supply  Line,  and  that  the  sum  of  $750.00 
be  paid  for  said  easement  from  Appropriation  No.  97-975-59. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.^69— 

WHEREAS,  William  H.  Doidge,  Special  Collector,  San 
Francisco  Water  Department  has  retired  from  the  service  of 
the  City  and  County  of  San  Francisco  after  serving  the  Spring 
Valley  Water  Company  and  the  San  Francisco  Water  Department 
for  a  period  of  thirty-six  years;  and 

WHEREAS •  in  the  performance  of  his  duties,  in  his  con- 
tacts with  the  public,  his  fellow  employees  and  the  heads  of 
Departments,  he  has  earned  their  respect  and  admiration;  and 

WHEREAS    the  Public  Utilities  Commission  recognizes  the 
valuable  service  Mr*  Doidge  has  rendered  the  people  of  San 
Francisco  while  employed  by  the  said  Spring  Valley  Water 
Company  and  the  said  San  Francisco  Water  Department: 

THEREFORE,  BE  IT  RESOLVED p  That  the  Public  Utilities 
Commission  on  behalf  of  the  people  of  the  City  and  County  of 
San  Francisco,  in  recognition  of  his  long  and  faithful  ser- 
vice, by  this  resolution,  expresses  to  Mr\  Doidge,  its  best 
wishes  for  a  long  and  happy  life  and  the  assurance  of  its 
appreciation  of  work:  well  performed;  and 

BE  IT  FURTHER  RESOLVED^  That  the  Secretary  be  and  he  is 
hereby  directed  to  prepare  a  copy  of  this  resolution  for 
presentation  to  Mr.  William  H,  Doidge. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.570-*- 

WHEREAS,  the  following  employees  have  retired  from  the 
service  of  the  City  and  County  of  San  Francisco,  having  served 
in  the  Municipal  Railway  and  or  in  the  Market  Street  Railway 
in  excess  of  twenty-five  years;  and 

WHEREAS ,  the  Public  Utilities  Commission  recognizes  the 
valuable  service  these  employees  have  rendered  the  people  of 
San  Francisco  while  employed  in  said  Municipal  Railway,  and  or 
in  said  Market  Street  Railway: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities  Com- 
mission in  behalf  of  the  people  of  the  City  and  County  of  San 
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Francisco,  in  recognition  of  their  long  and  faithful 
service,  by  this  resolution  expresses  to  these  employees, 
Its  best  wishes  for  a  long  and  happy  life  and  the  assurance 
of  ite  appreciation  of  work  well  performed;  and 

BS  IT  FURTHER  RESOLVED'  That  the  Secretary  be  and  he  is 
hereby  directed  to  prepare  &  copy  of  resolution  for  presenta- 
tion to  each  of  the  following  employees: 


Employee  Service 

Hopley  S.  Anderson  32  years 

John  A.  Bartlett  31  years 

Vance  Carl  Boyer  45  years 

Martin  Judaklin  35  years 

Thorms  Huvane  32  years 

George  R.  Mackin  28  years 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.571— 

RESOLVED'  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $162,000.00,  from  Hetch  Hetchy  Recon- 
struction and  Replacement  Fund  (Power)  to  credit  of  Appropria- 
tion No.  68-925-II-36,  to  provide  for  reconstruction  of  the 
Moccasin  Penstock  Anchors. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12, 572— 

RESOLVED'  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

Silt  Removal  from  Millbrae,  South  Lomita  and  North  Canals 
at  San  Francisco  Airport-Airport  Department  Contract  N0.143 

a  public  work  to  be  performed,    on  the  basis  of  the  unit 
prices  submitted  and  regularly  on  file  for  the  estimated 
quantities  of  work  to  be  performed  as  set  forth  in  the  re- 
lated specifications,  for  the  Public  Utilities  Commission  of 
the  City  and  County  of  San  Francisco,  be  and  the  same  is  hereby 
awarded  to 

Webber  and  Mc  Cann,  Inc. 
Millbrae,  Calif. 

they  being  the  lowest  regular  and  responsible  bidders  for  the 
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work  aforesaid  at  $10,235.00,  said  sum  being  the  total 
price  for  the  lowest  bid  submitted  on  the  basis  hereinabove 
stated. 

And  all  other  bids  for  the  above  described  work  are  here- 
by rejected. 

Approval  of  the  National  Production  Authority  is  not 
required  for  this  project. 

AND  BE  IT  FURTHER  RESOLVED'  The  Controller  is  hereby 
requested  to  allot,  in  the  amouftt  of  $11,258.50,  from  the  un- 
allotted balance  of  Airport  Operating  Fund  Appropriation  No. 
164-214-OO,  to  provide  funds  for  the  certification  of  award 
or  (modification)  of  contract. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 

Cameron,  the  following  resolution  was  adopted  unanimously: 

- 

—RESOLUTION  NO.  12.57V- 

WHEREAS*  under  the  terms  of  HHWS  Contract  No.  254, 
Constructing  Camphouse  at  0?Shaughnessy  Dam,  Chas.  I. 
Cunningham,  Contractor,  was "required  to  complete  all  work 
under  the  contract  on  January  21,  1952;  and 

WHEREAS*  the  contractor  has  experienced  unavoidable  delay 
in  prosecuting  the  work  as  a  result  of  having  no  access  to 
the  work  for  the  period  from  December  28  through  Hay  5»  1952> 
due  to  the  road  to  the  site  of  the  work  being  closed  by  snow; 
and 

WHEREAS'  said  contractor  has  been  diligent  in  his  efforts 
to  complete  the  work  within  the  specified  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED'  That  the  contract  time 
for  performing  all  work  specified  uAder  Hetch  Hetchy  Water 
Supply  Contract  No.  254  be  and  is  hereby  extended  for  a  period 
of  127  calendar  days  until  Hay  27,  1952,  and  that  liquidated 
damages  by  reason  of  such  extension  are  hereby  waived. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12.  574— 

RESOLVED'  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities  for  the  extension  of  water  mains  and 
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services,  the  contract  for 


The  Laying  of  20- Inch  and  24- Inch  Steel  Mains 
from  Frederick  and  Stanyan  Streets,  to  Clay  and 
Lyon  Streets  and  in  Frederick  Street  from  Stanyan 
to  Downey  Street-SFWD  Specification  No.  616 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

M  &  K  Corporation  and  Associated 
Pipeline  Welders,  Inc. 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  a  t  Two  Hundred  and  Eighty  Five  Thousand  Two 
Hundred  and  Sixty  One  Dollars  ($285,261.00)  said  sum  being 
the  total  price  for  the  lowest  bid  submitted  on  the  basis 
hereinabove  stated. 

AND  BE  IT  FURTHER  RESOLVED  *  The  Controller  is  hereby 
requested  to  approve  the  allocation  of  funds  necessary  to 
fully  accomplish  the  aforementioned  extension  of  water  mains 
and  services. 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected . 

Funds  have  been  set  up  in  Appropriation  No.  66-980-04. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12. 575— 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller ?s  certification  of  the  following: 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $4,500.00 
from   Appropriation  No.  164-870-OO-Taxes,  to  credit  of  Appro- 
priation No.  164-801-OO-Accident  Compensation,  to  provide 
for  order-Industrial  Accident  Commission,  re  injury  to  Frank 
Florence. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$10,000,00  from  Appropriation  No.  66-925-OO-Reconstruction 
and  Replacement  Fund,  to  credit  of  Appropriation  No.  66-949- 
06,  to  provide  for  relocation  and  realignment  of  water  ser- 
vices where  removal  of  car  tracks  and  re pavement  of  streets 
necessitates  the  same. 
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Water  Department  Request  for  Allotment,  in  amount  $7,500.00, 
Appropriation  No.  266-813-OO-Auto  Insuranc e-1952-1953 ♦ 

Water  Department  Request  for  Allotment-Fiscal  year  1952-53 


266-820-OO-Bank  Collections  &  Commissions  $20,000*00 

266-8<55-00-Fees,  License  Permits  4,600. 00 

266-880-OO-Rents,  Real  Property  4,750.00 

Water  Department  Request  for  Intra  Fund  Transfer,  from  Appro- 

pritions:  166-804-OO-On Juries  &  Damages  $5,200.00 

l66-8ll-00-Compensation  Insurance  1,270.50 

166-813-OO-Automobile  Insurance  44.60 

166-81 5-00-0ther  Insurance  225.83 

166-880-OO-Rents-Real  Property  659 .56, to 

credit  of  Appropriation  l66-200-00-Contractual  Services 


Water  Department  Request  for  Allotment  in  amount  $1, 565.00, 
Appropriation  No*  266-112-00-Holidays,  for  first  quarter  of 
fiscal  year  1952-1953. 

Municipal  Railway  Request  for  Allotment  in  amount  $500,000.00, 
under  Appropriation  No.  2 65-804-02-f irst  quarter  allotment 
for  Passenger  and  Damage  Claims-Prior  Years  * 

Municipal  Railway  Request  for  Allotment  in  amount  $71,250.00 
under  Appropriation  No.  265-804-Ol-f irst  quarter  allotment 
for  Passenger  and  Damage  Claims-Current  Year. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
$5,000.00,  from  Appropriation  No.  192-057-OO-Cherry  Valley 
Dam  Bond  Fund,  to  credit  of  Appropriation  No.  192-067-00,  in 
amount  $3,500»0°-Gos"t  of  CamP  Boarding  House  and  in  amount 
$1,500.00-Appropriation  No.  192-068-OO-Cost  of  Camp  Mainte- 
nance. 

Hetch  Hetchy  Project  Request  for  Allotment  in  amount  $1,024.58 
under  Appropriation  No.  98-900-56,  for  Office  Engineering  on 
plans    and  specifications  and  preparation  of  permanent  f?as 
built79  drawings  of  work  already  completed. 

Hetch  Hetciiy  Project  Request  for  Allotment  in  amount  $50,899.33 
under  appropriations-Cherry  River  Project, as  follows: 

192-056-OO- Plans  and  Specifications  $18,490.48 
192-057-OO-Field  Engng.  &  Inspection  31,022.00 
192-054-OO-Administration  Expense  1,386.85 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$25, 000.00, from  Appropriation  No.  165-2440-OO-Tire  Rental,  to 
credit  of  Appropriation  No.  165-30O-OO,  to  provide  for  de- 
ficiency in  appropriation  for  Materials  and  Supplies. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  12.576— 

RESOLVED'  That  on  recommendation  of  the  Manager  of 
Utilities,  th&  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  claims  against  the  Municipal  Railway, 
as  follows: 

Prior  Years 

Claimant 

Non-litigated  settlements  Date  of  Accident  Settlement 
'  Ellen 'G.'Egliht  May  1,  1951  $  250.OO 

Litigated  settlements 

Agnes  Purves  Sneddon  February  23,  1951  1,750.00 

Sharon  Carlson,  a  minor  November  10,  1950  644.28 

Cornelia  Johnson  April  6,  1951    '  950,00 

Robert  J •  Dobson  September  7,  1951  350,00 

David  L.  Mc  Coy  July  20,  1950    '  350,00 

Judgments: 

Earl  D.  Brown  August  15,  1949  1,277.55 

Lillie  Robertson  April  2,  1951  1,156.00 

plus  interest 

Laura  Fava  May  2,  1951  976.25 

 47*75 


Louis  Fava  »» 


Appropriation  No.  165-804-02  fe  7.751.8? 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Keef  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.S77-- 

RESOLVED'  That  this  Commission  approves  Traveling 
Expense  Voucher  in  amount  $100.45,  expenses  of  Harold  S, 
Messersmith,  Superintendent  of  Airport  Operations,  covering 
conference  of  California  Association  of  Airport  Executives, 
June  4-5-6-7,  1952-, Stockton,  California. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mo  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO,  12. 578-- 

RESOLVED'  That  this  Commission  consents  to  transfer  of 
jurisdiction  of  certain  City  owned  land  in  the  vicinity  of 
Point  Lobos  Avenue  and  Merrie  V&y,  including  the  former 
Sutro  Terminal  site,  from  Municipal  Railway,  to  Recreation 
and  Park  Department,    required  for  Lincoln  Park,  and  in  con- 
sideration of  which,  the  sum  of  122,500,00  is  to  b e  credited 
to  the  account  of  the  Municipal  Railway. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.57Q-- 

RSSOLVED'  That  this  Commission  hereby  requests  the 
director  of  Property  to  take  such  steps  as  are  necessary  to 
transfer  to  the  Department  of  Public  Works,  that  certain  real 
property  under  the  jurisdiction  of  the  Municipal  Railway, 
being  the  center  strip  of  Sloat  Boulevard  from  St.  Francis 
Circle  to  the  Great  Highway;  and 

BE  IT  FURTHER  RESOLVED    That  Resolution  No,  10,517, 
adopted  March  6,  195°»  be  a^  ^e  same  is  hereby  rescinded. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.580-- 

RE SOLVED    That  this  Commission  hereby  requests  the 
Director  of  Property  to  take  such  steps  as  are  necessary 
to  accept  from  the  Pacific  Gas  and  Electric  Company,  a 
revocable  grant  of  easement  covering  the  installation  of  a 
water  line  within  23rd  Street  (closed),  situate  in  the  City 
and  County  of  San  Francisco,  California. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
l!Jc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 581— 

RESOLVED  That  this  Commission  approves  the  terms  and 
conditions  anS  hereby  authorizes  issuance  of  Airport  Space 
Rental  Permit,  as  follows: 

To:    American  Airlines,  Inc* 
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Effective  Date:  -  July  1,  1952 

Area  Sq.Ft.        Amount  per 

Property  Description        Sq.Ft.       Pr.  Yr.  Year 

Area  adjacent  Air  Mail 
Freight  Building 

Paved  Area  4,880         $  O.075      $  366. 00 

Permission  is  granted  said  American  Airlines,  Inc.,  to 
errect  on  said  premises  a  temporary  40'x8o?  Butler  Type 
Building  to  be  used  for  the  handling  of    air  cargo. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.582— 

RSSOLVED'  That  this  Commission  approves  the  terms  and 
conditions  an<3  hereby  authorizes  execution  of  \hter  Department 
agricultural  lease,    as  follows: 

Mrs.  Rosie  Thomas  of  Sunol,  covering  1700  acres,  more  or  less, 

being  portions  of  the  Sunol  portion  of  the  Rancho 
El  Valle  de  San  Jose,  per  Hap  F-376,  for  period  of  seven 
years,  commencing  November  1,  1952,  at  an  annual  base  rental 
of  $3,400.00,  plus  an  amount  to  be  determined  annually  on 
the  selling  price  of  slaughter  beef. 

BE  IT  FURTHER  RESOLVED,  That  the  present  lease  held  by 
said  Mrs.  Rose  Thomas,  due  to  expire  November  1,  1953,  be 
and  the  same  is  cancelled  as  of  October  31,  1952. 

On  motion  of  Commissioner  Baron,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. ffi— 

RESOLVED,  That  this  Commission  approves  the  terms  and  con- 
ditions and  hereby  authorizes  issuance  of  Airport  Space  Rental 
Permits,  covering  occupancy  by  two  Airline  Companies  of  the 
Pre-fabricated  Butler  Building,  located  adjacent  to  and  south 
of  the  south  concourse  of  the  Domestic  Air  Terminal  Building, 
as  follows: 

Effective  Date:  -  July  23,  1952 

Company  Area  Sa .  Ft.    Sa  .Ft.  Pr.Yr.  Amount  per  Yr. 

American  Airlines  Inc.  720  $1.20  $  864,00 

California  Central 

Airlines,  Inc.  240  1,20  288. 00 

$1,152.00 
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BE  IT  FURTHER  RESOLVED %  That  Resolution  No.  11,287, 
covering  the  occupancy  of  said  building  by  American  Airlines 
as  custodian,  be  and  the  same  is  hereby  rescinded,  effective 
July  23,  1952. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.584— 

RESOLVED #  That  in    the  interest  of  public  service  to 
air  line  visitors  to  San  Francisco,  this  Commission  hereby 
grants  permission  to  Carriage-Trade  Publications,  620  Market 
Street,  San  Francisco,  at  their  own  expense,  to  distribute 
through  personal  presentation  or  self-help  distribution  con- 
tainers, at  the  San  Francisco  Airport,  9 'Welcome  Maps-San 
Francisco  and  Bay  Area*'    This  permission  is  granted  subject 
to  the  condition  that  the  advertising  sponsorship  of  said 
"Welcome  Maps"  be  restricted  to  those  companies  that  are  not 
in  direct  competition  to  tenants    of  the  San  Francisco  Airport. 


Matter  of  Social  Security: 

Mr.  Gus  Katsarsky,  Assistant  Secretary,  San  Francisco 
Labor  Council  and  Mr.  Chas.  Woods,  President,  A.  F.  of  L. 
Carmens  Union  appeared  before  the  Commission  in  the  matter 
of  social  security  affecting  Municipal  Railway  personnel, 
the  matter  having  been  referred  to  the  Commission  by  the 
Judiciary  Committee  of  the  Board  of  Supervisors.    Mr.  James 
H.  Turner  advised  that  the  matter  had  just  been  received 
from  the  Judiciary  Committee  and  time,  and  awaiting  explana- 
tory letter  from  the  Retirement  System,  did  not  permit  of 
study  and  consideration  by  the  Commission.    It  is  anticipated 
that  the  natter  would  be  considered  by  the  Commission  at  its 
meeting  of  June  30,  1952. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MI  NUT  E  S 


PUBLIC  UTILITIES  COMMISSION 


848th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JUNE  30, 

1952* 


Present:    Commissioners  Oliver  M#  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw.  B.  Baron  and  Donald  A.  Cameron. 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  minutes  of  the  847th  regular  meeting  of  the  Com- 
mission held  June  23,  1952  were  approved. 

On  motion  of  Commissioner  Swanson,  seconded  "by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12^8^-- 

RESOLVED    That  this  Commission  approves  and  hereby  re- 
quests the  Controller's  concurrence  in  amending  Rules  and 
Regulations-Revolving "Funds,  as  follows: 

Rule  7  -  Bank  Signatures     Principal  Counter 

Section: 


A 

-  'Pub.Utlts.Comm'n.-Pac.Nat.Bnk. 

Delete 

R.P.Scott 

R.P.Scott 

B 

-  Airport-Bnk.  of  Amer. -San  Bruno 

Delete 

R.P.Scott 

R.P.Scott 

C 

-  Bur.Lt.Ht.&  Pwr.Pac.Nat.Bnk. 

Delete 

R.P.Scott 

R.P.Scott 

D- 

•1 

-  Htch.Htchy.Project-Bnk.  of  Amer. 

Delete 

R.P.Scott 

R.P.Scott 

E- 

■1 

-  M11n.Ry.-Claims~Amer.Trst  fCo. 

Delete 

R.P.Scott 

R.P.Scott 

Add 

C.D.Miller 

E- 

•2 

-    "    f9  Gen.Mgr.-Bnk.  of  Amer. 

Delete 

R.P.Scott 

R.P.Scott 

Add 

C.D.Miller 

Delete 

J.J.Lyons 
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Princi pal 


Counter 


F-l~Water  Dpt.  Consinnrs. Ad jt. Account, 

Bank  of  America 

Delete 
Add 

F-2       "  Consmnrs. Quart. Dept. 

Acct.-Bnk.  of  America 

Delete 
Add 

F-3       5?    Gen.Mgr.-Bnk.  of  America 

Delete 


R.P.Scott  R.P.Scott 
J.J.  Lyons  J.J.Lyons 


R.P.Scott  R.P.Scott 
J.J. Lyons    J .J .Lyons 


R.P.Scott  R.P.Scott 


On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


RESOLVED,  That  this  Commission  approves  all  non-civil 
service  and  temporary  appointments  and  removals  made  by  the 
Manager  of  Utilities  for  the  month  of  May,  1952;  and 

BE  IT  FURTHER  RESOLVED '  That  report  of  said  appointments 
and  removals  be  transmitted' to  the  Civil  Service  Commission 
and  to  the  Controller. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


RESOLVED*  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $10 , 080 ,00- Water  Department  Funds,  to 
provide  for  compensation  of  3  U54  Special  Collectors  and  dele« 
tion  of  3  B222  General  Clerks,  to  conform  with  Annual  Salary 
Ordinance,  Fiscal  Year  1952-1953. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unan  imously: 


RESOLVED'  That  this  Commission    hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in   amount  $3, 840 f OO-Municipal  Railway  Compensation 
Reserve,  to  credit  of  Appropriation  No.  265- 110-00,  to  provide 
for  compensation  of  one  Sill  Inspector  and  deletion  of  one 
S120  Day  Dispatcher,  reflecting  recent  reclassification  of 
position  by  Civil  Service  Commission. 


—RESOLUTION  NO.  12,586— 


RESOLUTION  NO.  12.587— 


— RESOLUTION  NO.  12.588— 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12. 589— 

RESOLVED '  That  this  Commission  hereby  requests  the  Board 
of  Supervisor^  to  adopt  resolution  authorizing  acceptance  of 
deeds,  from  the  following  named  parties,  or  legal  owners,  to 
certain  real  property,  required  for  account  of  the  San  Fran- 
cisco Water  Department,    as  follows: 

For  Sunset  Supply  Line,  deed  from  Peter  Mondani  and  Evelyn  M. 
Mondani,  San  mteo  County,  being  in  area  129xlOOf,  being  part 
of  Lot  58,  Block  6,  Tract  No.  462-Maadow  Glen,  San  Mateo 
County,  in  amount  $750,00. 

For  Bay  Division  Pipe  Line  No,  3,  quitclaim  deed  from  F.  W, 
Hackett,  or  legal  owner,  in  area  0,058  acre,  more  or  less, 
being  portion  of  land  in  Ora  Loma  Acres,  Santa  Clara  County9 
in  amount  $10.00. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  12.5Q0— 


RESOLVED    That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  claims  against  the  Municipal  Railway,  as  follows: 


Claimant      CURRENT  YEAR 
Lydia  F.  Graviotto 
Anna  Dickie 
0.  W.  Herber 
Janet  Hoo 
Herman  R,  Jobst 
David  Klugmn 
Frank  Laws on 
Giuseppina  Rubino 
Marion  L.  Webb 
Delwyn  Young 

Appropriation  No. 
Amending  Resolution  No. 
Mc  Clellan, ad justing  se 
$274.74 

Appropriation  No. 


Date  of  Accident 

my  8,  1952 
my  5,  1952 

June  21,  1952 
April  29,  1952 
June  13,  1952 
December  27,  1951 
March  14,  1952  ' 
July  6,  1951 

my  29,  1952 

April  29,  1952 
165-804-OI 
12,460,  claimant-Signe  Ash 
ttlement  from  $262.74  to 

165-804-02 


Settlement 
$  120.00' 
150.00 
162.46 
13O.69 
128.50 
106.68 
124.33 
157.07 
154.44 


&  10.00 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.5Q1-- 

RESOLVED^  That  this  Commission  hereby  approves  of  the 
execution  of  the  document  submitted  to  this  Commission  between 
City  and  County  of  San  Francisco,  a  municipal  corporation, 
acting  through  its  Public  Utilities  Commission,  and  Pacific 
Gas  and  Electric  Company,  a  California  corporation,  covering 
the  mutual  use  and  exchange  of  use  of  facilities  between 
Municipal  Railway  and  Pacific  Gas  and  Electric  Company  em- 
bodying the  former  Market  Street  Railway  equipment. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.5??-- 

WHEREAS,  by  Resolution  No.  12,015,  under  the  date  of 
October  29,  1951,  the  starting  date  for  work  under  HHWS  Con- 
tract No.  240-Constructing  Steel  Plate  Liner  and  Manifold 
at  Oakdale  Portal,  by-pass  valves  at  Tesla  Portal,  and  inci- 
dental construction  in  the  San  Joaquin  Division  of  the  Hetch 
Hetchy  Aqueduct,  was  extended  from  October  5,  1951  to  July  1, 
1952;  and 

WHEREAS'  it  is  necessary  that  during  the  month  of  July 
1952,  a  c  ontinuous  and  adequate  supply  of  water  be  maintained 
for  work  to  be  accomplished  under  HHWS  Contract  No.  251, 
Relining  San  Joaquin  Pipe  Line  No.  1,  San  Joaquin  River  to 
Tesla  Portal;  and 

WHEREAS'  the  only  available  source  of  water  for  this 
purpose  is  the  San  Joaquin  Pipe  Line  No.  2,  deliveries  of 
water  through  which  will  be  temporarily  interrupted  during 
the  progress  of  the  work  under  said  HHWS  Contract  No,  241: 

NOW,  THEREFORE,  BE  IT  RESOLVED f  That  this  Commission  ex- 
tends the  starting  date  for  work  to'be  accomplished  under 
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Hetch  Hetchy  Water  Supply  Contract  No.  240  from  July  1,  1952, 
to  August  1,  1952;  sale1  work  to  bo  completed  within  the 
period  of  two  hundred  calendar  days  therefrom,  which  period 
is    specified  in  the  contract  documents,  or  on  February  l6f 

1953. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.^-- 

WHEREAS,  by  Resolution  No.  12,l62,  under  the  date  of 
January  2,  1952,  work  under  HHWS  Contract  No.  239-Cherry 
River  Project,  City  Camp  at  Damsite,  was  postponed  for  a 
period  of  ninety  calendar  days  during  the  winter  months  from 
January  1,  1952,  to  March  31,  1952;  and 

WHEREAS,  the  Contractor  was  unavoidably  delayed  in  the 
prosecution  of  the  contract  work  by  reason  of  his  being  un- 
able to  reach  the  site  of  the  work  until  Vhy  15,  1952,  as  a 
result  of  abnormally  severe  snow  conditions  during  the  past 
winter;  and 

WHEREAS,  said  contractor  has  been  d iligent  in  his  efforts 
to  complete  the  contract  work  within  the  specified  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED ^  That  the  contract  time 
for  performing  all  work  specified  under  HHWS  Contract  No.  239 
be  and  is  hereby  extended  for  a  period  of  45  calendar  days 
until  July  18,  1952,  and  that  liquidated  damages  by  reason  of 
such  extension  are  hereby  waived. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. 594— 

WHEREAS f  under  the  terms  of  San  Francisco  Airport  Con- 
tract No.  119-Furnishing  and  Installing  High  Intensity  Run- 
way Lights  at  San  Francisco  Airport,  Manning  and  Whitaker, 
Inc..,'  Contractor,  was  required  to    complete  all  work  on 
January  10,  1951;  and 

WHEREAS,  the  Contractor  experienced  unavoidable  delays  in 
that  under  Section  87  of  the  above- referenced  contract,  he  was 
required  to  install  the  power  control  equipment  of  the  runway 
lighting  system  in  the  Field  Lighting  Building  being  con- 
structed under  Airport  Contract  No.  123,  which  construction 
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was  not  completed  until  July  10,  195I;  and 

WHEREAS    the  Contractor  experienced  additional  unavoid- 
able delays  in  that  tests  of  the  runway  lighting  system  com- 
pleted on  July  20,  1951,  revealed  a  large  portion  of  the  in- 
sulation on  installed  cable  to  be  unacceptable  to  the  City, 
replacements  of  which  could  not  be  furnished  the  contractor 
by  his  supplier  until  nay   lt  1952,  because  of  existing 
critical  shortages  of  such  cable;  and 

WHEREAS    this  contractor  was  thereafter  required  to 
install  new  cable  in  lieu  of  the  defective  cable;  and 

WHEREAS '  the  contractor  has  been  diligent  in  his  efforts 
to  complete  the  work  in  the  shortest  possible  time  with  the 
least  inconvenience  to  the  City  and  operable  portions  of  the 
runway  lighting  system  have  been  in  continuous  operation 
since  July  20,  1951: 

NOW,  THEREFORE,  BE  IT  RESOLVED ^  That  the  contract  time 
for  performing  all  work  specified  under  San  Francisco  Airport 
Contract  No.  119  be  and  is  hereby  extended  for  a  period  of 
552  calendar  days  until  July  15,  1952,  and  that  liquidated 
damages  by  reason  of  such  extension  are  hereby  waived. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO. 

RESOLVED'  That  this  Commission  hereby  requests  the 
Controller's  Certification  of  Modification  of  Contract  in 
amount  $0.00,  under  Airport  Contract  No.  130-Construction  of 
Terminal  Building  at  San  Francisco  Airport,  contractor, 
Clinton  Construction  Co,,  covering  the  following: 

Construct  a  concrete  sump  complete  with  grating 
in  the  telephone  vault-Drawing  PI04  in  lieu  of 
the  floor  drain  previously  specified. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.5Q6-- 

RESOLVED'  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $29.94,  expenses  of  G.  Dixon, 
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General  Manager  and  Chief  Engineer-San  Francisco  Airport, 
month  of  my,  1952,  covering  conferences  with  Airline  Officials 
Members  of  the  Public  Utilities  Commission  and  Onager  of 
Utilities;  Newspapers;  Navy  League;  Chamber  of  Commerce; 
Officials  of  the  New  York  Port  Authority. 

Expense  Voucher  in  amount  $374»7°>  expenses  of  Tom  Irwin, 
Director  of  the  Bureau  of  Public  Service,  covering  inspection 
of  properties  by  the  San  Francisco  Press,  June  19-20-21-22, 
1952. 

Expense  Voucher  in  amount  $26,15,  expenses  of  Robert  Rockwell, 
Assistant  Director  of  the  Bureau  of  Public  Service,  month  of 
June,  1952,  covering  conferences  with  Chambers  of  Commerce; 
Radio  Stations;  Improvement  Clubs;  Newspapers* 

Expense  Voucher  in  amount  $30.40,  expenses  of  Myles  W.  Smith, 
Assistant  Director  of  the  Bureau  of  Public  Service,  month  of 
June,  1952»  covering  conferences  with  Chambers  of  Commerce; 
News  Agencies;  Newspapers;  Airline  Meeting. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resclution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 597— 

RESOLVED'  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $4,844,50,  in  favor  of  Roy  Madsen, 
under  SFWD  Contract  No,  613-Construction  of  Alemany  and  San 
Andres  Outlet  No.  2  Fluoride  Treatment  Plants, 

Contract  Payment  in  amount  $123,960.91,  in  favor  of  Lowrie 
Paving  Co.,    under  Airport  Contract  No.  132- Paving  Aprons  and 
Taxiways,  and  Other  Grading,  Paving,  Drainage  and  Electrical 
Work  at  San  Francisco  Airport* 

Contract  Payment    in  amount  $9,332.46,  in  favor  of  Ferrero?s 
Motor  and  Electric  Works,  under  HHWS  Contract  No.  232-Con-^ 
structing  Cherry  Valley  22  KV  Power  Line, 

Contract  Payment  in  amount  $12,555.00,  in  favor  of  Martinelli 
I  Construction  Co.,  under  Municipal  Railway  Contract  No.  377, 
1  Remodeling  Offices  at  Geary  Carhouse. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. 598-- 

RESOLVED'  That  in  accordance  with  the  recommendation  of 
the  mnager  of  Utilities,  the  contract  for 

Cherry  River  Project-Camp  House  and  Cottages  at 
Damsite-Hetch  Hetchy  Water  Supply  Contract  No. 
250-A 

a    public  work  to  be  performed  on  the  basis  of  the  unit 
prices  submitted  and  regularly  on  file  for  the  estimated 
quantities  of  work  to  be  performed  as  set  forth  in  the  re- 
lated specifications,  for  the  Public  Utilities  Commission  of 
the  City  and  County  of  San  Francisco,  be  and  the  same  is 
hereby  awarded  to 

C.  A.    Gossett  and  Sons,  19327 
California  Street-Castro  Valley, 
California 

they  being  the  lowest  regular  and  responsible  bidders  under 
Alternate  A    for  the  aforesaid  work  at  $138,233*50»  saic3  sum 
being  the  total  price  for  the  lowest  bid  submitted  on  the 
basis  hereinabove  stated. 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

The  National  Production  Authority  has  approved  starting 
the  construction  of  this  work  and  has  allotted  all  controlled 
materials  necessary  for  its  construction. 

BE  IT  FURTHER  RESOLVED,  The  Controller  is  hereby  re- 
quested to  allot  in  the  amount  of  $138,233.50,  from  the  un- 
allotted balance  of  the  1949  Cherry  Valley  Dam  Bond  Fund, 
Appropriation  No.  192-550-03,  to  provide  funds  for  the  certifi- 
cation of  award  of  contract. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
He  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.SQQ— 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  HHWS  Request  for  Allotment,  in 
amount  $138,233.50,  to  provide  for  certification  of  HHWS  Con- 
tract No.  250A-Camp  House  and  Cottages  at  Damsite,  Cherry 
River  Project. 
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On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO*  12.600-- 

RESOLVED    That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  execution  of  Water  Department 
non-agricultural  lease,  as  follows: 

Buford  J.  Barks  of  Newark,  California,  covering  13  acres,  more 

or  less,  being  portion  of  Water  Department  Parcel 
No,  67,  being  the  area  known  as  "The  Island"  commonly  referred 
to  as  Bonita  Park,  for  a  period  of  six  years,  commencing 
July  1,  1952,  on  a  graduated  rental  basis,  as  follows: 

1st,  year  -  $1,500,00 
2nd.  year  -  1,700.00 
3rd.  year  -  1,900.00 
4th.  year  -  2,100.00 
5th.  year  -  2,300.00 

6th.  year  -    2,500.00    -    $12,000.00,  said 
property  to  be  used  as  and  for  trailer  and  picnic  ground 
purposes. 

On  motion  of  Commissioner  Mc  Kee,  seconded' by  Commissioner 
Baron,  the  following  resolution  was  adopted — Commissioner 
Cameron  voting  "present". 

—RESOLUTION  NO.  12.601— 

RESOLVED    That  this  Commission  hereby  authorizes  the 
Manager  of  Utilities  to  execute  for  and  on  behalf  of  this 
Commission  and  the  City  and  County  of  San  Franciisco  that  cer- 
tain Third  Amendment  to  Automobile  Parking  Lot  Concession 
Agreement  with  Better  Parking  Company,  a  corporation,  for  the 
operation  by  said  corporation  of  an  additional  area  at  the  San 
Francisco  Airport  described  in  the  proposed  amendment  of  agree- 
ment submitted  to  this  Commission,  to  be  operated  under  the 
same  terms  and  conditions  as  specified  and  required  in  that 
certain  agreement  with  said  corporation  under  date  of  October 
3.  1949. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted— Commissioner 
Cameron  voting  "present". 

—RESOLUTION  NO.  12.602— 
RESOLVED^  That  this  Commission  hereby  approves  the 


8042* 


proposed  contract  submitted  to    this  Commission  by  and  be- 
tween City  and  County  of  San  Franc isco,  acting  through  its 
Public  Utilities  Commission,  and  L.  D.  Loevy,  and  hereby 
authorizes  the  Manager  of  Utilities  to  execute  said  contract 
for  and  on  behalf  of  the  City  and  County  of  San  Francisco 
and  this  Commission, 


The  Matter  of  Social  Security  affecting  Municipal  Railway 
personnel,  referred  to    the  Commission  by  the  Judiciary  Com- 
mittee of  the  Board  of  Supervisors  has  been  postponed  for  two 
weeks  to  permit  further  study. 


THEREUPON  THE  MEETING  ADJOURNED, 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


849th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JULY  7, 
1952. 


******************************************************** 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw.  B.  Baron  and  Donald  A.  Cameron. 

President  Oliver  M.  Rousseau  presided. 

On  motion    of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  848th  regular  meeting  of  the 
Commission  held  June  ^0,  19 52  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 60>- 

RESOLVED,  That  this  Commission  hereby  approves  and 
hereby  requests  the  Board  of  Supervisors  to  adopt  resolution, 
authorizing  acceptance  of  deeds  from  the  hereinbelow  named 
parties,  or  legal  owners,  to  certain  parcels  of  land  in  San 
Mateo  County,  required  for  the  Sunset  Supply  Line,  and  that 
the  sums  set  forth  opposite  their  names  be  paid  for  said 
parcels,  from  Appropriation  No.  98-975-59. 

Harry  Solomon  and  Pearl  Solomon  $750.00 

Sydney  A.  Stuart  and  Ethel  A.  Stuart  750.00 

Henry  J •  Beatty  and  Vivian  H.  Beatty  750.00 

said  parcels  being  land  as  outlined  on  map  entitled  'Tract 
No.  562,  Meadow  Glen,  San  Mateo  County,  Calif ornia". 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution    was  adopted  unanimously: 

— RESOLUTION  NO.  12.604-- 

RESOLVED'  That  this  Commission  hereby  requests  the  myor 
to  recommend  'to  the  Board  of  Supervisors,  supplemental  appro- 
priation in  amount  $3»600,00-Water  Department  Funds,  to  pro- 
vide for  compensation  of  one  Senior  Clerk  and  deletion  of  one 
Cashier,  to  accord  with  the  Annual  Salary  Ordinance,  Fiscal 
Year  1952-1953. 

On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

-.-RESOLUTION  NO.  12.605— 

RESOLVED,  that  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors,  supplemental  appro- 
priation in  amount  $15,000,00,  from  Account  4990-Cherry  Valley 
Dam  Bond  Fund,  to  credit  of  Appropriations — 

192-067-OO-Cost  of  Camp  Boarding  House  $10,500*00 

196-068-OO-Cost  of  Camp  Maintenance  4,500.00 

to  provide  for  the  operation  of  camp  and  cookhouse  at  Cherry 
Valley,  for  field  engineering  and  administrative  employees  of 
the  City  in  connection  with  construction  of  the  Cherry  River 
Project. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.6o6— 

RESOLVED '  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors,  supplemental  appro- 
priation in  amount  $6,944,00,  Hetch  Hetchy  Revenue  Appropria- 
tion Account  8795,  to  credit  of  Appropriation  No.  268-25I-OO 
in  amount  $5,770.00  and  to  credit  of  Appropriation  No.  268-283- 
00,  in  amount  11,174,00,  to  provide  for  control  of  expenditures 
and  receipts  for  meals  provided  through  the  Hetch  Hetchy 
Project  Operating  Fund,  under    Subsistence  of  Employees  and 
Subsistence  of  Official  Visitors. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


--RESOLUTION  NO.    12. 60?-- 

RESOLVED,  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  claims  against  the  nmicipal  Rail- 
way, as  follows: 


PRIOR  YEARS 


Dieter  Abee 
Ursula  Abee 
Audrey  D.  Alexander 
Bernard  Alvarez 
May  Bargwell 

Walter  Bartsch  and  Travelers 

Fire  Ins#  Co. 
Joseph  R.  Benton 
Samuel  A.  Bernstein 
Bill  C.  Birdzell 
John  Bogsich 
Audrey  V.  Bolin 
Maria  Elvira  Cancelo 
Leonard  R.  Carlson 
Georgia  C,  Connelly 
Emma  Dannhauser 
Amy  Diamond 
Antonio  Farina 
Natalia  Marie  Franklin 
Janice  S.  George 
Richard  N,  Gibson 
James  B,  &  Anna  r^e  Gray 
Louis  Greenwald 
Harry  A.  Hudson 
Herbert  J.  Humber 
Grace  Patterson  Hunt 
Gordon  R.  Husar,  Sr. 
Cecelia  M.  Kirby 
Fannie  Levine 
William  Luig 
Rosilee  Marshall 
Sam  J.  Martorana 


Date  of  Accident 
December  3,  1951 

?! 

April  10,  1951 
May  26,  1951 
July  5,  1951 

February  12,  1952 
March  23,  1952 
June  23,  1949 
October  30,  1951 
December  16,  1951 
0ctobe4  29,  1951 
March  16,  1951 
November  10,  1950 
February  5,  1951 
March  2,  1952 
April  30,  1951 
February  9,  1952 
June  1,  1951 
November  29,  1950 
January  3»  1947 
February  18,  1952 
January  19,  1952 
March  31,  1952 
November  30,  1951 
December  5»  195^ 

my  1,  1952 

November  25,  1949 
January  12,  1951 
March  12,  1952 
September  1,  1950 
March  28,  1952  ' 


Settlement 
808.18' 
300*00 
650,00 
600.00 
2,500,00 

118.92 
735.00 
900.00 
750.00 
1,000.00 

450,00 
600.00 
997.50 
560,00 
250.00 
2,500.00 
750.00 
530.00 
450,00 
1,250.00 
6,000.00 

375.00 

226.77 
600.00 
500.00 
185,00 
1,250,00 
350.00 

350.00 

500.00 
300.00 


-8046- 


Claimant 

Agnes  Ai  Mkttich 
Annie  Mc  Cabe 
Pauline  M.  Meagher 
Paddy  Megibben 
Robert  G.  Meyer 
Edna  Mohr 

William  Arnold  Palmer 
Peter  A.Dilaura-Premier 
Arthur  L,  Price 
Harriet  Price 
Margaret  V.  Radominisky 
Charmaine  Recupido-minor 
Amerlia  Roberts 
Harry  Rudy 
Hannelore  Reutter 
Katharina  Schumann 
Mariam  Schwartz 
Richard  Singer 
Maria  Spirea 
Steven  Stiverson-minor 
Ann  Strasser 
Mary  Swans on 
Luda  M.  Taylor 
Maria  Tejada 
Mary  Dixon  Towne 
Eleanor  Traub 
Louis  Velzez-minor 
Winifred  Viacava 
A,  E.  Walker 
Rebecca  Wallace 
Ernestine  Washington 
Rosemary  Winslow 
Rosa  Zurini 

Litigated  settlements 


Date  of  Accident 
March  4,  1952 
November  17,  1949 
December  20,  1951 
December  20,  1951 
December  27,  1951 
October  9,  1951 
October  o,  1951 
Ins. Co.  January  13,  1952 
February  12,  1952 
October  10,  1951 
December  4,  1950 
November  16,  1951 
January  10,  1952 
June  27,  1949 
June  20,  1951 
February  23,  1951 
February  26,  1952 
February  25,  1952 
November  16,  1951 
June  18,  1951 
August  0,  1951 
January  9,  1951 
May  27,  1951  ' 
May  26,  1951 
February  12,  1951 
February  4,  1952 
January  2,  1952 
May  2,  1951 
March  4,  1952 
June  7,  1951 
April  2,  1950 
January  16,  1952 
January  11,  1951 


Settlement 
204.ll " 

1,600.00 
650.OO 
200.00 

2,250#00 

2,250.00 
961.99 
150.52 
348.67 

1,650.00 
250.00 
700.00 
655,50 
600.00 
600,00 
500.00 
400.00 
600.00 
250.00 

3,000.00 
400.00 
750.00 

2,050.00 

1,750. 00 

1,750.00 
300.00 
700.00 

1,500.00 

253.76 
500.00 

2,500.00 

750.00 

1,750.00 


Jo  Ann  Barrett  by  and  through 

her  guardian  ad  litem, Joseph 

T»  Barrett 

Carrie  Browning 

Stephen  Buchan, 

Lillian  Buchan  and  Ann 

Pa  cher 

Jane  Campbell 
Kathleen  Carlin 
Letitia  Cassin 
Richard  G.  Chlsholm 


November  14,  1949 
July  29,  1951 


January  7,  1946 
November  20,  1950 
March  23,  1951 
February  13,  1950 
July  11,  1949 


4,000.00 

15,000.00 


250.00 
9,500.00 

500.00 
1,250#00 
1,250#00 
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Claimant 

Audrey  and  Sada  Dallas 
Wesley  Edwards 
Mae  Galli 
Sara  Hagenauer 
Fannie  Levine 
Stephanie  F.Long- minor 
Arthur  Lowell 
James  G.  Mazoras 
Lillian  L.  Mc  Gowan,  as 

executrix 
Mary  A.  Mc  Intyre 
Ruth  Mc  Lennan 
Katherine  Mc  Nail 
Lorraine  Pera( judgment) 


Date  of  Accident 

December  21 ,  1948 
August  24,  1950 
May  5,  1950 
December  18,  1959 
January  12,  1951 
August  3,  1951 
October  28,  1950 
February  27,  1950 

August  24,  1946 
October  12,  1949 
February  26,  1951 
October  3,  1950 
March  2,  1952. 


Ernestine  Poread  (judgment)     October  1,  1950 


plus 


Frank  B.  Re id 
Grace  Sheets 
Edna  Steele 
Willie  Sutton 
Hazel  L*  Warren 
Rosa  Weiner 
Joseph  A,  Woelflen 
Emma  W,  Wohltmann 


November  2,  1948 
January  26,  1951 
March  2,  1950 
November  4,  1948 
November  13,  1950 
September  16,  1949 
December  9,  195° 
August    13,  1949 


plus 


$1,000.00 
12,500,00 
12,603.32 
750.00 
350.00 
500.00 
750.00 
2,750.00 

500.00 
350.00 
4,100.00 
5,500.00 
2,185.00 
interest 
6,640.70 
interest 
4,000.00 
150.00 
750.00 
1,500.00 
700.00 
2,500,00 
100.00 

500.00 


Payment  by  City  and  Insurance  Carrier    Ins.  Co, Ts.City?s 


Helen  Alaimo- January  14,  1948 
Vincenzo  Di  Cianni-August  26,1949 
Amerlia  Garcia-minor-June  18,1946 
Jos •P.Sullivan-September  23,1950 
Richard  Youngster-September  19,  1950, 
co-def endant-Pounds  Regrigerating 
Service,  paying  $5000.00 

Appropriation  No,  265-804-02 


Share  Share 


$15,000.00 
7,500.00 
5,333.00 

122,000.00 


37,500,00 
37,500.00 
37,500,00 
37,500.00 


37 , 500 . 00  ^7.500.00 
$^39 i859>74 


On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  12.6o8— 


RESOLVED'  That  on  recommendation  of  the  I^nager  of 
Utilities,  thS  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  avail- 
able in  payment  of  claims  against  the  Municipal  Railway,  as 
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t ol lows* 

Claimant  pate  of  Accident  Settlement 

Ben  C.  Area"  March  11,  1952  $  175*00 

Veronica  Cf  Agllettl  February  4<»  1952  900.00 

Philander  Brooks  Beadla  January  2%  1952  500.00 

Appollne  Brown  Decerriber  21.  1951  750#00 

Marie  J.  Callaghan  January  14 #  1952  250tOO 

Mary  E.  Chapman  February  11.  1952  400.00 

Walter  Chestnutt  March  29.  1952  300.OO 

Josephine  Cotton  mrch  19,  1952  356.62 

Helen  M.  Courneen  December  10.  1951  975*°0 

Marguerite  M.  Davenport  March  26,  1952  500.00 

Eleanor  Dewey  August  13.  1951  1.500,00 

Ida  Dunning  December  17.  1951  250.OO 

Mildred  M.  Dunwoody  May  16,  1952  320.92 

Wayne  M.  Peiler  December  31,  1951  233.17 

Antonia  Floras  February  5,  1952  550.OO 

Edward  F.  Foldoe  May  10,  1952  313*09 

Janice  Fond  February  12,  1952  526.45 

Reno  Gemingnanl  June  11,  1952    '  258.81 

Hercilia  M.  Gillett  my  5,  1952  24I.OO 

Maria  Gumplmayer  April  10,  1952  439*73 

Rose  Hansen  September  7,  1951  725. 00 

Irene  Harris  mrch  18.  1952  '  950.00 

Jess  Hoeslick  May  19,  1952  250.43 

Mary  and  Haywood  Jackson  November  14,  1951  950.OO 

Hilda  Jessel  April  20,  1952  700.OO 

Betty  Jean  Johnson  August  20,  1951  300.OO 

Harvey  C.  Kaplow  March  14,  1952  208.15 

Etta  Kaufman  February  6,  1952  4-00.00 

Mrs.  Josephine  Koscki  February  27,  1952  000.00 

Angelo  La  Costa  April  5,  1952  650.OO 

Lai  Lee,  aka  Arline  Lee  December  24,  1951  300.00 

Dorothy  Millikin  December  30.  1951  225.OO 

Nora  Oberg  mrch  29,  1952  1,324.60 

Josephine  R.  Faulk  October'29,  1951  1,324.60 

Dorothy  Romona    Pires  March  6,  1952  700.00 

Gertrude  Ray  mrch  15,  1951  4,500.00 

Red  &White  Drayage  Co.  my  13,  1952  199.85 

Anna  A.  Regli  mrch  1,  1952  250.OO 

William  Robbins  April  19,  1952  464.46 

Viola  Rose  December  10,  1951  150.OO- 

Jack  Sagarsky  September  25,  1951  350.00 

Rosemary  Sakajian  October  5,  1951  350.OO 

Ella  Mae  Stewart  December  10,  1951  84.3. 18 

Sam  Toschi  May  9,  1952  30§.25 

l&tiana  Toochapsky  August  31,  1951  500.00 

Rudolph  Trautner  June  9,  1952  222.84 

U.  S.  Coast  Guard  December  27,  1951  215.38 

Edgar  Wild  mrch  12,  1952  300.00 

Bertha  Williams  December  4,  1951  250,00 
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Claimant 

Litigated  settlements 
Margaret  M.  Krsak 
Charlotte  L.  Muir,  as  Admnx. 

of  the  Estate  of  Robert  G. 

McLaughl in ,  De  ceas  ed 
Dominic  Pezzoni  and  Josephine 

Pezzoni 
Loretta  Rice 
Queenie  0.  Scruggs 
Theresa  Sterling 
James  W.  Stevenson 
Margaret  Welsh 
Christine  Williamson 
Mary  Wright 

Judgments: 

Luis  Baltadano 
Crystal  Bishop 

Hilda  Cabrero  and  Luis 
Sesar  Cabrera 

Fferie  Irene  Conley,  aka 
mrie  I,  Conley,  aka 
Miss  Marie  Conley 

Myrtle  Cooper 

Julia  C#  Deans 

Benjamin  Edwards 

Helen  Sutton 
Laylah  Tate 

Clyde  Tate 

Appropriation  No.  265-804-02 


Date  of  Accident 
February  18,  1950 

February  17,  1948 

October  19,  1947 
December  31,  1951 
April  23,  1951 
August  24,  1951 
July  20,  1951 
August  7,  1951 
January  13,  1951 
March  9,  1951 


$  1,600.00 

850,00 

6,000.00 
4,100.00 
2,000.00 
2,100.00 

296.02 
3,060.00 
1,000.00 

300.00 


October  14,  1948  100.00 
September  18,  1951  2,500.00 

plus  interest 

October  14,  1948  15,000.00 

plus  interest 


May  22,  1951 

August  6,  I95I 

April  14,  1951 

January  6,  1951 

March  19,  1947 
January  4,  1951 

January  4,  1951 


3.525*50 

plus  interest 

1,000.00 

plus  interest 
2,000.00 

plus  interest 
8,291.75 

plus  interest 
1,7^0.00 
9,788.95 

plus  interest 
 l.Op 


On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.60Q-- 

WHEREAS,  under  the  terms  of  HHWS  Contract  No.  248-Cherry 
Valley  Power  Line  Terminal  Details,  contractor,  Hetch  Hetchy 
Water  Supply,  was  required  to  commence  work  on  April  7,  1952 
and  to  complete  all  work  under  the  contract  on  June  5,1952;and 
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WHEREAS'  the  Contractor    has  experienced  unavoidable 
delays  as  a  f»esult  of  shortages  of  critical  materials,  which 
shortages  have  delayed  deliveries  of  electrical  materials  and 
equipment  purchased  by  the  City  for  inclusion  in  the  contract 
work  to  such  an  extent  that  essential  materials  and  equipment 
originally  scheduled  for  delivery  on  February  15,  1952  werG 
not  delivered  until  after  May  20,  1952  and  work  under  the 
contract  could  not  be  started  until  Hay  26,  1952;  and 

WHEREAS*  said  Contractor  has  been  diligent  in  his 
efforts  to  complete  the  work  within  the  specified  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED*  That  the  contract  time 
for  performing  all  work  specified  under  HHWS  Contract  No.  248 
be  and  is  hereby  extended  for  a  period  of  45  calendar  days 
until  July  20,  1952,  and  that  liquidated  damages  by  reason  of 
such  extension  are  hereby  waived* 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  I2.610-- 

RESOLVED*  That  on  recommendation  of  the  Onager  of 
Utilities,  the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  claims  against  the  San  Francisco  Water 
Department,  as  follows: 

Claimant  Date  of  Accident  Settlement 

John  D.  Arnett  February  7,  1952      $  165.OO 

Barash  and  Douglas  March  11,  1952  100.60 

Appropriation  No.  266-804-OQ  $  265,60 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.6ll~ 

RESOLVED'  That  this  Commission  hereby  approves  the  fol- 
lowing Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $14,357.54,  in  favor  of  Crocker 
First  National  Bank,  as  assignee  for  KleinSmld  Construction 
Co.,  under  HHWS  Contract  No.  239-Cherry  River  Project-City 
Cam  p  at  Dams  it e. 
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Contract  Payment  in  amount  $38,742.39,  in  favor  of  Crocker 
First  National  Bank,  as  assignee  for  KleinSmid  Construction 
Co.,  under  HHWS  Contract  No.  238-Construction  of  Access  Road, 
Early  Intake  to  Cherry  Valley  Damslte-Section  DE. 

Contract  Payment  in  amount  $32,838.22,  in  favor  of  T.  E„ 
Connolly,  under  HHWS  Contract  No.  238-Construction  of  Access 
Road,  Early  Intake  to  Cherry  Valley  Damsite,  Section  C-2. 

Contract  Payment  in  amount  84,591.80,  in  favor  of  T.  E. 
Connolly,  under  HHWS  Contract  No.  237- Improvement  of  Access 
Road,  South  Fork  to  Camp  rather  and  Early  Intake. 

Contract  Payment  in  amount  $2,272.50,  in  favor  of  Fred  Johnson 
Electric  Co.,  under  BLH&P  Contract  No.  Ill-Construction  of 
Street  Lighting  System  in  Kezar  Drive,  Lincoln  V&y  and  3rd 
Avenue  to  Waller  and  Stanyan  Streets. 

Contract  Payment  in  amount  $2,668.50,  in  favor  of  Manning  and 
Whitaker,  under  3LH&P  Contract  No.  110-Street  Lighting  System 
in  Mission  Street,  from  Silver  Avenue  to  Geneva  Avenue. 

Contract  Payment  in  amount  $4,770.00,  in  favor  of  R.  Flatland, 
under  BLH&P  Contract  No.  112-Street  Lighting  System  in  Larkin, 
Hyde  and  Mason  Streets,  between  Pacific  and  Vallejo  Street. 

Contract  Payment  in  amount  $2,340.00,  in  favor  of  Fred  Johnson 
Electric  Co.,  under  B  LH&P  Contract  No.  114-Street  Lighting 
System  in  Sacramento  Street  between  Fillmore  Street  and 
Arguello  Boulevard. 

Contract  Payment  in  amount  $1,666.67,  in  favor  of  Marmion  D. 
Mills,  for  services  as  transportation  expert  and  co-ordinator 
for  operations  of  Municipal  Railway-month  of  June,  1952. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.612-- 

RE SOLVED,  That  in  the  interest  of  conserving  the  amount 
of  and  expediting  payment  of,  this  Commission  hereby  requests 
the  Controller  to  set  up  a  reserve  in  Appropriation  No.  265- 
804-02,  Passenger  and  Damage  Claims,  Prior  Years9  the  amount 
of  $3,000.00,  for  the  purpose  of  paying  interest  on  judgments 
when  due  and  payable. 


-8052- 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.61V- 

WHEREAS'  Herbert  William  Tait,  Claims  Investigator, 
Municipal  Railway  of  the  City  and  County  of  San  Francisco,  has 
retired    from  the  service  of  the  City  and  County  of  San  Fran- 
cisco after  serving  for  a  period  of  thirty-seven  and  one-half 
years  as  a  conductor,  inspector,  claims  investigator,  and  for 
the  past  ten  years  assigned  to  the  City  Attorney's  office  un- 
der the  direction  of  City  Attorney  Dion  R.  Holm  to  assist  in 
the  preparation  for  trial  of  all  cases  filed  against  the  City 
and  County  of  San  Francisco;  and 

WHEREAS,  in  the  performance  of  his  duties,  as  well  as  in 
his  contacts  with  the  public,  his  fellow  employees  and  the 
heads  of  departments,  he  has  earned  their  respect  and  admira- 
tion; an  d 

WHEREAS f  the  Public  Utilities  Commission  recognizes  the 
valuable  service  Nr.  Tait  has  rendered  the  people  of  San 
Francisco  while  employed  by  the  Municipal  Railway: 

THEREFORE,  BE  IT  RESOLVED '  That  the  Public  Utilities 
Commission  on  behalf  of  the  pe6ple  of  the  City  and  County  of 
San  Francisco,  in  recognition  of  his  long  and  faithful  service, 
by  this  resolution,  expresses  to  Mr.  Tait  the  assurance  of  the 
Commission  of  its  best  wishes  for  a  long  and  happy  life  and 
its  appreciation  of  work  well  performed;  and 

BE  IT  FURTHER  RESOLVED f  That  the  Secretary  be  and  he  is 
hereby  directed  to  prepare  a  copy  of  this  resolution  for 
presentation  to  Mr.  Herbert  William  Taft. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.614— 

RESOLVED'  That  this  Commission  hereby  requests  the  ^yor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $490.00-Water  Department  Funds,  to  provide 
for  replacement  of  one  Check  Endorsing  Machine. 


-8053- 


On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.615-- 

RESOLVED,  That  in  accordance  with  the  recommendations  of 
the  Onager  of  Utilities,  for  the  extension  of  water  mains 
and  services,  the  contract  for 

The  Laying  of  l6??  Cast  Iron  Main  in 
Ulloa  Street    and  Mth  Avenue-SFWD 
Specification  No,  bl8 

a  public  work  to  be  performed    on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Michael  Murphy,  Jr. 

he  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Fifty  Eight  Thousand  One  Hundred  and  Fifty 
Dollars  and  Fifty  Cents  ($58,150.50)  said  sum  being  the  total 
price    for  the  lowest  bid  submitted  on  the  basis  hereinabove 
stated  0 

AND  BE  IT  FURTHER  RESOLVED'  The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned    extension  of  water  mains  and 
servi ces» 

And  all  other  bids  for  the  above  described  work  are  here- 
by rejected* 

Funds  have  been  set  up  in  Appropriation  No*  66-980-04. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.6l6-~ 

RESOLVED,  That  this  Commission  approves  plans  and  specifi- 
cations and  hereby  authorizes  call  for  bids,  under  the  fol- 
lowing contracts: 

Municipal  Railway  Contract  No.  423-Relocation  of  Poles  and 
Feeders  at  Valencia  and  Pferket  Streets. 

San  Francisco  Airport  Contract  No.  140-Approach  Lighting  for 
Runways  I9L  and  28l  and  Related  Work. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.617-- 

RESOLVED*  That  on  recommendation  of  the  mnager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  claims  against  the  Municipal  Railway, 
as  follows: 


Prior  Years: 
Claimant 

Carl  H.  Haverkamp 
A.  Campo 
Timothy  Foley 
Beatrice  Shipper 
Max  Rotherberg 
Claude  Alrid 
Rose  Herndon 
Nellie  Hinrichs 
Emanuel  T.  Ware 
Bruno  Meniccui 
Maria  A,  Yartzoff 

Appropriation  No# 


Date  of  Accident 
April  28,  1952 
June  21,  1952 
April  22,  1952 
March  28,  1952 
July  IJ,  1951 
April  28,  1952 
March  19,  1952 
May  11,  1952 
March  20,  1952 
June  11,  1952 
March  18,  1952 
265-804-02 


Settlement 
I  127.12' 
120.99 
153.00 

500*00 

679.97 
112.69 

750.00 

121.08 

I3I .12 
2.100,00 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12j>l8~- 


WHEREAS,  SFWL  Contract  No.  597-Laying  of  l6??  Cast  Iron 
mins  in  15th  and  17th  Avenues,  Portola  Drive  to  Taraval 
Street;  and  In  Merced  Avenue,  Kensington  Way  to  Laguna  Honda 
Boulevard,  contractor-Michael  Murphy,  Jr.,  should  in  ac- 
cordance with  the  time  limit  set  forth  in  said  contract  be 
completed  on  or  before  Pferch  22,  1952;  and 

WHEREAS,  Contractor  has  experienced  unavoidable  delay 
due  to  rainy  weather:  and 


WHEREAS ^  said  Michael  rta\ohy,  Jr.,  prosecuted  the  work 
of  the  contract  diligently: 

THEREFORE,  BE  IT  RESOLVED'  That  this  Commission  hereby 
grants  an  extension  of  five  working  days  for  the  completion  of 
SFWD  Contract  No.  597  and  liquidated  damages  for  said  resulting 
days  of  delay  are  hereby  waived* 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO*  12,619-* 

RESOLVED*  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$207.49,  under  Appropriation  No.  97-400-03-64,  to  provide  ad- 
ditional funds  for  certification  of  P,  0.  U-18477. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $1,000.00,  under  Appropriation  No.  268-641-00,  to  meet 
additional  expenses  of  stocking  and  furnishing  snow  cabins  for 
winter  use  of  crews  making  snow  surveys. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

-^RESOLITTION  NO.  12.620— 

RESOLVED  *  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  $4.85*  expenses  of  Harold  S.  Messersmith, 
Superintendent  of  Airport  Operations,  covering  conference  with 
G.  C.  Hand,  0.  D,  St. Clair,  District  Airport  Engineers, 
Civil  Aeronautics  Administration. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.621— 

RESOLVED"  That  in  accordance  with  the  provisions  of 
Section        Airport  Contract  No.  139-Cons true ting  Service 
Building  at  the  San  Francisco  Airport,  contractor,  Morris 
Daley,  this  Commission  approves  substitution  of  sub-contractrrs 
as  follows: 

Metal  Roof  Deck-substitute  Detroit  Steel  Products  Inc., in 

lieu  of  Ralph  Mills  and  Co* 
Wood  Piles-substitute  Duncans on-Harre Is on  Co.  in  lieu  of 

Mc  Allen. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.622— 

RESOLVED*  That  this  Commission  instructs  that  commencing 
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with  July  1,  1952,  collections  be  made  in  accordance  with 
the  City  Attorney's  opinion,  in  payment  of  regular  rates  and 
charges  in  accordance  with  the  San  Francisco  V&ter  Depart- 
ment Rate  Schedule  of  Water  Service  to  Consumers. 


THEREUPON  THE  MEETING  ADJOURNED ♦ 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


850th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JULY  14, 
1952. 


Present:  Commissioners  Oliver  M,  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw.  B.  Baron  and  Donald  A.  Cameron* 


President  Oliver  M.  Rousseau  presided ♦ 


On  motion  of  Commissioner  Cameron,  seconded  "by  Commissioner 
Mc  Kee,  the  minutes  of  the  849th  regular  meeting  of  the 
Commission  held  July  7»  ^952  were  approved ♦ 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.62V- 

WHEREAS*  under  the  terms  of  HHWS  Contract  No.  23OA-I, 
Construction  of  San  Joaquin  Pipe  Line  No.  2,  Section  A-l,  in 
the  San  Joaquin  Division  of  the  Hetch  Hetchy  Aqueduct,  United 
Concrete  Pipe  Corporation,  contractor,  was  required  to  com- 
plete all  work  under  the  contract  on  February  24,  1952;  and 

WHEREAS,  as  a  result  of  steel  priorities  established  by 
the  National  Production  Authority,  the  contractor  has  ex- 
perienced unavoidable  delay  due  to  his  inability  to  obtain 
steel  from  which  to  fabricate  pipe  in  sufficient  quantities  to 
permit  him  to  meet  his  construction  schedule,  to  such  an  ex- 
tent that  fabrication  of  the  pipe  was  not  completed  until 
December  YJ9  I95I;  and 

WHEREAS,  the  contractor  experienced  additional  unavoidable 
delays  as  a  result  of  abnormal  and  unseasonable  rains  during 
the  past  winter  which  prevented  the  movement  of  heavy  con- 
struction machineryto  the  site  of  the  work;  and 

WHEREAS ^  the  contractor  experienced  additional  unavoidable 
delays  due  to  the  recently  settled  carpenters ?  dispute  which 
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conpletafcr  shut  down  the  work  during  the  period  from  May  8th 
through  June  9th,  1952;  and 

WHEREAS •  said  contractor  has  been  diligent  in  his 
efforts  to  complete  the  work  within  the  specified  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED    That  the  contract  time 
for  performing  all  work  specified  under  HHWS  Contract  No. 
23OA-I,  he  and  is  hereby  estended  for  a  period  of  127 
calendar  days  until  July  1,  1952  and  that  liquidated  damages 
by  reason  of  such  extension  are  hereby  waived* 

On  motion  of  Commissioner  Baron,  seconded  by  Commi  ssioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

---RESOLUTION  NO,  12,624- - 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Vfoter  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as 
hereinafter  set  forth: 

THEREFORE,  BE  IT  RESOLVED f  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Telephone  and  Telegraph  Company,  and 
Pacific  Gas  and  Electric  Company 

Permit  to  install  two  pole  line  anchors  and  two  aerial 
cables  within  and  across  the  Bay  Division  Pipe  Line  No.  3 
adjacent  to  Sterling  Highlands  Subdivision,  Redwood  City,  San 
Mateo  County. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.625— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  water  Department,  as  hereinafter 
set  forth: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  cf  the  City  and  County  of  San  Francisco  does  hereby 
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approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:  Ernest  J.  Sansot,  722  Palmetto  Avenue,  San  Francisco 

Permit  to  occupy  for  landscaping  purposes,  a  portion  of 
the  San  Andres  pipe  line  20  foot  right  of  way  extending  along 
Junipero  Serra  Boulevard,  said  portion  being  opposite  Lot  2<9# 
Assessor's  Block  7127,  City  and  County  of  San  Francisco. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12,626-- 

WHEREAS t  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Wkter  Department,  as 
hereinafter  set  forth: 

THEREFORE,  BS  IT  RESOLVED '  That  the    Public  Utilities 
Commission  of  the  City  and  Couftty  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of    said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Temple  Methodist  Church,  Van  Ness  Avenue  and  Sutter 
Street,  San  Francisco* 

Permit  to  construct  a  driveway  across  the  Water  Depart- 
ment's 20  foot  right  of  way  adjacent  to  the  easterly  line  of 
Junipero  Serra  Boulevard  and  south  of  Shields  Street,  San 
Francisco. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimous^: 

— RESOLUTION  NO.  12.627-- 

RESOLVED*  That  upon  written  request  of  Fred  T.  Fairey, 
this  Commission  hereby  consents  to  the  cancellation,  without 
liability  upon  the  part  of  said  Fred  T.  Fairey,  contractor,  or 
of  the  City  and  County  of  San  Francisco,  or  this  Commission, 
or  any  member  thereof,  of  that  certain  contract  awarded  to 
said  Fred  T.    Fairey,  under  Resolution  No.  11,328  of  January 
22,  1951,  being  SFWD  Contract  No.  566-Laying  of  6"  and  3n 
Cast  Iron  r^ins  in  Lawton  Heights  Subdivision. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


--RESOLUTION  NO*  12.628— 

RESOLVED,  That  on  recommendation  of  the  Pknager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  claims  against  the  Municipal  Railway,  as 
follows: 


Claimant     PRIOR  YEARS 
Non-litigated  settlements 

w.  K.  Bertken 

Harry  James  Tate,  Jr« 

rfery  I.  Ley 

Philip  G.  Bentz 

Maeoma  Sowell 

Vivian  Strohlein 

Amy  F.  Amsden 

P&urice  F.  Bradley 

Ida  A.  Horst 

Department  of  Pub,  Works 

Litigated  settlements 
Jack  Coffey 
Sarah  Agnes  AuClaire 
Charles  R,  Best 
Robert  Crawford 
Carl  W.  Gustafson 
Matvey  Tregubof f 
James    M.  Ryan 
Marilyn  Helen  Schnal-minor 
j^rcella  &  Martin  Shaves 

Judgments: 
Donald  Gately 
Joan  Selleck 

mry  Smith 

Elsie  S.  Sevaes 

Kay  Ward 

Lucy  Andrade 


Date  of  Accident 

June  17,  1952 
December  6,  1951 
April  29,  1952 

my  28,  1952 

March  14,  1952 
April  24,  1952 
April  5,  1952 
February  4,  1952 
June  1,  1952 
November  14,  1951 


June  4,  I95I 
December  |,  1950 
January  17,  194*7 
December  21,  1948 
May  3,  1952 
January  13,  1951 
April  13,  1951 
January  6,  1950 
September  13,  1951 


July  2,  1950 
my  9,  1949 


Settlement 

$  168.74 
200.00 
269.50 
600.50 
250.00 
200.00 
120.68 
65O.OO 
350.00 
101.51 


500.00 
1,500.00 
200.00 
400.00 

4,000.00 
10,500.00 

3,510.00 
3,500.00 
400.00 


December  3,  1949 
May  16,  1951 
December  10,  1950 


1,023.89 
3»525.00 
plus  interest 

3,525.00 
plus  interest 

1,000.00 

plus  interest 

7.361.45 
plus  interest 

15,135.00 

plus  interest 


-8061- 


Claimant 

Judgments  (Cont'd) 
Evelyne  J.  DemaRas 
Carolyn  &  Fred  D.  Harvey 
Ed.  R.  Abottt,  as  Guardian 

of  the  Person  &  Estate  of 

Annie  Mae  Smith 
Herbert  R.  Thielmeyer  as 

Executor  of  the  Last  Will 

and  Testament  of  Fred  Wm. 

Thielmeyer,  Deceased 


Date  of  Accident 


Settlement 


September  19*1946 

my  9,  1951 


$  1,500.00 
3,000.00 


March  31,  1950 


4.262.55 


May  Wilson 


April  3*  1949 
Nay  8,  1948 


2,500.00 
plus  interest 

7,725.45 
plus  interest 


Therese  J.  Nagler  (non-liti- 
gated) March  8,  1951 
Amending  that  portion  of  Resolution  No.  12,607 
claimant-Rebecca  Wallace,  adjusting  settlement 
from  $500.00  to  $550.00. 


348.25 


50.00 


Appropriation  No.  265-804-02 


On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


RESOLVED*  That  in  accordance  with  the  recommendations  of 
the  I^nager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  8- Inch  Cast  Iron  ¥h.ln  in  Easement  to 
Pier  72  -  SFWD  Specification  No.  619 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 


he  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  a t  ^4, 218.30,  said  sumbeing  the  total  price  for 
the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

AND  BE  IT  FURTHER  RESOLVED  The  Controller  is  hereby  re- 


— RESOLUTION  NO.  12.62Q-- 


H.  T.  Treacy 
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quested  to  approve  the  allocation  of  funds  necessary  to 
fully  accomplish  the  aforementioned  extension  of  water  mains 
and  services. 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

Funds  have  been  set  up  in  Appropriation  No.  66-951-489. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.6^0— 

RESOLVED'  That  this  Commission  approves  the  employment 
of  John  K.  Vennard,  Professor  of  Fluid  Mechanics,  Stanford 
University,  to  perform  professional  services  as  consulting 
engineer  in  connection  with  hydraulic  model  tests  of  spill- 
way and  outlet  works  for  Cherry  Valley  Dam,  during  the 
period  July,  1952,  through  December,  1952,  at  an  estimated 
cost  of  not  to  exceed  $700,00, 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.6^1— 

RESOLVED*  That  this  Commission  hereby  requests  the 
Controllers  certification  of  Modifcation  of  Contract  in 
amount  3549.91 »  under  Municipal  Railway  Contract  No.  377-Re- 
modeling  Offices  at  Geary  Carhouse,  covering  th3  following: 


Delete  hangars  and  connections  for  second  floor 
lightwell  $  -245«25 

Remove  and  replace  plaster  and  metal  lath  in  old 
lobby,  Dispatcher's  Room  and    Receiver's  Room  448.18 
Furnish  and  install  two  angle  deck  supports  to 
columns,  four  angle  deck  supports  at  walls  and 
new  hangar  support  for  channel  at  second  floor 
level.  137*58 
Correct  existing  window  sills  so  as  to  accomodate 
window  stools  and  permit  installation  of  metal  win- 
dow frames  on  First  &  Mezzaln3  Floors  2OQ.40 

549-91 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.632— 

WHEREAS^  under  the  terms  of  Municipal  Railway  Contract 
No.  377-Remodeling  Offices  at  Geary  Carhouse,  Martinelli 
Construction  Company,  Contractor,  was  required  to  complete  all 
work  on  August  4,  1952;  and 

WHEREAS    the  Contractor  experienced  unavoidable  delays 
to  the  extent  of  21  calendar  days  by  reason  of  Modification  of 
Contract  No*  2,  whereby  he  is  required  to  perform  additional 
work  over  and  above  that  originally  specified;  and 

WHEREAS'  the  Contractor  experienced  additional  un- 
avoidable delays  in  that  all  work  on  the  job  was  shut  down 
from  March  31,  1952  to  my  29,  1952,  as  a  result  of  a  dispute 
with  the  Carpenters'  Union;  and 

WHEREAS,  the  Contractor  has  been  diligent  in  his 
efforts  to  complete  the  work  within  the  specified  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED >  That    the  contract  time 
for  completing  all  work  specified  under  Municipal  Railway 
Contract  No*  377.  be    and  is  hereby  extended  for  a  period  of 
01  calendar  days  until  October  24,  1952,  and  that  liquidated 
damages  by  reason  of  such  extension  are  hereby  waived. 

On  motion  of  Commissioner  Swan son,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.633— 

RESOLVED*  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
$239.89;  under  Municipal  Railway  Contract  No.  360-Outer 
Mission  Substation,  contractor,  Geo.  F.  Brayer,  covering  the 
following: 

Provide  additional  conduit  and  cable  for  the  re- 
quired equipment  interconnections  in  accordance 
with  the  manufacturer's  connection  diagrams. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.634- - 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
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troller's  certification  of  the  following: 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$45,981,91,  as  follows:— Appropriation  No.  97-400*03- Purchase 
of  Streetcars,  in  amount  $25,712,62,  to  provide  for  payment  of 
California  State  Use  Tax  on  purchase  of  street  cars  and  Appro- 
priation No.  97-4OO-O4,  in    amount  $20, 269.29,  to  provide  for 
payment  of  California  State  Use  25ax  on  purchase  of  Trolley 
Coaches. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
,,4>550, 00,  from  Appropriation  No,  97-510-23- Ocean  and  Phelan 
Avenue  Terminal,  to  credit  of  Appropriation  No.  97-510-09,  to 
provide  for  certification  of  Modification  of  Contract  No.  377. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$10,000.00,  from  Appropriation  No.  66-925- O0-Reconstruction 
and  Replacement  Fund,  to  credit  of  Appropriation  No,  66-944-OO 
to  provide  for  rehabilitation  of  coating  on  60"  Bay  Crossing 
Pipe  Line  No.  1  on  Trestle  at  Ravenswood. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.6^-- 

RESOL VED '  That  this  Commission  approves  the  following 
Contract  Payments: 

Contract  Payment  In  amount  $9,251.17,  in  favor  of  Roy  Mad sen 
under  SFWD  Contract  No.  613-Construction  of  Alemany  and  San 
Andres  Outlet  No.  2  Fluoride  Treatment  Plants . 

Contract  Payment  in  amount  $1,971.58,  in  favor  of  Fred  T. 
Fairey,  under  SFWD  Contract  No*  592-Laying  6?t  Trans ite  Mains 
in  Dartmouth  and  Hamilton  Streets. 

Contract  Payment  in  amount  $812.50,  in  favor  of  I.  Cleveland 
Steel,  for  services  as  consultant  engineer  on  Cherry  Dam 
Project. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution   was  ad opted  unanimously: 

—RESOLUTION    NO.  12.6^6— 

RESOLVED*  That  this  Commission  approves  Plans  and  Speci- 
fications and'hereby  authorizes  call  for  public  bids  under  the 
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following  contracts: 


SPWD  Contract  No.  622-Laying  of  8",  12"   and  16"  Cast  Iron 
Mains  in   Vermont,  Kansas  anc1  23rd  Streets. 

SPWD  Contract  No.  623-Construction  of  Metal  Bin  Type  Retaining 
Wall  near  Station  1754  Bay  Division  Pipe  Line  No.  3,  Edgewood 
Road  in  San  Mateo  County. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.6^7-- 

RESOLVED,  That  this  Commission  approves  Traveling  Ex- 
pense Voucher  in  amount  $2.50,  expenses  of  Geo.  M.  Dixon, 
Manager  and  Chief  Engineer,  San  Francisco  Airport,  covering 
conference  June  5,  1952  with  the  Navy  League. 

■ 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

-^-RESOLUTION  NO.  IP. 6^8 — 

RESOLVED'  That  in  accordance  with  Section  151.3  of  the 
Charter,  this'Commission  approves  inclusion  in  the  1952-1953 
Public  Utilities  Commission  Budget  Estimates,  schedules  of 
compensation  to  be  paid  certain  employees  of  the  City  and 
County  of  San  Francisco,  effective  July  1,  1952. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.6^Q-- 

RESOLVED,  That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  adopt  resolution  granting  permission 
to  C.  D.  Miller,  General  Manager  of  the  Municipal  Railway 
to  attend  the  annual  meeting  of  the  American  Transit  Associa- 
tion, Atlantic  City,  New  Jersey,  September  22  -25  inclusive, 
1952. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,    the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.64O— 

RESOLVED,  That  that  portion  of  Resolution  No.  12,460, 
approving  settlement  of  claim  in  amount  £298.25,  claimant, 
Therese  J,  Nagler,  be  and  the  same  is  hereby  rescinded. 
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Hearing:      Social  Security 


A  short  time  ago  the  Board  of  Supervisors  referred 
to  its  Judiciarjr  Commitee,  a  proposed  Charter  Amendment 
affecting  the  Social  Security  benefits  of  Municipal  Railway 
personnel,  and  the  Committee  referred  it  to  the  Commission, 

Organized  labor  represented  by  Mr.  Gus  Katsarsky, 
Assistant  Secretary,  San  Francisco  Labor  Council,  Mr.  Jeffries 
of  the  City  and  County,  A.  P.  of  L.  Union,  Chas.  Proehm,  In- 
ternational Electrical  Workers,  Local  6,  and  Chas,  Woods, 
President  of  A.  F.  of  L.  Carmens  Union,  and  Attorney  Albert 
Skelly  representing    the  Civil  Service  Protective  League, 
appeared  before  the  Commission.    Speakers  were  unanimous  in 
their  declarations  of  opposition,  contending  that  such  legis- 
lation adversely  affected  the  interests  of  the  employees. 
Speakers  claimed  that  in  the  near  future,  adjustments  would 
have  to  be  irade  in  the  present  Retirement  System,  a  burden 
to  be  passed  on  the  taxpayer,  but  a  burden  of  less  cost  if 
integrated  with  Social  Security.    It  was  stated  that  in  all 
likelihood  that  the  Congress  during  1953  would  enact  into 
law,  amendments  to  the  present  Social  Security  Act,  permitting 
governmental  employees  of  cities,  counties  and  states  to 
have  the  benefits  of  Social  Security  in*  addition  to  their 
own  particular  pension  plans.    Because  of  the  confusion  as 
to  intent  of  the  proposed  legislation  and  to  permit  of  further 
study,  the  Commission  on  motion,  duly  seconded, postponed 
action  for  one  week. 


THEREUPON  THE  MEETING  ADJOURNED. 
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I 


MINUTES 


PUBLIC  UTILITIES  COMMISSION 


851st  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JULY  21, 

1952- 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee  and  Edw.  B.  Baron, 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  850th  regular  meeting  of  the 
Commission  held  July  14,  1952  were  approved* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.64I— 

WHEREAS,  the  Stoneson  Development  Corporation  in  1951 
granted  the  City  and  County  of  San  Francisco  certain  rights  of 
way  easements,  10  feet  in  width,  totaling  some  3>500  fee't  in 
length  for  the  purpose  of  a  water  system  through  the  Stones- 
town  project,  San  Francisco;  and 

WHEREAS'  in  order  to  make  way  for  the  City  of  Paris 
building  witftin  the  shopping  area,  the  Stoneson  Development 
Corporation  has  requested  an  exchange  of  a  portion  of  the 
rights  of  way  granted  in    1951,  said  exchange  involving  a 
small  section  approximately  100  feet  in  length: 

THEREFORE,  BE  IT  RESOLVED'  That  this  Commission  approves 
and  hereby  requests  the  Director  of  Property  to  prepare 
necessary  legislation  for  submission  to  the  Board  of  Super- 
visors, authorizing  said  exchange  in  accordance  with  Map  No. 
D-1256-Stonestown  Development  Corporation  Easement  for  Water 
F&in-San  Francisco. 


8068. 


On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 642— 

RESOLVED  That  this  Commission  approves  the  terms  and 
conditions  anfi  hereby  authorizes  issuance  of  Airport  Space 
Rental  Permit,  as  follows: 

To:     California  Central  Airlines 

Effective  Date:  -  August  I,  1952 


Area  Chg.  per  Sq.  Amount  per 
Sq.  Ft.     Ft.  per  Yr.  Year 


Property 

Domestic    Passenger  Ter- 
minal Build Ing-rfe in  Floor- 
Ticket  Counter  170.6 


$5.00  $  853,00 


Permittee  is  authorized  to  make  certain  alterations  to 
space  covered  in  permit,  at  no  cost  or  expanse  to  City  and 
County  of  San  Francisco. 

Effective  August  1,  1952,  Space  Rental  Permit  previously 
issued  under  Resolution  No.  11,287  is  revoked # 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,    the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO,  12. 64V- 

RESOLVED'  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution  authorizing  acceptance  of 
deed  from  John  Tragoutsis,  et  ux,  or  the  legal  owners,  to  a 
water  pipe  line  easement  in  and  along  the  westerly  12  feet  of 
Lot  13,  Block  6,  "Tract  No.  562-Meadow  Glen,  San  mteo  County77 
and  that  the  sum  of  $750.00  be  paid  for  said  parcel,  payable 
from  Appropriation  No.  98-975-59. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 644— 

RESOLVED'  That  this  Commission  hereby  requests  the  f&yor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in    amount  $592.15,  Airport  Funds,  to  provide  ad- 
ditional funds  in    excess  of  that  provided  in  the  1952-1953 
Budget,  for  automobile  insurance  on  the  Airport's  automotive 
fleet. 
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On  motion  of  Commissioner  Nc  Keet  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION    NO*  12. 645-- 

RESOLVED'  That  this  Commission  hereby  requests  the  Tlayor 
to  recommend  to    the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $4,448.09,  Water  Department  Funds,  to 
provide  additional  funds  in  excess  of  that  provided  in  the 
1952-1953  Budget,  for  automobile  insurance  on  the  Vkter  De~ 
partment's  automotive  fleet* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

RESOLUT ION  NO.  12 . 646— 

RESOLVED  *  That  this  Commission  hereby  requests  the  r-feyor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $2,602.02,  Municipal  Railway  Funds,  to 
provide  additional  funds  in  excess  of  that  provided  in  the 
1952-1953  Budget,  for  automobile  insurance  on  the  Municipal 
Railway's  automotive  fleet. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 647— 

RESOLVED   That  this  Commission  hereby  requests  the  r&yor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in   amount  $33.71-Public  Utilities  Commission-General 
Office  Funds,  to  provide  additional  funds  in  excess  of  that 
provided  in  the  1952-1953  Budget,  for  automobile  insurance. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 648— 

RESOLVED"  That  this  Commission  hereby  requests  the  rayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $l,423.8l-Hetch  Hetchy  Water  Supply  Funds, 
to  provide  additional  funds  in  excess  of  that  provided  in  the 
1952-1953  Budget,  for  automobile  insurance  on  automotive  fleet # 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.64Q— 

RESOLVED*  That  this  Commission  hereby  requests  the  Mayor 


-8070- 


to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  177.13-Bureau  of  Light,  Heat  and  Power 
Funds,  to  provide  additional  funds  in  excess  of  that  pro- 
vided   in  the  1952-1953  Budget    for  automobile  insurance  on 
automotive  fleet. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

---RESOLUTION  NO.  12.650— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Additional  Allotment,  in  amount 
$11,325.00,  under  Appropriation  No.  265-200-OO-Contractual 
Services,  to  provide  for  certain  non-recurring  encumbrances 
for  balance  of  fiscal  year. 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$250, 000,00,  under  Appropriation  No.  265-804-02- Passenger  and 
Damage    Claims,  Prior  Years. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$1,110.00,  from  Appropriation  No.  97-510-23-Ocean  and  Phelan 
Avenue  Terminal,  to  credit  of  Appropriation  No.  97-510-°0"-°5» 
to  provide  for  installation  of  1500  feet  of  chain  link  fence 
along  Church  Street  right  of  way  between  21st  and  22nd 
Streets. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$399.36,  from  Appropriation  No.  265- 399- 97- Bond  Fund  Stores, 
to  credit  of  Appropriation  No.  97-510-23-62-Ocean  and  Phelan 
Terminal-Materials  and  Supplies, 

Water  Department  Request  for  Intra  fund  Transfer  in  amount 
$3,514.26,  from  Appropriation  No.  66-925-OO-Reconstruction  and 
Replacement  Fund,  to  credit  of  Appropriation  No.  66-94 6-00,  to 
provide  for  replacement  of  obsolete  meters. 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $3,451,41, 
transferring  funds,  required  in  connection  with  Airport  Federal 
Aid  Projects  Nos.  9-04-O34-IO4  and  105,  for  Engineering  work 
orders  on  Plans  and  Specifications  and  Field  Engineering  and 
Inspection  from  July  1  through  September  30,  1952. 
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On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION    NO.  12.651— 

RESOLVED,  That  this  Commission  approves  the  following 
Contract   Payment  Recommendations: 

Contract  Payment  in  amount  $8,525.56,  in  favor  of  Fred  T. 
Falrey,  under  SFWD  Contract  No.  615-Laying  16"  Cast  Iron 
Mains  from  Harold  and  Bruce  Avenues  to  Rolph  and  Athens 
Streets, 

Contract  Payment  in  amount  $750.00,  in  favor  of  Walter  L. 
Huber, ,for  services  as  Consultant  Engineer  on  Cherry  Dam 
Project. 

Contract    Payment  in  amount  $750.00,  in  favor  of  Augustus 
Kempkey,  for  services  as  Consultant  Engineer  on  Cherry  Dam 
Project. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12.652— 

RESOLVED t  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract,  in 
credit  amount  of  $445.00,  under  Airport  Contract  No.  130-Con- 
struction  of  Terminal  Building  at   the  San  Francisco  Airport, 
contractor,  Clinton  Construction  Co.,  covering  the  following: 

Delete  from  contract  about  200    lineal  feet  of  4" 
cast  iron  soil  pipe,  fittings,  sleeves,  hangars 
and  appurtenances  at  northeast  and  southeast  corners 
of  build ing-credit-4444. 00. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.6fft~» 

RESOLVED'  That  this  Commission  approves    Plans  and 
Specification^  and  authorizes  call  for  public  bids  under 
HHWS  Contract  No.  253-Land  Clearing  at  Hetch  Hetchy  Reservoir. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously; 

—RESOLUTION  NO.  12.6**1~ 

RESOLVED'  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions and  approves  Certificate  of  Acceptance  and  Pinal  Payment 
in  amount  $2, 966,90,  in  favor  of  Chas.  I.  Cunningham  Co*, 
under  HHWS  Contract  No.  234-Constructlng  Camphouse  at 
O'Shaughnessy  Dam, 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.655— 

RESOLVED'  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $44,60, 
being  the  credit  difference  between  certified  estimated  con- 
tract and  final  performance;    approves  Certificate  of  Ac- 
ceptance  and   Pinal  Payment  in  amount  -$3,362.62,  in  favor  of 
Alan  P.  Howe,  under  SFWD  Contract  No.  6l2-Control  and  Destroy 
Weeds  on  certain  properties  of  the  Water  Department  in  San 
r^iteo  County, 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 656-- 

RESOLVED   That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $2,944.70, 
being  the  additional  difference  between  certified  estimated 
contract  and  final  performance;  approves  Certificate  of  Ac- 
ceptance and  Pinal  Payment  in  amount  $12,590.20,  in  favor  of 
Michael  Murphy,  under  SPWD  Contract  No.  597-Laying  16"  Cast 
Iron  Mains  in  15th  and  17th  Avenues  and  in  Merced  Avenue, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12.6^7— 

RESOLVED    That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  l&ter  Department  Request  for  Intra- 
Fund  Transfer  in  amount  $23,500,00,  from  Appropriation  No. 
98-951-OO-Construction  of  Bay  Division  Pipe  Line  No.  3,  to 
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credit  of  Appropriation  No,  98-950-59-Lands-Bay  Division 
Pipe  Line  No,  3,  to  provide  additional  funds  for  settlement 
of  Land  Condemnation,  Stanford  University  vs  City  and  County 
of  San  Francisco,  right  of  way  for  Eay  Division  Pipe  Line  No. 
3  through  the  properties  of  said  University. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.658— 

RESOLVED*  That  this  Commission  hereby  approves  the  terms 
and  conditions  and  authorizes  execution  of  Water  Department 
agricultural  lease,  as  follows: 

John  F.  Gray,  Jr.,  George  A.  Gray  and 
Paul  Hudson  of  918  Harrison  St.,  San 
Francisco. 

Covering  480  acres,  more  or  less,  in  Parcel  10,  south  of 
Calaveras  Reservoir,  for  period  of  5  years,  commencing 
September  1,  195"&  ati  an  annual  rental  of  $1,204.80,  plus  an 
amount  to  be  determined  annually  on  the  price  of  slaughter 
steers. 

BE  IT  FURTHER  RESOLVED t  That  present  lease,  be  and  the 
same  is  terminated  as  of  August  31,  1952, 


PUBLIC  HEARING:    -    Report  of  Marmion  D,  Mills,  Consultant 

under  "Proposed  Rehabilitation  Program 
for  1953",  dated  June  10,  1952. 

The  report  contemplates  a  new  rehabilitation  bond  issue 
ot  $8,981,600.00,  as  a  second  step  in  the  modernization  of 
the  Municipal  Railway,  and  in  general,  provides  for  rehabili- 
tation and  unification  in  one  power  house  of  the  three  most 
important  cable  railway  lines,  (gome  curtailment  of  the 
Hyde  and  California  Street  Lines;)  conversion  of  street  car 
and  cable  car  lines  to  trolley  or  motor  coach  operation; 
purchase  of  necessary  vehicles  to  implement  conversion  as  well 
as  to  replace  obsolete  equipment;  shop  modernization;  track 
removal;  fare  boxes. 

Mr.  Philip  F.  Landis,  former  president  of  the  Commission  en- 
dorsed the  program  and  laid  particular  emphasis  on  the 
necessity  of  securing  new  equipment— equipment  to  extend  opera- 
tions and  to  provide  for  necessary  replacement  of  obsolete 
equipment. 
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Mr.  Chas«,  Foehn,  President  of  Local  No.  6,  Electrical  Union 
endorsed  the  program  as  a  noteworthy  step  in  the  moderniza- 
tion of  the  Municipal  Railway. 

In  opposition  to  the  bond  issue,   .insofar  as  it  entails  cur- 
tailment of  the  presently  operated  cable  car  system,  were 

Mrs.  H.  Klussman;  George  0tshawsen~ll82  Vallejo  St.;  Nr. 
Rothe,  Merchant  at  1000  Hyde  St.;  Mrs.  Sherer  of  2674  Hyde 
Street;  Raymond  E.  Crummy,  Secretary  of  the  San  Francisco 
Hotel  Association;  Mrs.  Jerry  Meeks  of  1033  Lombard  St.; 
Andrew  Darby,  Operator  of  Floral  Shop  on  Hyde  Street;  Mrs. 
Blair  of  Noe  Valley;  Mrs.  George  Hargans, 

Expressing  wish  for  more  time  in  which  to  study  the  report 
were:-  Mr.  Thomas  Gray  of  the  Downtown  Association;  Harold 
Starr  of  the  Chamber  of  Commerce;  Mr.  Geo.  Skipton  of  the 
Planning  and  Housing  Association.    These  gentlemen  were  ad- 
vised that  under  orders  of  the  Board  of  Supervisors,  action 
on  part  of  the  Commission  was  necessary  at  this  time,  to 
permit  placing  on  the  November  ballot. 

Mr •  Chas.  Woods  of  the  A.  F.  of  L.  Carmens  Union  endorsed 
the  issue,  but  was  opposed  to  curtailment  of  presently 
operated  cable  cars. 

Mrs.  Dorothy  Barnett  of  1550  Broadway  Street  spoke  in  favor 
of  an  "Annual  Cable  Car  Day"  and  offered  to  submit  to  the 
Commission  plans,  formats  and  maps  in  support  of  her  program. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron®  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12.65Q-- 

WHEREAS,  engineering  and  economic  studies  have  been  con- 
ducted by  representatives  of  this  Commission  and  it  is  found 
that  public  interest  and  necessity  require  a  bond  issue  to  be 
submitted  to  the  voters  of  the  City  and  County  of  San  Fran- 
cisco in  the  sum  of  $8, 981,600.00, the  proceeds  of  the  sale  of 
which  are  to  be  used  for  the  modernization  and  rehabilitation 
of  the  Municipal  transit  system  in  accordance  with  the  report 
of  Marmion  D.  Mills,  Consultant,  dated  June  10,1952; 

THEREFORE,  BE  IT  RESOLVED'  That  the  Board  of  Supervisors 
be  and  it  is  hereby  requested  to  prepare  the  necessary  legisla- 
tion for  submission  to  the  voters  of  bond  issue  in  the  amount 
of  $8,981,600.00  for  the  modernization  and  rehabilitation  of 
the  Municipal  transit  system;  and 

BE  IT  FURTHER  RESOLVED, That  the  Board  of  Supervisors  call 
a  special  election  to  be  held  not  later  than  November  4,1952, 
at  which  election  the  bond  issue  shall  be  submitted  to  the 
voters. 
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On  motlwi  of  Commissioner  He  Kae,  seconded  by  Commissioner 
Swans on#  the  following  resolution  was  adopted  unanimously: 

WHEREAS,  there  has  been  presented  to  this  Commission  the 
following  communication  from  Pacific  Gas  and  Electric  Company: 

"April  28,  1952 

"Public  Utilities  Commission 
City  and  County  of  San  Francisco, 
City  Hall,  Civic  Center, 
San  Francisco  2  California 

"Gentlemen: 

"On  April  28,  1952,  we  entered  into  a  contract, 
a  copy  of  which  is  enclosed,  with  Kaiser  Aluminum  and 
Chemical  Corporation,  modifying  and  extending  until  April 
30,  1962,  a  contract  dated  July  2,  1941,  which  would  have 
expired  April  30.  1952,    This  July  2,  1941*  contract  as 
modified  and  assigned  to  you  April  lof  1945#  is  herein  re- 
ferred to  as  Permanente  contract. 

'♦Under  date  of  April  18,  1945,  we  also  entered 
into  two  agreements  with  you,  one  designated  "Assignment  of 
Contract  with  Permanente  Cement  Company,  and  the  other 
designated  ^Assignment  of  Lease  and  for  Supply  of  Supple- 
mental Power  for  Cement  and  I^gnesium  Plant",  which  latter 
agreement  herein  called  Supplemental  Power  Contract,  was 
modified  by  a  letter-agreement  with  you  dated  February  8, 
1952,  relating  to  supplemental  power  and  energy  for  a  shell 
casing  plant  at  Riverbank,  California.    These  two  agreements 
dated  April  l8,  1945t  and  the  modification  and  assignment 
agreement  of  the  July  2,  1941  contract  were  extended  to 
March  11,  1954,  by  letter-agreement  with  you  dated  November 
16,  1949-    The  above  arrangements  are  all  supplemental  to 
the  main  Hetch  Hetchy  Contract  between  us  dated  r&rch  14, 
1945  which  will  expire  March  11,  1954. 

"In  accordance  with  your  request  that  the  April 
28,  1952  modification  and  extension  of  the  Permanente  Con- 
tract be  assigned  to  you  and  that  the  existing  arrangements 
between  us  be  continued,  we  propose  the  following: 

"1.    The  Permanente  Contract  as  thus  modified  and 
extended  shall  by  this  letter  be  assigned  to  you  as  of  the 
effective  date  of  the  enclosed  agreement,  and  for  the  term 
thereof,  to-wit:  until  April  30,  1962. 
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"Such  assignment  shall  be  subject  to  the  same 
terms  and  conditions,  except  as  to  duration,  as  set  forth 
in  the  modification  and  assignment  agreement  of  the  July  2, 
1941  contract,  dated  April  10,  1945*  as  extended  by  the 
letter-agreement  between  us  dated  November  16,  1949* 

"2.    The  agreement  designated  "Assignment  of 
Contract  with  Permanente  Cement  Company"  Sated  April  18, 
1945,  as  modifed  by  the  letter-agreement  dated  November 
lb,  1949,  shall  be  deemed  extended  from  r^rch  11,  1954,  to 
midnight  November  11,  1954,  the  latter  being  the  expiration 
date  of  the  existing  service  contract  with  Permanente 
Cement  Company,  and  shall  also  be  deemed  to  assign  to  you 
until  April  30,  1952  (subject  to  your  rejection)  any  con- 
tracts hereafter  entered  into  between  this  Company  and 
Permanente  Cement  Company,  renewing  or  replacing  the 
existing  contract  or  subsequent  contracts,  provided  this 
Company  shall  be  under  no  obligations  to  you  to  make  such 
renewal  or  replacement  contracts,  it  being  understood 
that,  whenever  in  such  assignment  agreement  dated  April 
18,  1945,  the  terms  "said  contract",  or  "contract  dated 
November  11,  1949",  are  used,  the  same  shall  refer  to  such 
renewal  or  replacement  contracts,  and  the  dates  of  "November 
30,  1949"  and  "December  1,  1949"  sppearing  respectively  in 
Paragraphs  (2)  and  (9)  of  such  assignment  agreement  shall 
be  replaced  with  the  expiration  date  of  such  renewal  or  re- 
placement contract  as  shall  then  be  in  effect. 

"3-    The  Supplemental  Power  Contract  as  extended 
by  letter-agreement  between  us  dated  November  16,  1949»  an(3 
as  modified  by  the  letter-agreement  dated  February  0,  1952> 
shall  be  deemed  extended  to  midnight  April  30,  1962,  in- 
stead of  March  11,  1954,  and  shall  apply  to  assignments 
mentioned  above  in  Paragraphs  (1)  and  (2)  hereof* 

"4.  The  main  Hetch-Hetchy  Power  Contract  dated 
mrch  14,  1945,  shall  be  deemed  extended  to  midnight  April 
30,  1952,  instead  of  mrch  11,  1954,  as  presently  provided 
in  Section  1  thereof, 

"It  will  be  understood  that  this  agreement  shall 
be  subject  to  the  granting  of  authorization  to  this  Company 
by  the  Public  Utilities  Commission  of  the  State  of  California 
to  carry  out  its  terms.    It  will  also  be  understood  that 
this  Company's  rates  and  charges  for  electric  service  set 
forth  in  the 'agreements  and  contracts  referred  to  above 
are  subject  to  increase  or  decrease  in  accordance  with  orders 
of  said  Commission  acting  within  its  jurisdiction. 
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"If  you  agree  to  the  foregoing  will  you  kindly  execute 
the  acceptance  below  on  the  original  and  one  copy  of  this 
letter  and  return  one  to  us  for  our  files. 


"Very  truly  yours, 

"Pacific  Gas  and  Electric  Company 

"By  fs/  N.  R.  Sutherland 

Its  Vice  President  and  General 
Onager" 

NOW 9  THEREFORE,  BE  IT  RESOLVED'  That  this  Commission  here- 
by expresses  its  approval  of  the  amendment  and  extension  of  the 
four  contracts  mentioned  in  the  foregoing  communication  and 
agrees  to  the  same,  provided  that  prior  to  the  entry  into  such 
agreement,  the  City  Attorney  communicate  with  the  Secretary 
of  the  Interior  and  obtain  an  expression  of  his  views. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


852nd  REGULAR  MEETING-  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JULY  28, 
1952. 


Present:    Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swans on, 
Sam  Mc  Kee,  Edw,  B.  Baron  and  Donald  A.  Cameron. 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  minutes  of  the  851st  regular  meeting  of  the 
Commission  held  July  21,  1952  were  adopted. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.661— 

WHEREAS,  under  the  terms  of  Municipal  Railway  Contract  No. 
414-Trolley  Wyes  and  Curves  at  Various  Locations,  Municipal 
Railway  of  San  Francisco,  Contractor,  was  required  to  complete 
all  work  under  the  contract  on  April  10,  1952;  and 

WHEREAS,  the  Contractor  experienced  unavoidable  delays  as 
a  result  of  the  necessity  of  the  setting  of  six  new  joint  wood 
poles  bv  the  Pacific  Gas  and  Electric  Company,  which  poles  were 
to  support  span  wires  and  guy  wires,  and  which  necessitated 
the  cessation  of  the  overhead  work  by  the  Contractor  until  such 
poles  were  set;  and 

WHEREAS"  said  Contractor  has  been  diligent  in  his  efforts 
to  complete  the  work  within  the  specified  time  and  did  in 
effect  complete  that  portion  of  the  work  required  to  place  the 
new  single-end  PCC  cars  in  operation  on  the  flK"  and  ??L"  Lines 
on  the  scheduled  conversion  date: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  the  Contract  Time  for 
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performing  all  work  specified  under  Municipal  Railway  Contract 
No*  414  be  and  is  hereby  extended  for  a  period  of  57  calendar 
days  until  June  6,  1952  and  that  liquidated  damages  be,  by 
reason  of  such  extension,  are  hereby  waived. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.662— 

RESOLVED ^  That  in  accordance  with  the  recommendation  of 
the  Onager  of  Utilities,  the  contract  for 

Conversion  of  Streetcar  Trolley  Overhead  For 
Carbon  Shoe  Operation-Municipal  Railway  Con- 
tract No.  420 

a    public  work  to  be  performed    on  the  basis  of  the  unit 
prices  submitted  and  regularly  on  file  for  the  estimated 
quantities  of  work  to  be  performed  as  set  forth  in  the  related 
specifications,  for  the  Public  Utilities  Commission  of  the  City 
and  County  of  San  Francisco,  be  and  the  same  is  hereby  awarded 


Municipal  Railway  of  San  Francisco 

they  being  the  lowest  regular  and  responsible  bidders  for  the 
work  aforesaid  at  $4,646.82,  said  sum  being  the  total  price  for 
the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 

Approval  of  the  National  Production  Authority  is  not  re- 
quired for  this  project, 

AND  BE  IT  FURTHER  RESOLVED    The  Controller    is  hereby  re- 
quested to  allot,  in  the  amount* of  $4,646.82,  from  the  un- 
allotted balance  of  the  1947  Municipal  Railway  Rehabilitation 
Bond  Fund,  Appropriation  No.  97-520-23  to  provide  funds  for  the 
certification  of  award  of  contract. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.66>- 

RESOLVED   That  this  Commission  hereby  approves  and 
recommends  adoption  by  the  Board  of  Supervisors  of  that  certain 
proposed  resolution  submitted  to  this  Commission  providing  for 
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the  acquisition  by  the  City  and  County  of  San  Francisco  of  an 
easement  for  a  water  pipe    line  on  certain  land  situated  in 
the  County  of  San  Mateo,  State  of  California,  being  a  strip  of 
land  20  feet  wide  extending  southeasterly  403,61  feet  along 
the  northeasterly  lines  of  Lots  6,7,9,  Block  f,Avt,  as  shown  on 
nap  "No.  1  Country  Club  Park,  Tract  No.  534",  f  i  led  May  9, 
1941  in  Volume  23  of  Maps,  Official  Records,  San  mteo  County, 
California,  at  pages  54,  55  and  56,  for  the  sum  of  $2,025*00, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12. 664— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions under  HHWS  Contract  No.  241,  Installation  of  Telemetering 
Equipment,  Moccasin  Powerhouse,  Contractor,  Hetch  Hetchy  Water 
Supply,  Power  and  Utilities  Engineering  Bureau. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.665-- 

RESOLVED,  That  this  Commission    accepts  the  work  as  satis- 
factorily completed  in  accordance  with    plans  and  specifica- 
tions, under  HHWS  Contract  No.  244-Land  Clearing  at 
0?Shaughnessy  Reservoir,  Contractor,  Hetch  Hetchy  Water  Supply, 
Power  and  Utilities  Engineering  Bureau. 

On  motion  of  Commissioner  Baron,  sec  ended  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.666— 

RESOLVED,  That  this  Commission  hereby  approves  of  the 
settlement  by  American  Airlines,  Inc.,  with  the  City  and  County 
of  San  Francisco  of  all  obligations  of  said  American  Airlines, 
Inc.,  arising  during  the  period  from  July  7,  1947  to  May  31, 
1949,  in  payment  by  said  American  Airlines,  Inc.,  of  the  sum 
of  $1,087.04,  and  this  Commission  hereby  authorizes  the 
Manager  of  Utilities  to  execute  a  release  in  favor  of  American 
Airlines,  Inc.,  in  full  satisfaction  and  discharge  of  said 
obligations  arising  in  said  period,  in  the  utilization  of 
facilities  at  the  San  Francisco  Airport. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.667— 

RESOLVED '  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  rfodif icatlon  of  Contract  In  amount 
$769.00;  tffrder  Airport  Contract  No,  130-Construction  of  Ter- 
minal Building  at  San  Francisco  Airport,  contractor,  Clinton 
C  onstruction  Co.,  covering  the  following: 

Construct  metal  stairways  to  the  machinery  rooms 
for  Elevators  Nos.  1  and  2   in  lieu  of  the  vertical 
ladders  originally  specified,  and  to  modify  the  machinery 
arrangement  for  Elevators  Nos.  1,  2,3,4  and  5  and  ^°  rrake 
the  additional  structural  modifications  required  thereby, 
all  as  shown  on  drawing  A-I09,  dated  my  20,  1952. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
He  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.668— 

RESOLVED,  That  this  Commission  hereby  approves  all  non- 
civil  service  and  temporary  appointments  and  removals  made  by 
the  Manager  of  Utilities  for  the  month  of  June,  1952;  and 

BE  IT  FURTHER   RESOLVED'  That  a  report  of  said  appoint- 
ments and  removals  be  transmitted  to  the  Civil  Service  Com- 
mission and  to  the  Controller. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.66Q-- 

RESOLVED    That  in  accordance  with  the  recommendation  of 
the  rfenager  of  Utilities,  the  contract  for  the  following  public 
work  to  be  performed  for  the  Public  Utilities  Commission  of 
the  City  and  County  of  San  Francisco,  to-wit: 

Airport  Department  Contract  No.  140-Construct ing 
Approach  Lighting  for  Runways  19L  and  28L  and  Re- 
lated work  at  San  Francisco  Airport 

be  and  the    same  is  hereby  awarded  to 

The  Lowrie  Paving  Company 

they  being  the  lowest  regular  and  responsible  bidder  therefor 
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at  the  lump  sum  price  of  $44,903.00 

And  all  other  bids  for  the  above  described  work  are  here- 
by rejected. 

The  National  Production  Authority  has  approved  starting 
the  construction  and  has  allotted  all  controlled  materials 
necessary  for  its  construction* 

On  motion  of  Commissioner  Cameron*  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

-.-RESOLUTION  NO.  I2.67O-- 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Airport  Request  for  Allocation  of 
Funds,  in  amount  $19,089.46,  under  Appropriation  No*  96-915-OO, 
to  provide  sufficient  funds  for  the  award  of  Airport  Contract 
No.  140-Approach  Lighting  for  Runways  19L  and  28L  and  Related 
Work. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

> — RESOLUTION  NO.  12.-671S- 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  imager  of  Utilities,  the  contract  for 

Municipal  Railway  Contract  No.  423-Rel oca ting 
Poles  and  Feeders  at  Valencia  and  rferket  Streets 

a  public  work  to  be  performed,  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantity  of 
work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions, for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Abbett  Electric  Corporation 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  $2,642.00,  said  sum  being  the  total  price  for 
the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 

Approval  of  the  National  Production  Authority  is  not  re- 
quired for  this  project. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO,  12.672— 

RESOLVED'  That  on  recommendation  of  the  Onager  of 
Utilities,  thS  General  mnager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds    as  are  or  will  be  legally  avail- 
able in  payment  of  claims,  as  follows: 


Claimant     PRIOR  YEARS  Date  of  Accident  Settlement 

Parisian  Batting  Co.  June  24,  1952  $  512.06' 

Ruth  0.  Wiley  my  25,  1952  165.OO 

Isabel  B.  Mulligan  June  1,  1951  900,00 

Samuel  H.Guillory,  Jr •-minor  September  22,  1951  360,00 

Joseph  B.  Eng  June  50,  1952  131.61 

.  Domenic    Pissolo  June  22,  1952  192,69 

Ida  Seres  March  24,  1952  275. 00 

Elizabeth  Jones  April  12,  1952  450,00 

E»  E.  Yost  April  12,  1952  450.OO 

Marie  A.  Napier  October  4,  1951  350,00 

Olga  Zuniga  April  12,  1952  250,00 

Vivian  Hayes  April  5,  1952  305,00 

Louis  Alcorta  July  25,  1951  513,00 

Martha  Ross  March  7,  1952  300.OO 

John  J,  Frisch  March  17,  1952  200.00 

Lon  L.  Clutter  March  2b,  1952  750,00 

Rescind  portion  of  Resolution  No,  12,607-claimant 

Fannie  Levine  (duplication)  -350.OO 

Bruce  Milville  June  25,  1952  500900 

Dominic  Sanchez  August  6,  1951  500,00 

Ruth  H.  Tully  June  11,  IQ52  178.55 

Albert  Asher  November  20,  1951  900,00 

Yitaly  Nicholas  Baldwin  March  3,  1952    '  175-00 

Mary  3.  Snyder  April  22,  1952  205.55 

Lucile  J.  Appel  August  17,  1951  146,91 

Litigated  settlements: 

Edythe  H.  Sowden  mrch  31,  1951  250,00 

Elna  3.  Anderson  May  1,  1951  300,00 

Julius  Lohse  September  2,  1950  768.27 

Hannah  L.  Mullen  November  3,  194Q  400,00 

Premier  Insurance  Co,  October  lb,  1940  95,00 

Irving  I,  Spier,  M.  D,  October  2,  1951  9,000,00 

Gertrude  Studd  January  23,  1951  9,500,00 

Thomas  Olivares  June  22,  1951  2,400,00 
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Claimant 


Bate  of  Accident 


Settlement 


Gladys  Wheeler 
Ida  Smith 
l^ry  Eo  Archer 
Jane  0&  Fritzee 

Judgments: 

Lilyan  H.  Mc  Cauley 

J.  B.  Rodenbaugh  and  Ruth 
Rodenbaugh 


July  6,  1950 
July  7,  1950 
February  3,  1952 
August  21,  1950 


$  265.OO 
100.00 
375.00 
1,500.00 


October  14,  1959         7, 732. 3^ 

plus  interest 


August  22,  1950 
Appropriation  No.  265-804-O2 


216.72 


$41,262.66 


Current  year 

Non-litigated  settlements 
Lloyd  C.  Henwood 
Morris  Backman 
Charles  L.  Meriwether 
Francis  Stephens 
Hazel  C.  Pace 


July  7,  1952 
July  9,  1952 
July  11,  1952 
July  7,  1952 
July  1,  1952 


118.76 

123.52 
100 

252.3 

iy>»oQ 


Appropriation  265-804-01 
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On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 67V- 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  W&ter  Department,  as  herein- 
after set  forth: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve    the  terms  and  conditions  of  said  revocable  permit 
and  authorizes  the  execution  of  the  same  as  follows: 

To:    City  of  Redwood  City 

Permission  to  use  for  an  access  roadway  to  serve  Redwood 
City's  Carson  Reservoir  a  15*  strip  of  land  along  the  westerly 
edge'of  the  City's  8o?  Bay  Division  Pipe  Line  No.  3  right  of 
way  extending  from  Hasting  Avenue  northerly  to  Redwood  City's 
Reservoir  site. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.674— 

RESOLVED"  That  this  Commission  approves  plans  and  speci- 
fications and 'authorizes  call  for  public  bids  for  the  follow- 
ing contracts: 

Municipal  Railway  Contract  No.  412-Reeonstructlng  Cable  Car 
Tracks  on  Jackson,  Washington  and  Steiner  Streets. 

Airport  Contract  No.  146-Addltion  to  Concourse  Building  at 
San  Francisco  Airport. 

Water  Department  Contract  No.  626-Constructlon  of  Behydrator 
Building  Extension,  Sunol  Walnut  Orchard. 

On  motion  of  Commissioner  Swanson,  secon  ded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  wianimously: 

— RESOLUTION  NO.  12. 675-- 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Municipal  Railway  Request  for  Ad- 
ditional Allotment  in  amount  315,000.00,  under  Appropriation 
No.  265-801-OO-to  provide  funds  for  Workmen's  Compensation 
benefits  and  Medical  Fees  for  employees  of  the  Municipal 
Railway  for  the  period  of  July  1-September  JO,  1952. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 676— 

RESOLVED 9  That  this  Commission  approves  and  hereby  re- 
quests the  Controller's  concurrence  in  amendment  of  Rules  and 
Regulatlons-nevolving~Funds,  as  follows: 

Rule  7-Bank  Signatures: 

Under  Section  D-l-Hetch  Hetchy  Project,  Bank  of  America 
Add:  W.  w.  Helbush  as  countersigner. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12,677-- 

RESOLVED '  That  that  portion  of  Resolution  No.  12,607, 
adopted  July  7,  1952,  approving  settlement  of  claim  of  Amelia 
Garcia,  minor,  vs  Municipal  Railway,  in  amount  137,500.00,  be 
and  the  same  is  amended  to  provide  for  settlement  in  amount 
$42,833.00,  the  Seaboard  Surety  Co.,  representing  co-defendant, 
having  paid  its  share  of  $5,333,00  directly  to  the  City  and 
County  of  San  Francisco. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,678— 

RESOLVED'  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution  granting  permission  to  0. 
Gr*  Goldman,  H.  C.  Medbery,  C.  A.  Lauenstein  of  the  San  Fran- 
cisco Water  Department,  to  attend  the  Annual  Meeting  of  the 
California  Section  of  the  American  Water  Works  Association 
in  Pasadena,  California,    October  28  to  October  31,  1952,  in- 
clusive. 

On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

^•-RESOLUTION  NO.  12. 679— 

RESOLVED,  That  the  commencement  date  for  that  certain 
lease  between  John  F.  Barrett,  Jr.,  Goerge  A.  Gray  and  Paul 
Hudson,  covering  480  acres,  south  of  Calaveras  Reservoir, 
approved  under  Resolution  No.  12,658  of  July  21,  1952,  is 
hereby  designated  as    of  January  1,  1953,  in  lieu  of 
September  1,  19*52,  date  of  commencement  in  said  Resolution  No. 
12,658. 


THEREUPON  THE  MEETING  ADJOURNED  - 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


853rd  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  AUGUST 

Af  1952. 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw.  B.  Baron  and  Donald  A,  Cameron. 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  minutes  of  the  852nd  regular  meeting  of  the  Com- 
mission held  July  28,  1952  were  approved. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.68o— 

WHEREAS,  the  following  employees  have  retired  from  the 
service  of  the  City  and  County  of  San  Francisco,  having  served 
in  the  P&rket  Street  Railway  and  or  the  Municipal  Railway,  in 
excess  of  twenty-five  years;  and 

WHEREAS'  the  Public  Utilities  Commission  recognizes  the 
valuable  service  these  employees  have  rendered  the  people  of 
San  Francisco  while  employed  by  said  M3rket  Street  Railway  and 
or  the  Municipal  Railway: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities  Com- 
mission on  behalf  of  the  peoplS  of  the  City  and  County  of  San 
Francisco  in  recognition  of  their  long  and  faithful  service, 
by  this  resolution,  expresses  to  these  employees,  its  best 
wishes  for  a  long  and  happy  life  and  the  assurance  of  its 
appreciation  of  work  well  performed;  and 

BE    IT  FURTHER  RESOLVED,  That  the  Secretary  be  and  he  is 
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hereby  directed  to  prepare  a  copy  of  resolution  for  presenta- 
tion to  each  of  the  following  employees: 


Employee  Municipal 


Hugh  Duffy 

*  *  A  * 

Theodore  Bregy 

*  #  +  ♦ 

Daniel  T.  Daly 

*  *  *  # 

Dennis  J.  Healy 

■M    *»    fir  tit 

>r  *  w  w 

John  J.  Hurley 

*  A;  afc  Ik 

Patrick  Kelleher 

TP  *r* 

Cranna ,  Edward 

*  *  *  * 

n*  "f^  T 

William  Daly 

*  #  *  # 

James  Leahy 

*  *  *  Hp 

John  w.  mrtin 

*  #  #  *t 

Michael  J.  Mc  Donnell 

*  *  *  * 

Robert  Scott 

ak  *t  A 
^  V  * 

George  Franklin  Thomas 

*  *  *  * 

Abraham  Gold 

*  *  *  * 

Alexander  Diamond 

*  #  *  * 

Cornelius  Desmond 

*  *  *  * 

Ralph  Donathan 

*  *  *  * 

Jeremiah  Sheehan 

*  *  *  * 

Alexander  Mc  Donald 

*  *  *  * 

John  Canevari 

*  *  *  * 

Paul  L.  Bart hoi ome 

*  *  *  * 

Ry. 

Hkt .bt .Ky. 

Service 

■trpd  y»c« 

yoai  D 

26 

£_vJ 

y  Ga  I  O 

9u 

vfta  ys 

^l 

vears 

vears 

27 

years 

51 

years 

years 

26 

years 

31 

years 

a  nd 

*  *  *  * 

28 

years 

and 

*  *  *  * 

50 

years 

and 

*  *  *  * 

34 

years 

and 

*  *  *  * 

32 

years 

and 

]Q(  9|C  ifl 

28 

years 

and 

*  *  *  * 

2!? 

years 

and 

3§C  5^t  J^t  J^t 

26 

years 

and 

*  *  *  * 

45 

years 

and 

*  *  *  * 

4° 

years 

and 

*  *  *  * 

32 

years 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.68l~ 

WHEREAS    the  following  employees  have  retired  from  the 
service  of  tfie  City  and  County  of  San  Francisco,  having  served 
in  the  Spring  Valley  V&ter  Co.,  and  the  San  Francisco  Water 
Department,  in  excess  of  twenty-five  years;  and 

WHEREAS  the  Public  Utilities  Commission  recognizes  the 
valuable  service  these  employees  have  rendered  the  people  of 
San  Francisco  while  employed  by  said  Spring  Valley  Vkter  Co. 
and  the  San  Francisco  Water  Department: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission on  behalf  of  the  people  of  the  City  and  County  of  San 
Francisco  in  recognition  of  their  long  and  faithful  service, 
by  this  resolution  expresses  to  these  employees,  its  best 
wishes  for  a  long  and  happy  life  and  the  assurance  of  its 
appreciation  of  work  well  performed;  and 

BE  IT  FURTHER  RESOLVED^  That  the  Secretary  be  and  he  is 
hereby  directed  to  prepare  a  copy  of  resolution  for  presenta- 
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tion  to  each  of  the  following  employees: 


Employee 


Service 


Robert  R.  Town send 
John  W.  Mc  Adoo 


34  years 
25  years 


On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


WHEREAS    the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after  set  forth: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities  Com- 
mission of  the  City  and  County* of  San  Francisco    does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Mr.  Joseph  Pelllzzer-Redwood  City 

Permit  to  occupy  for  gardening  purposes  that  portion  of 
Hetch  Hetchy  right  of  way  adjacent  to  Park  Road  and  Fourth 
Avenue,  Redwood  City  and  included  within  Lots  14,  15»  16  and 
17,    Block  11,  North  Fair  Oaks  Subdivision. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


RESOLVED    That  this  Commission  approves  and  hereby  re- 
quests the  Controller's  certification  of  the  following: 

Credit  Modification  in  amount  $868,00,  Airport  Contract  No, 
132- Paving  Aprons,  Taxiway  and  other  Grading,  Paving,  Drainage 
and  Electrical  Work-San  Francisco  Airport,  contractor ?  Lowrie 
Paving  Co.;  -  delete  furnishing  an  d  installing  the  14"  Check 
Valve  and  Flexible  Coupling  on  14-Inch  OD  V&ter  Pipe  Line  to 
the  Seaplane  Port  Area,  as  shown  on  Drawing  CA-III73. 


—RESOLUTION  NO.  12.682-- 


— RESOLUTION  NO.  12.68.V - 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO >  12. 684— 

RESOLVED   That  on  recommendation  of  the  mnager  of 
Utilities,  the  General  f&nager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  claims  against  the  Municipal  Railway, 
as  follows: 


Claimant       CURRENT  YEAR 
Owen  F.  Mc' Car thy 
Frank  L,  Lewis 


Date  of  Accident 
July  10,  1952 
July  26,  1952 


APPROPRIATION  NO.  265-804-OI 

PRIOR  YEARS 
Concetta  Modica 
Lina  Phillips 
Fanhy  Loebenstein 
Hazel  E.  Lamb 
Mary  A.  Haley 
Margaret  Hagadorn 
P.  J.  Loobey 
Rescinding  portion  of  Resolution  No.  12^72, 
claimant-Ed  E.  Yost 


April  3,  1952 
April  3,  1952 
January  24,  1952 
December  10,  1951 
April  2,  1951 

my  23,  1952 

June  6,  1952 


E,  E.  Yost 

Litigated  settlements 
Victoria'  Carnesecca 
Mrs.  Nat  Cohen 
Frieda  W.  Mc  Caughan 
Lillian  Mc  Gowan 

Judgments: 
William'  J.  Murphy 

Meri  Sanguine tti 
Sarah  Turenne 


June  9,  1952 


May  24,  I95I 
February  21,  1951 
January  21,  1951 
March  16,  1951 


February  26,  1950 

May  16,  1950 
June  25,  1951 


Appropriation  N0.  265-804-02 


Settlement 
I  123.37 

 151  m 

,  .  .  0 

$  27446 

$  200,00 
150,00 
775.00 
300.00 

259.50 
250.00 

148.43 

-450.00 
204.98 


3, 000.00** 

3,750.00 

450.00 
400.00 


15,121.10 

plus  interest 
750.00 
500.00 

$  25t,8o9tOl 


**0f  this  amount  $1,000*00  to  be  paid  to  City  by  Insurance 
Company. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.685-- 

RESOLVED"  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $945*00,  in  favor  of  mhoney 
Electric  Co.,  under  BLH&P  Contract  No.  113-Construction  of 
Street  Lighting  System  in  Phelan  Avenue,  from  Ocean  Avenue  to 
Flood  Avenue. 

Contract  Payment    in  amount  $2,230.00,  in  favor  of  R.  Flatland 
under  BLH&P  Contract  No.  112-Construction  of  Street  Lighting 
System  in  Larkin,  Hyde  and  Mason  Streets. 

Contract  Payment  in  amount  $4,149.00,  in  favor  of  Fred 
Johnson  Co.,  under  BLH&P  Contract  No.  114-Construction  of 
Street    Lighting  System  in  Sacramento  Street. 

Contract  Payment  in  amount  $2,160.00,  in  favor  of  Manning  and 
Whitaker,  Inc.,  under  BLH&P  Contract  No.  110-Construction  of 
Street  Lighting  System  in  Mission  Street* 

Contract  Payment  in  amount  $9,992.28,  in  favor  of  Eaton  and 
Smith,  under  Municipal  Railway  Contract  No.  364-Reconstructing 
Ladder  Tracks  at  Geneva  Carhouse, 

Contract  Payment  in  amount  $6,650.10,  in  favor  of  Martinelli 
Construction  Co.,  under  Municipal  Railway  Contract  No.  377- 
Remodeling  Offices  at  Geary  Carhouse. 

Contract  Payment  in  amount  $3,150.00,  in  favor  of  George  F« 
Brayer,  under  Municipal  Railway  Contract  No.  360-Construction 
of  Outer  Mission  Substation. 

Contract  Payment  in  amount  $2,221.37,  in  favor  of  Harold  T. 
Treacy,  under  SFWD  Contract  No.  599-Laying  6"  CI  Mains  in 
Molimo  Drive  and  Foerster  Street. 

On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

-^RESOLUTION  NO.  12.686— 

RESOLVED'  That  in  accordance  with  the  recommendations  of 
the  I^nager  of  Utilities,  the  contract  for 
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Construction  of    the  Metal  Bin  Type 
Retaining  Wall  near  Station  1734-Bay 
Division  Pipe  Line  No.  3-SFWD  Specifi- 
cation No*  623 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded 
to 

Roy  Mad sen 

he  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Thirteen  Thousand  Five  Hundred  Dollars 
($13,500.00)  said  sum  being  the  total  price  for  the  lowest  bid 
submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. 687— 

RESOLVED"  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Hetch  Hetchy  Project  Request  for  Allotment  in  amount  $4,865.00 
under  Appropriation  No.  268-4OO-OO,  to  provide  for  purchases 
of  equipment  approved  in  the  1952-1953  budget. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  as 
follows: 

Appropriation  No.  268-200-00- 

Contractual  Services  $  300.00 

Appropriation  No.  268-350-OO- 

Foodstuffs  1,875.00 
Appropriation  No.  268-200-02- 

Contractual  Services  250.OO 

Bureau  of  Light,  Heat  and  Power  Request  for  Additional  Allot- 
ment in  amount  $175,00,  under  Appropriation  No.  263-530-01, 
to  provide  for  work  order  for  survey  of  light  and  power 
facilities  in  connection  with  alterations  to  secure  lower 
rates. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.688-- 

RESOLVED*  That  in    the  interest  of  conserving  the  amount 
of  and  expediting  payment  of,  this  Commission  hereby  requests 
the  Controller  to  set  up  a  reserve  in  Appropriation  No,  265- 
804-02,  Passenger  and  Damage  Claims,  Prior  Years,  the  amount 
of  $3,000.00  for  the  purpose  of  paying  interest  on  judgments 
when  due  and  payable., 

On  motion  of  Commissioner   Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.68Q-- 

RSSOLVEDf  That  this  Commission  approves  plans  and  speci- 
fications and  hereby  authorizes  call  for  public  bids  under 
BLH&P  Contract  No.  119-Modernization  of  the  Street  Lighting 
System  on  South  Van   Ness  Avenue,  Market  Street  to  13th 
Street ♦ 

On  motion  of  Commissioner  Swans ori,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  N0.12.6Q0— 

RESOLVED,  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $162,532.14^  in  favor  of  Clinton 
Construction  Co.,  under  Airport  Contract  No.  130-Const ruction 
of  Terminal  Building  at  San  Francisco  Airport, 

Contract  Payment  in  amount  $161,517.94,  in  favor  of  Lowrie 
Paving  Co.,  under  Airport  Contract  No.  152- Paving  Aprons, 
Taxiways,  Other  Grading,  Paving, Drainage  and  Electrical  Work 
at    San  Francisco  Airport ♦ 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baront,  the  following  resolution  was  adopted  unanimous lyf 

—RESOLUTION  NO.  12.6Q1-- 

RESOLVED ^  That  George  S.  Warren,  Director  of  the  Bureau 
of  Accounts  be  and  he  is  hereby  appointed  as  Acting  Onager  of 
Utilities  during  the  vacation  absence  of  James  H.  Turner,  Mana- 
ger of  Utilities. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO*  12.6Q2-- 

RESOLVED,  That  this  Commission  hereby  requests  the 
Director  of  Property  to  prepare  necessary  legislation  for  sub- 
mission to  the  Board  of  Supervisors,  repealing  that  certain 
ordinance  heretofore  enacted,  providing  for  the  sale  of  parcel 
of  Water  Department  land  having  a  frontage  of  approximately 
1,100  lineal  feet  on  Ocean  Avenue,  to  a  depth  of  approximately 
150  feet. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  ms  adopted  unanimously: 

— RESOLUTION  NO,  12.6QV- 

RESOLVSD,  That  Resolution  No.  12,496,  adopted  19,  1952, 
in  which  the  Director  of  Property  was  requested  to  arrange 
for  leasing  or  selling  approximately  4.0  acres  of  the  Balboa 
Reservoir  Tract,  fronting  on  Ocean  Avenue,  be  and  the  same 
is  hereby  rescinded. 


THEREUPON  THE  MEETING  ADJOURNED, 


MINUTES 


PUBLIC  UTILITIES  COMMISSION 


854th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  AUGUST 
11,  1952. 


Present:    Commissioners  Oliver  M,  Rousseau,  Victor  St  Swanson, 
Sam  Mc  Kee,  Edw.  B.  Baron  and  Donald  A.  Cameron. 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  minutes  of  the  853rd  regular  meeting  of  the  Com- 
mission held  August  4,  1952  were  approved. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


--RESOLUTION  NO.  12. 694-- 

WHEREAS,  there  are  various  outstanding  claims  by  the  San 
Francisco  Water  Department  against  Charles  L.  Harney,  Inc., 
and  or  Consumers  Rock  and  Cement  Company  for  damage  to  V&ter 
Department  property  in  various  street  construction  works  be« 
tween  the  period  August  1,  1945  through  June  JO,  1951,  in  the 
total  amount  of  $8,495.56;  and 

WHEREAS,  Charles  L.  Harney,  Inc.,  and/or  Consumers  Rock 
and  Cement  Company  deny  any  liability  with  respect  to  such 
claims  by  the  San  Francisco  Water  Department;  and 

WHEREAS t  Charles  L.  Harney,  Inc.  and/ or  Consumers  Rock  and 
Cement  Company  have  offered  to  compromise  the  outstanding 
claims  of  the  San  Francisco  V&ter  Department  against  Charles  L. 
Harney,  Inc.,  and/or  Consumers  Rock  and  Cement  Company  in  the 
amount  of  ^3, 787.56;  and 

WHEREAS    the  City  Attorney  of  the  City  and  County  of  San 
Francisco  recommends  the  acceptance  of  this  compromise: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  in  consideration  of 
the^payment  to  the  City  and  County  of  San  Francisco  of  the  sum 
of  $3,787.56,  the  City  Attorney  is  hereby  authorized  to  re- 
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lease    and  forever  discharge  Charles  L.  Harney,  Inc.,  and/or 
Consumers  Rock  and  Cement  Company  from  any  and  all  claims,  de- 
mands, actions  or  causes  of  action  for  damages  which  the  San 
Francisco  Vfeter  Department  has  against  Charles  L.  Harney, Inc.* 
and/or  Consumers  Rock  and  Cement  Company  on  the  basis  of  the 
claims  made  on  Charles  L.  Harney,  Inc.  and/or  Consumers  Rock 
and  Cement  Company  by  San  Francisco  Water  Department  during 
the  period   August  1,  1945  through  June  30,  1951* 

BE  IT  FURTHER  RESOLVED.  That  the  City  Attorney  is 
authorized  to  execute  for  and  onbehalf  of  this  Commission  and 
the  City  and  County  of  San  Francisco  all  necessary  documents 
relating  to  the  settlement  of  said  claims  upon  said  payment* 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.69S-- 

RESOLVED,  That  on  recommendation  of  the  Acting  Manager  of 
Utilities,  the  I^nager  and  Chief  Engineer  of  the  Bureau  of 
Light,  Heat  and  Power  and  the  City  Attorney,  this  Commission 
approves  the  disposition  of  the  claim  of  the  City  against 
Marvin  C.  Davidheiser  for  $279.46,  arising  out  of  damage  to 
street    lighting  standard  No.  32-9th  Street,  on  February  5» 
1952,  by  acceptance  of  the  sum  of  $139.73  and  authorizes  the 
Manager  and  Chief  Engineer  of  the  Bureau  of  Light,  Heat  and 
Power,  upon  receipt  of  said  sum  to  execute  a  full  and  final 
release  in  consideration  of  said  amount. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 696-- 

RESOLVSDf  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $3,6lO.OO-Water  Department  funds,  to  provide 
for  compensation  of  one  F401a  Junion  Engineer-Civil,  said 
employment  being  required  in  connection  with  operation  of  the 
fluoridation  program. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.6Q7-- 

RESOLVED,  That  this  Commission  accepts  the  work  as  being 
satisfactorily  completed  in  accordance  with    plans  and  specifi- 
cations; approves  Modification  of  Contract  (credit)  In  amount 
$1,591.21,  being  the  difference  between  certified  estimated  con- 
tract  arid  final  performance;  approves  Certificate  of  Acceptance 
and  Final  Payment  in  amount  $10,220.72,  in  favor  of  Fanning  and 
Whitaker,  Inc.,  under  Airport  Contract  No.  119-Furnishing  and 
Installing  High  Intensity  Runway  Lights  at  the  San  Francisco 
Airport. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Nc  Kee,  the  following  resolution  was  adopted  unanimously: 

RESOLUTION  NO.  12.6qS— 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  mnager  of  Utilities,  the  contract  for  the  following  public 
work  to  be  performed  for  the  Public  Utilities  Commission  of 
the  City  and  County  of  San  Francisco,  to-wit: 

Land  Clearing  at  Hetch  Hetchy  Reservoir 
HHWS  Contract  No.  253 

be  and  the  same  is  hereby  awarded  to 

Hetch  Hetchy  Water  Supply,  Power  and 
Utilities  Engineering  Bureau 

they  being  the  lowest  regular  and  responsible  bidder  therefor 
at  the  lump  sum  price  of  $9,990*00, 

And  all  other  bids  for  the  above-described  work  are  hereby 
rejected. 

Approval  of  the  National  Production  Authority  is  not  re- 
quired for  this  project.    Funds  for  this  work  are  available  in 
Appropriation  No.  268-500-00-45* 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 699— 

RESOLVED,  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  8",  12"  and  16"  Cast  Iron  rains  in 
Vermont,  Kansas  and  23rd  Streets,  SFWD  Contract 
No.  622 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and  County 
of  San  Francisco,  be  and  the  same  is  hereby  awarded  to:  — 

Fred  Fairey 

he  being  the  lowest  regular  and  responsible  bidder  for  the  work 
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aforesaid  at    Twenty  Nine  Thousand  One  Hundred  and  Fifty  Six 
Dollars  and  Seventy  Cents  ($29,156.70)  said  sum  being  the 
total  price  for  the  lowest  bid  submitted  on  the  basis  herein- 
above stated. 

And  all  other  bids  for  the  above  described  work  are  here- 
by rejected. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.700-- 

RESOLVED*  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Water  Department  Request  for 
Allocation  of  Funds,  in   amount  $30,000.00,  under  Appropria- 
tion No.  66-951-490,  to  provide  for  certification  of  SFWD 
Contract  No.  622-Laying  of  8",  129?  and  l6?J  Cast  Iron  Mains  in 
Vermont,  Kansas  and  23rd  Streets. 

On  motion    of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.701— 

RESOLVED    That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors,  supplemental  appro- 
priation in  amount  $168.90,  Water  Department  funds,  to  pro- 
vide for  payment  of  retroactive  wages  and  pensions  for  two 
J-66  Garageman,  in  the  action  of  Allen,  et  al  vs.  City  and 
County  of  San  Francisco,  Superior  Court  No.  404184. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.702— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  adopt  resolution,  accepting  from 
the  Department  of  Veterans  Affairs  of  the  State  of  California, 
deed  to  a  water  pipe  line  easement  8  feet  in  width,  along 
the  westerly  boundary  of  Lot  59,  Block  6  f'Tract  No.  562-Meadow 
Glen,  San  mteo  County'1,  and  that  the  sum  of  $750,00  be  paid 
for  said  easement  payable  from  Appropriation  No.  98-975-59, 
Sunset  Supply  Line. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


* » RESOLUTION  NO.  12.70^* * 

RESOLVED '  That  on  recommendation  of  the  Acting  l^nager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  claims  against  the  Municipal  Railway, as  follows: 


Co 


Claimant       PRIOR  YEARS 
Non-litigated  settlements 

Morris  Frey 

Susie  Etta  Covey 

Ismar  Herrnstadt 

Felix  Ploli 

Old  King  Cole  Wine 

2d ward  Ostrow 

Bettye  L.  Ostorw 

Florence  Travers 

Winnifred  Winn 

Nels  0.  Nelson 

Pauline  M,  Borzone 

Aurora  Vallejo 

Frank  Ferrua 

Hazel  Seropan 

Nima  Detwiler 

Luther  Lee  Stibbens 

Dpt.  of  Public  Works 

Katherine  Byrne 


Litigated  settlements 
Amanda  Carol  Moon 
George  Madis 
James  J.  Juey 
Florence  Travers 
Athena  Roumbanis 
Tomasa  Fernandez 
Chas.  S.  Hiden,  adminis 
of  the  estate  of  Bertha 
deceased 
Louise  Johnson 


trator 

Hiden, 


Date  of  Accident 

May  23,  1952 
June  25,  1952 

May  8,  1952 

April  27,  1952 
April  27,  1952 
March  3,  1952 
March  3,  1952 
November  2§,  1951 
April  23,  1952  ' 

my  5,  1952 

March  6,  1952 
June  2,  1952 
April  9,  1952 
October  11,  1951 
October  18,  1951 
October  9,  1951 
February  7,  1952 
May  1*  1952 


February  15,  1951 
February  21,  1948 
September  11,  1949 
January  26,  1951 
December  25,  1950 
September  1,  1950 


August  23,  1950 
January  16,  1952 


Settlement 
$  275.OO 

159-75 
350.00 

700.00 

570.75 
130,00 
845.00 
875.00 
300.00 
950.00 
150.00 
325.00 
800.00 
750.00 

445.04 
225.00 

322.41 

200.00 


750.00 
600,00 

1, TOO. 00 
1,000.00 

250.00 

1,000.00 


3,500.00 

10,000.00 


Appropriation  No.  265-804-02 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  signed  by  all  members  of  the 
Commission  on  August  8,  1952  was  ratified  unanimously: 

—RESOLUTION  NO.  I2.704-- 

WHERE&S    engineering  and  economic  studies  have  been  con- 
ducted by  representatives  of  this  Commission  and  it  is  found 
that  public  interest  and  necessity  require  a  bond  issue  to  be 
submitted  to  the  voters  of  the  City  and  County  of  San  Fran- 
cisco in  the  sum  of  $6,620,000.00,  the  proceeds  of  the  sale  of 
which  are  to  be  used  for  the  modernization  and  rehabilitation 
of  the  Municipal  transit  system  in  accordance  with  the  recom- 
mendation attached: 

THEREFORE,  BE  IT  RESOLVED '  That  the  Board  of  Supervisors 
be  and  it  is  hereby  requested  to  prepare  the  necessary  legis- 
lation for  submission  to  the  voters  of  bond  issue  in  the  amount 
of  $6,620,000*00  for  the  modernization  and  rehabilitation  of 
the  Municipal    transit  system;  and 

BE    IT  FURTHER  RESOLVED'  That  the  Board  of  Supervisors 
call  a  special  election  to  b£  held  not  later  than  November  4, 
1952,  at  which  election  the  bond  issue  shall  be  submitted  to 
the  voters. 

BE  IT  FURTHER  RESOLVED,  That  Resolution  No.  12,659  be 
and  the  same  is  hereby  rescinded. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.  TOR- 
RES OLVED*  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  In  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $2,687,45 
(credit)  being  the  difference  between  certified  estimated  con- 
tract and  final  performance;  approves  Certificate  of  Acceptance 
and  Final  Payment  in  amount  $12,518. 12,  in  favor  of  Crocker 
First  National  Bank  of  San  Francisco,  as  assignee  for 
KleinSmid  Construction  Co.,  under  HHWS  Contract  No.  239-Cherry 
River  Project-City  Camp  at  Damsite. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 70  6— 

RESOLVED'  That  this  Commission  approves  the  following 
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Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $27,265,12,  in  favor  of  Crocker 
First  National  Bank  of  San  Francisco,  assignee  for  KleinSmid 
Construction  Co.,  under  HHWS  Contract  No.  238-Construction  of 
Access  Road, Early  Intake  to  Cherry  Valley  Damsite-Section  DE. 

Contract  Payment  in  amount  $7,592,52,  in  favor  of  Ct  A. 
Cossett  and  Sons,  under  HHWS  Contract  No.  2^4A-Camp  House  and 
Cottages  at  Cherry  Valley  Dam  Site. 

Contract  Payment  in  amount  $54,673.71,  in  favor  of  T,  E, 
Connolly,  Under  HHWS  Contract  No.  238c-2-Construction  of 
Access  Road,  Early  Intake  to  Cherry  Valley  Damsite. 

Contract  Payment  in  amount  $14,551.05  in  favor  of  T.  E. 
Connolly,  under  HHWS  Contract  No*  237- Improvement  of  Access 
Road,  South  Pork  to  Camp  Mather  and  Early  Intake. 

Contract  Payment  in  amount  $8,910.00,  in  favor  of  Beerman  and 
Jones,  under  HHWS  Contract  No.  247-Recons true ting  Lower  South 
Fork  Road. 

Contract  Payment  in  amount  $2, 688*37,  in  favor  of  Morris  Daley, 
under  Airport  Contract  No.  139-Constructing  Service  Building 
at  San  Francisco  Airport. 

Contract  Payment  in  amount  $1,485.00,  in  favor  of  Mahoney 
Electric  Co.,  under  BLH&P  Contract  No.  115-Construction  of 
Street  Lighting  System  in  Golden  Gate  Heights  District,  Part 
I. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.707— 

RESOLVED*  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Airport  Request  for  Additional  Allotment  in  amount  $282.05, 
under  Airport  Appropriation  No.  264-III-OO,  to  provide  for 
overtime  payment,  to  meet  emergency  requirements  for  field 
service,  communications,  maintenance  and  janitorial  staff,  as 
result  of  sickness  and  vacation    relief,  where  no  vacation 
relief  has  been  provided. 

Airport  Request  for  Allocation  of  Funds,  in  amount  $545,58, 
under  Appropriation  No.  96-900-56,  to  provide  for  proportional 
cost  of  repair  of  roof  of  Library  Annex. 
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Hetch  Hetchy  Project    Request  for  Additional  Allotment  in 
amount  $84.42,  under  Appropriation  No*  98-900-56,  to  provide 
for  proportional  cost  of  repair  of  roof  of  Library  Annex. 

Public  Utilities  Commission  Request  for  Intra  Fund  Transfer 
in  amount  $33 .71,  from  Appropriation  No.  262-OO-OO,  to  credit 
of  Appropriation  No*  262-813-OO-Automobile  Insurance. 

Bureau  of  Light,  Heat  and  Power  Request  for  Intra  Fund  Transfer 
in  amount  $77.13,  from  Appropriation  No.  263-231-63,  to  credit 
of  Appropriation  No.  263-813-OO-Automobile  Insurance. 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$22, 750*00,  to  make  available  funds  under  various  appropria- 
tions for  certification  of  work  orders  to  Department  of  Public 
Works  for  reconstruction  of  tracks  at  Van  Ness  Avenue  and 
F&rket  Street  and  at  Van  Ness  Avenue  and  Geary  Street. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$2,500.00,  from  Appropriation  No,,  97-OOO-OO,  to  credit  of 
Appropriation  No.  97-530-18,  to  provide  additional  funds  for 
certification  of  work  orders  to  Department  of  Public  Works  to 
reconstruct  tracks  at  Van  Ness  Avenue  and  Geary  Street. 

On  motion  of  Commissioner   Swanson,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.708-- 

RESOLVED'  That  this  Commission  hereby  requests  the  Vhyor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $1,015, 000. OO-Cherry  River  Project  funcis, 
as  follows: 


From:  499°  Cherry  Valley  Dam  Bond  Fund 


To:  Appropriation  No.  129-550-OO-Construction  Damsite 
and  Spillway  Clearing  and  Stripping;  Excavating 
and  Grouting  Cutoff  Trench 
Appropriation  No.  192-054-OO-Administrative 
Expenses 

Appropriation  No.  192-056-OO- Plans  and  Specifi- 
cations (through  August  August,  1953) 
Appropriation  No.  192-O57-OO- Inspect ion,  Super- 
vision and  Field  Engineering  (through  August, 

1953) 


$870,000 
22,000 
52,000 


71 . 000 


$lt03.;>tQ0P 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO,  12.709— 

RESOLVED,  That  on  the  recommendation  of  the  General 
Onager  and  the  Chief  Engineer  of  the  San  Francisco  V&ter  De- 
partment,   the  City  Attorney,  the  Onager  of  Utilities,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrant  in  amount  $1,199.39,  payable  to  Remillard  Brick 
Company,  in  full  settlement  of  all  claims  for  damages  or  ex- 
penses resulting  from  the  failure  on  or  about  the  respective 
dates  of  November  12,  1949  and  September,  1950,  of  the  two 
water  wells  on  the  payee's  property  near  Pleasanton,  California, 
said  wells  being  situated  within  the  boundaries  of  the 
Pleasanton  Township  County  Water  District  and  covered  by  the 
Pleasanton  Township  County  Water  District  agreement  entered 
into  on  July  15,  1916,  between  the  payee  and  the  Spring  Valley 
Water   Company,  the  predecessor  of  the  Water  Department  of  the 
City  and  County  of  San  Franc isci;  and 

BE  IT  FURTHER  RESOLVED'  That  Resolution  No.  10,650, 
adopted  on  April  24,  1950  be  and  the  same  is  hereby  rescinded. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted — Commissioner 
Baron,  passing. 

—RESOLUTION  NO.  12.710— 

RESOLVED,  That  upon  recommendation  of  the  City  Attorney, 
this  Commission  hereby  approves  the  compromise  of  an  Unlawful 
Detainer  action  entitled    City  and  County  of  San  Francisco,  a 
municipal  Corporation,  vs.  Frank  Swissig,  Louis  Renner  and 
Jane  Doe  Renner,  pending  in  Superior  Court  of  the  State  of 
California,  in  and  for  the  County  of  San  Pkteo,  upon  the  pay- 
ment to  the  City  and  County  of  San  Francisco  of  the  sum  of 
Eight  Hundred  Dollars  ($8oo.OO)  and  the  City  Attorney  is  hereby 
authorized  to  enter  a  Dismissal  in  said  action. 

On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted — Commissioner 
Baron,  passing. 

—RESOLUTION  NO.i2.7il— 

RESOLVED*  That  this  Commission  hereby  requests  the 
Director  of  Property  to  arrange  for  leasing,  on  a  day  to  day 
basis,  at  a  rental  of  $50.00  per  month,  effective  July  1,  1952, 
that  certain  dwelling  on  the  San  Francisco  Airport,  now  occupied 
by  Louis  Renner  and  Jane  Doe  Renner. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.712— 

RESOLVED*  That  this  Commission  hereby  authorizes  the 
Acting  Manager  of  Utilities  to  execute  for  and  on  behalf  of 
this  Commission    and  the  City  and  County  of  San  Francisco 
that  certain  agreement  for  school  bus  transportation  between 
the  City  and  County  of  San  Francisco,  acting  through  this 
Commission  and  San  Francisco  Unified  School  District,  pro- 
viding for  school  bus  transportation  to  be  afforded  by  the 
Municipal  Railway  until  Julv  1,  1953  or  until  the  ninety 
first  day  following  the  final  adjournment  of  the  1953  session 
of  the  Legislature  of  the  State  of  California,  whichever  date 
is  earlier. 

On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner- 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.71V- 

REESOLVEDi  That  this  Commission  approves  and  hereby  re- 
quests the  Director  of  Property  to  prepare  necessary  legisla- 
tion for  submission  to  the  Board  of  Supervisors,  providing 
for  the  sale  of  that  certain  U98  acre  tract,  being  portion 
of  the  old  Alameda  Pipe  Line,  from  Dumbarton  Lane  to  Marsh 
Road,  adjoining  the  Sweeny  Ranch  Subdivision. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION    NO.  12,714— 

RESOLVED,  That  this  Commission  approves  and  hereby  re- 
quests the  Director  of  Property  to  take  such  steps  as  are 
necessary  to  procure  for  the  account  of  the  San  Francisco  Water 
Lepartment,  that  certain  parcel  of  land,  in  area  1.5  acres,  ad- 
joining the  Skyline  Boulevard,  near  the  Byrnes  Quarry,  sloping 
to  what  was  formerly  the  Canada  Road. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.8lS~ 

WHEREAS,  in  accordance  with  Section  124  of  the  Charter, 
James  H.  Turner,  Manager  of  Utilities,  subject  to  the  approval 
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of  the  Public  Utilities  Commission,  has  appointed  George  P. 
Negri,  as  Director  of  the  Bureau  of  Accounts: 


THEREFORE,  BE  IT  RESOLVED'  That  this  Commission  hereby 
approves  the  appointment  of  George  P,  Negri,  as  Director  of  the 
Bureau  of  Accounts,  effective  October  1,  1952, 


THEREUPON  THE  MEETING  ADJOURNED , 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


855th  REGULAR  MEETING  GF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  AUGUST 
l8,  1952. 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  S9  Swans on, 
Sam  Mc  Kee  and  Edw.  B.  Baron. 


President  Oliver  M.  Rousseau  presided. 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  minutes  of  the  854^  regular  meeting  of  the  Com- 
mission held  August  11,  1952  were  approved. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

"RESOLUTION  NO.  I2.716-+  >• 

RESOLVED'  That  this  Commission  approves  the  terms  and 
conditions  an<5  hereby  authorizes  issuance  of  Airport  Space 
Rental  Permit,  as  follows: 

Southwest  airways  Company: 


Effective  Date:  -  July  1,  1952 

Area  Chg.  per  Sq.  Amount  p6r 

Property  Descriptions  Sq,  Ft.  Ft.  per  Yr.  Year 

1st.  Floor-Hangar  No.  1  10,051  $08o  $  8,040.80' 

1st.  Floor-Hangar  No.  2  12,097  ,80  9,677*60 

2nd.  Floor-Hangar  No.  2  1,977  .80  1,581.60 

Entire  Fire  House  780  .80  622.40 

Paved  Area  36,428  .075  2,732.10 

Unimproved  Area  73*756  .01  737»56 
Domestic?  T^ml  BLflft> 

Main  Lobby  122  5. 00  610.00 

Other  Main  Floor  74  3, 00  222. OQ 

$24,224.06 
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Permittee's  use  of  property  for  parking  of  automobiles 
shall  be  limited  to  vehicles  of  its  own  and  those  of  its 
employees*    Permittee  is  granted  permission  to  erect  at  its 
own  expense  a  fence  in  the  area  west  of  Hangar  No.  2,  so  that 
the  automobile  parking  may  be  properly  controlled. 

Space  Rental  Permit  previously  issued  under  Resolution 
No.  12,4l8t  adopted  April  21,  1952,  is  revoked  as  of  the 
effective  date  of  this  permit. 

On  motion  of  Commissioner  He  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.frL7~ 

WHEREAS ,  by  Resolution  No.  120l8,  under  date  of  October 
29,  1951 ,  this  Commission  postponed  all  work  on  HHWS  Contract 
No.  232-Cherry  Valley  22  KV  Power  Line,  Ferrero's  Motor  and 
Electric  Woite,  Contractor,  for  a  period  of  120~calendar  days 
during  the  winter  months,  and  thereby  established  May  5>!952 
as  the  final  day  for  completing  all  work  under  the  contract; 
and, 

WHEREAS '  the  Contractor  experienced  unavoidable  delays 
in  completion  of  the  work,  in  that  by  the  terms  of  the  afore- 
mentioned postponements  he  should  have  been  able  to  resume 
work  on  rferch  1,  1952,  the  date  on  which  the  postponement  ex- 
pired, but  was  in  fact  not  able  to  reach  the  site  of  the  work 
until  May  11,  1952,  the  date  on  which  the  bridge  across  the 
Tuolumne  River  at  Early  Intake  had  been  reconstructed  by  T,  E. 
Connolly,  Inc,  under  HHWS  Contract  No.  238C-2;  and 

WHEREAS^  the  Contractor  experienced  additional  unavoidable 
delays  as  a  result  of  interferences  caused  by  the  activities 
of  contractors  on  other  Hetch  Katchy  Water  Supply  contracts 
in  the  area,  namely  Contracts  Nos.  238C.-2  and  230DE,  which 
interference  delayed  the  work  of  the  Contractor  in  clearing 
the  area  to  be  occupied  by  the  Power  Line  and  in  erecting 
power  line  materials;  and 

WHEREAS'  the  Contractor  has  endeavored  to  complete  the 
contract  witftin  a  reasonable  time,  and  did  complete  all  work 
under  the  contract  on  August  4,  1952: 

NOW,  THEREFORE,  BE  IT  RESOLVED'  That  the  contract  time  for 
performing  all  work  specified  under* HHWS  Contract  No.  232,  be 
and  is  hereby  extended  for  a  period  of  91  calendar  days  until 
August  4,  1952,  and  that  liquidated  damages  by  reason  of  such 
extension  are  hereby  waived. 
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On  mefeton  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Keea  the  following  resolution  was  adopted  unanimously: 

•-RESOLUTION  NO.  lgj£&r- 

WHEREAS,  SFWD  Contract  No.  593-For  the  Laying  of  12"  and 
l6?*  Cast  Iron  r&lns  in  Sunset  District  from  Ikraval  and 
Montalvo  Avenue  to  Moraga  and  16th  Avenue  *  contractor-Barrett 
and  Hilp-should#  in  accordance  with  the  time  limit  set  forth 
in  said  contract  be  completed  on  or  before  February  11,  1952; 
and 

WHEREAS,  Contractor  has  experienced  unavoidable  delay  due 
to  rainy  weather;  and 

WHEREAS    said  Barrett  and  Hilp  prosecuted  the  work  of 
the  contract'diligently: 

THEREFORE,  B£  IT  RESOLVED t  That  this  Commission  hereby 
grants  an  extension  of  two  days  for  the  completion  of  SFWD 
Contract  No,  593  and  liquidated  damages  for  the  resulting  days 
of  delay  are  hereby  waived. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swans on,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.fo.q~ 

RESOLVED.  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  credit  amount  of 
$56*3°»  being  the  credit  difference  between  certified  esti- 
mated   contract  and  final  performance;  approves  Certificate  of 
acceptance  and  Final  Payment  in  amount  $6,570,53,  in  favor  of 
Roy  Madsen,  under  SFWD  Contract  No.  613-Construction  of 
Alemany  and  San  Andres  Fluoride  Treatment  Plants < 

On  motion  of  Commissioner  Swansone  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.72Q-- 

RESOLVED f  That  this  Commission  accepts  the  work  as  being 
satisfactorily  completed  in  accordance  with  plans  and  specifi- 
cations and  approves  Modification  of  Contract  in  amount 
$1,392.10,  being  the  credit  difference  between  certified  esti- 
mated contract  and  actual  perf ormance-Municipal  Railway  Con- 
tract No.  414,  Trolley  Wyes  and  Curves  at   Various  Locations, 
contractor,  Municipal  Railway, 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.721-- 

RESOLVED,  That  this  Commission  approves  the  following 
Traveling  iixpense  Vouchers: 

Expense  Voucher  in  amount  $18.32,  expenses  of  Robert  Rockwell, 
Assistant  Director  of  the  Bureau  of  Public  Service,  covering 
conferences,  month  of  July,  1952,  with  Advertising  Club; 
Junior  Chamber  of  Commerce;  Improvement  Clubs;  Radio  Stations 
and  Newspapers, 

Expense  Voucher  in  amount  $7»7°*  expenses  of  Myles  W.  Smith, 
Assistant  Director  of  the  Bureau  of  Public  Service,  covering 
conferences,  month  of  July,  1952,  with  San  Francisco  News; 
California-Hawaiian  Airlines  and  with  Peyton  Harrison,  Director 
of  Aeronautics  for  Hawaii. 

Expense  Voucher  in  amount  $5«15»    expenses  of  Geo.  M.  Dixon, 
Manager  and  Chief  Engineer-San  Francisco  Airport,  covering 
conferences,  month  of  July,  1952,  with  Mr.  Amori,  San  Fran- 
cisco City  College,  re  aviation   vocational  guidance  and  with 
Mr.  Hallin,  Santa  mria  Airport, 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 722— 

RESOLVED,  That  this  Commission  approves  and  hereby  re- 
quests the  Board    of  Supervisors  to  adopt  resolution  authori- 
zing acquisition  by  eminent  domain  proceedings  of  certain 
easements  in  San  Mateo  County,  line  change  in  the  vicinity  of 
Ponderosa  Road,  for   Sunset  Supply  Line,  Millbrae  to  Baden, 
cost  of  said  easement  to  be  paid  from  Appropriation  No,  98- 
975~59»  in  an  amount  not  to  exceed  $2,730.00,  unless  an  ad- 
ditional authorization  is  secured. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12*7  2V- 

RESOLVED    That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in   amount  #21,491.51,  Municipal  Railway  funds,  to 
provide  for  payment  of  retroactive  wages  and  retroactive  pen- 
sions, Court  Order,  pay  of  garagemen  for  unworked  holidays  and 
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for  allowance  for  overtime  in  preparation  of  necessary  pay- 
rolls, Superior  Court  Case  No,  409603,  Mangan  et  al. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. 724— 

RESOLVED    That    on  recommendation  of  the  Acting  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  claims  against  the  Municipal  Railway,  as 
follows: 


Claimant     CURRENT  YEAR  Date  of  Accident 

Non-litigated  settlements: 

Owen  Mc  Carthy  July  10,  1952 

Appropriation  No.  265-804-OI 


PRIOR  YEARS 
Ann  G.  Klein' 
Bernard  A.  and  mrion  W, 

Coursalt 
Katie  Mae  Schuch 
Dorothy  T,  Bloxham 

Litigated  Settlements 
mria  A.  Da  Vila 
Frieda  Kootz 
Mabel  L.  Rottman 


April  1,  1952 
November  2b,  1951 
September  14,  1951 


November  JO,  1951 
June  28,  1949 

my  28,  1950 


Judgments: 

Bernicel  Evelyn  Cartwright  December  14,  1950 
John    P.  Holden  my  7,  1952 

Appropriation  No.  265-804-02 


$  

12*.<V7 

January  18,  1952        $  620.50 


124.95 

625.00 
850,00 


750.00 
800 ♦ 00 
280.OO 


1,150.00 
6?f0Q 

&  5.26^. AS 


On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO. 


RESOLVED,  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities,  the  contract  for  the 


Construction  of  the  Dehydrator  Building  Extension 
Sunol,  California,  SFWD  Specification  No.  626 
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a  public  work  to  be  performed  on  the  basis  of  the  unit 
prices  submitted  and  regularly  on  file  for  the  estimated 
quantities  of  work  to  be  performed  as  set  forth  in  the  related 
specifications  of  the  Public  Utilities  Commission  of  the  City 
and  County  of  San  Francisco,  be   and  the  same  is  hereby  awarded 
to: 

C.  Norman  Peterson 

he  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  $11,771.00,  said  sum  being  the  total  prices 
for  the  lowest  regular  bid  submitted  on  the  basis  hereinabove 
stated. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 726-- 

RESOLVED ^  That  this  Qommission  hereby  requests  the  Con- 
troller to  allot  funds  in    amount  $11,771.00,  in  Appropriation 
No.  66-982-OO- Water  Estension  Fund,  to  provide  for  certifica- 
tion of  the  Dehydrator  Building  Extension,  Sunol,  California* 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 727— 

WHEREAS,  the  time  allowance  for  performance  of  Bureau  of 
Light,  Heat  and  Power  Contract  No.  109,  for  constructing  a 
Street    Lighting  System  on  Monterey  Boulevard,  from  Ridgewood 
avenue  to  San  Anselmo  Avenue  and  Santa  Clara  Avenue,  Geo.  F. 
Brayer,  contractor,  as  originally  fixed  under  the  terms  of  the 
contract  will  expire  on  August  16,  1952;  and 

WHEREAS,  there    has  been  unavoidable  delay  due  to  other 
contractors  and  the  carpenter  strike;  and 

WHEREAS,  the  CootFacto?  has  prosecuted  the  -work  diligently 
but  due  to  the  above-mentioned  circumstances  will  be  unable  to 
complete  his  work  within  the  original  contract  time  allowance: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  this  Commission  ex- 
tends for  a  period  of  90  calendar  days  to  November  14,  1952,  the 
time  allowance  for  completion  of  the  work  required  under  said 
Contract  No.  109  and  liquidated  damages  on  account  of  delay 
are  hereby  waived. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee;  the  following  resolution  was  adopted  unanimously: 


RESOLVED #  That  this  Commission  approves  necessary  expenses 
in  an  estimated  amount  of  i&jOO.OO,  Appropriation  No,  262-200- 
04,  for  Annual  Inspection  of  water  Department  and  Hetch  Hetchy 
properties,  by  members  of  the  San  Francisco  City  and  County 
Grand  Jury,  September  4-5-6-7,  1952;  and 

BE  IT  FURTHER  RESOLVED f  That  Resolution    No.  12,511, 
adopted  r^y  26,  1952,  be  and  the  same  is  hereby  rescinded. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


RESOLVED    That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Hetch  Hetchy  Project  Request  for  Allotment  in  amount  $13,034, 
Appropriation  No.  268-499-OO,  to  provide  for  purchases  of 
1952-1953  Equipment  Replacements,  budget  approved. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$2,500,00,  from  Appropriation  No.  66-925-OO-Water  Extension,, 
Unallocated,  to  credit  of  Appropriation  No.  66-982-OO,  to 
provide  additional  funds  for  certification  of  WD  Contract  No* 
626-Extension  to  Dehydrator  Building, 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$42.75,  from  Appropriation  No.  265~200-00~Contractual  Services, 
to  credit  of  Appropriation  No.  233-232-65,  to  provide  for 
purchase,  through  Purchasing  Department  of  telephone  directo- 
ries. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$1,250.00,  from  Appropriation  No,  97-51O-OO,  Buildings  and 
their  Equipment,  to  credit  of  Appropriation  No.  97-510-09-57, 
Geary  Office-Field  Engineering.* 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


WHEREAS,  serious  faults  in  the  form  of  deep  and  wide 
cracks  have  developed  in  the  concrete  anchor  of  the  Moccasin 
Power  House  penstocks,  impairing  the  strength  of  said  anchor  to 


RESOLUTION    NO.  12. 728-- 


— RESOLUTION  NO.  12... 72$  - 


—RESOLUTION  N0.12.7ffl*- 


the  point  of  impending  failure;  and 

WHEREAS ,  complete  failure  of  said  anchor  would  result  in 
dislodgement  of  penstock  pipes  with  consequent  rupture  of  the 
line  and  releasing  of  large  quantities  of  water  under  heavy 
pressure;  and 

WHEREAS'  the  resulting  release  of  water  would  imperil 
lives  and  property  in  and  about  the  Moccasin  Power  House  and 
would  further  entail  a  complete  shutdown  of  said  power  house 
with  serious  loss  of  revenue  to  the  City  and  County  of  San 
Francisci;  and 

WHEREAS,  the  reconstruction  of  anchor  must  be  programmed 
to  meet  the  needs  of  power  house  operation;  and 

WHEREAS '  it  is  not  possible  to  designate  the  type, volume 
and  unforeseeable  conditions  with  respect  to  the  critical  work 
to  be  performed  except  as  the  work  progresses;  and 

WHEREAS"  the  risks  involved  and  thepenalties  for  delays 
and  interference  with  the  operation  of  the  Moccasin  Power 
House  are  of  such  a  nature  as  to  be  impossible  of  predetermi- 
nation with  respect  to  liquidated  damages  and  of  the  work  to 
be  performed  under  public  ontract: 

THEREFORE,  BE  IT  RESOLVED    That  this  Commission  hereby 
respectfully  requests  the  BoarS  of  Supervisors  to  adopt  reso- 
lution declaring  the  existence  of  an  emergency  by  reason  of 
the  fact  that  it  is  impossible  to  prepare  specifications  to 
cover  the  type,  volume  and  unforseeable  conditions  with 
respect  to  removing,  replacing  and  performing  other  work  on 
elements  of  the  damaged  concrete  anchor  while  the  penstock 
pipes  are  conveying  water  for  the  operation  of  the  Moccasin 
Power  House,  and  authorizing  the  reconstruction  of  said  anchor 
in  the  most  expeditious  manner  and  to  authorize  the  Controller 
to  allot  the  sum  of  $162,000.00  to  provide  for  said  recon- 
struction. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.?^!-^ 

RESOLVED,  That  this  Commission  approves  the  following 
Contract  Payments: 

Contract  Payment  in  amount  $15,469.27,  in  favor  of  Payne  Con- 
struction Co.,  under  Airport  Contract  No.  134-constructing 
Approach  Light  System  Trestles  at  San  Francisco  Airport. 


-8114- 


« 


Contract  Payment  In  amount  $13,914.27,  in  favor  of  Fred  T. 
Pairey,  under  SFWD  Contract  No.  615-Laying  16"  Cast  Iron  Mains 
from  Harold  and  Bruce  Avenues  to  Rolph  and  Athens  Streets. 

Contract  Payment  in  amount  $11,582.47,  in  favor  of  Ferrero?s 
Motor  and  Electric  Works,  under  HHWS  Contract  No.  232-Con-~ 
structing  Cherry  Valley  22  KV  Power  Line. 

On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.7^2— 

RESOLVED,  That  this  Commission  approves  and  plans  and 
specifications  and  hereby  authorizes  the  calling  for  public 
bids  for  the  following  contracts: 

Municipal  Railway  Contract  No,  421-Trolley  Wye  at  11th  and 
Market  Streets. 

SFWD  Contract  No.  629-Gatherlng  and  Delivering  of  Walnut  Crop 
of  the  Sunol  Walnut  Orchard-Season  of  1952. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.7^-- 

RESOLVED,  That  this  Commission  hereby  authorizes  the 
execution  by  the  Acting  Onager  of  Utilities  of  that  certain 
Agreement  submitted  to  this  Commission  between  West  Side 
Lumber  Company  and  City  and  County  of  San  Francisco  acting 
through  this  Commission,  providing  for  the  right  to  possession 
in  the  City  and  County  of  San  Francisco  of  that  certain  real 
property  described  in  the  Agreement  together  with  the  right 
to  excavate  and  haul  material  fro  the  construction  of  the 
Cherry  Valley  Dam  for  a  period  of  five  years* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.7^4~ 

RESOLVED    That  this  Commission  hereby  authorizes  public 
hearing  be  conducted  in  Room  282-City  Hall,  San  Francisco, 
California,  commencing  at  5:00  PM.,  September  15,  1952,  to  con- 
sider revising  of  schedule  of  Municipal  Railway  fares,  by  es- 
tablishing a  special  fare    for  School  Ticket  Privileges. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Keef  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO*  12x235 — 

RESOLVED t  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
£2,562.00,  under  Airport  Contract  No.  130-Construction  of 
Terminal  Building  at  the  San  Francisco  Airport,  contractor, 
Clinton  Construction  Co.,  covering  the  following: 

Revise  the  North  and  South  ends  of  the  second 
story  as  shown  on  Drawwings  Nos.  A-I04,  105  and 
S-104-42, 363.OO 

Rearrange  electrical  and  mechanical  work  in  Rooms 
Nos.  148  and  i48A.4i99.OO. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
He  Kee,  the  following  resolution  was    adopted  unanimously: 

— RESOLUTION  NO.  12.7^6— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Airport  Request  for  Intra-Fund 
Transfer,  in  amount  $455.00,  from  1949  San  Francisco  Airport 
Bond  Fund  Appropriation  No.  193-555-Ol-l-Electrolysis  Report 
New  Terminal  Building  to  Federal  Airport  Project  Appropriation 
No.  196-953-Ol-Contract  No.  130-New  Terminal  Building,  to 
provide  sufficient  funds  for  certification  of  Modification 
No.  9,  to  make  structural,  electrical  and  meahanical  revi- 
sions specified. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.7^7— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Municipal  Railway  Request  for  Intra- 
:und  Transfer,  in  amount  $497.04,  from  Appropriation  No. 
£45-200-00,  Contractual  Service,  to  credit  of  Appropriation 

Jo.  233~257-'65,  to  Provi^e  additional  funds  for  scavenger  ser- 
vice. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,    the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.7^8— 

WHEREAS    the  General  Manager  and  Chief  Engineer  of  the 
San  Franc isc6  Vfoter  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  W&ter  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Mr.  Charles  J.  Petrocchl-South  San  Francisco 

Permit  to  cross  the  Sunset  Supply  Line  50?  right  of  way 
with  two  2<P*  gasoline  lines;  said  crossings  being  approxi- 
mately 35  f66^  and  45  Tqg1[>  respectively,  north  of  the  norther- 
ly line  of  Southwood  Drive,  Southwood,  South  San  Francisco,, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.7^Q~ 

WHEREAS'  the  General  I^nager  and  Chief  Engineer  of  the 
San  Francisco  W&ter  Department  has  recommended  the  granting 
of  a  certain  revocable  permit    for  use  and  occupancy  of  land 
and  property  under  control  of  said  V&ter  Department,  as 
hereinafter  set  forth: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does 
hereby  approve  the  terms  and  conditions  of  said  revocable 
permit  and  authorizes  the  execution  of  the  same  as  follows: 

To:    Lorenzo  Fazzilo,  6l  Price  Street, 
Daly  City,  California. 

Permit  to  occupy  O.45  acre  of  land  on  the  San  Andres 
Pipe  Line  Right  of  Way,  Colma,  San  Mateo  County  for  gardening 
purposes  at  a  rental  of  $10.00  per  year. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.7/]0— 

RESOLVED^  That  in  accordance  with  the  recommendation  of 
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the  Manager  of  Utilities,  the  contract  for  the  following 
public  work  to  be  performed  for  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco,  to-wit: 

Constructing  Addition  to  Concourse  Building 
at  San  Francisco  Airport-Airport  Department 
Contract  No.  146 

be  and  the  same  is  hereby  awarded  to 

Cleveland  Wrecking  Company  of  Cincinnati 

they  being  the  lowest  regular  and  responsible  bidder  therefor 
at  the  lump  sum    price  of  $2,025*00., 

And  all  other  bids  for  the  above-described  work  are 
hereby  rejected.  Approval  of  the  National  Production 
Authority  is  not  required  for  this  project. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.7Z11— 

RESOLVED^  That  the  Commission  hereby  requests  the  Con- 
troller to  allot  funds  in  amount  $2,025.00,  of  the  1945  San 
Francisco  Airport  Bond  Fund  in  Appropriation  No.  96-94O-OO 
to  provide  for  certification  of  San  Francisco  Airport  Con- 
tract No.  146-Constructing    Addition  to  Concourse  Building 
at  San  Francisco  Airport. 


THEREUPON  THE  MEETING  ADJOURNED . 


-8ll8. 


MINUTES 


 *  

PUBLIC  UTILITIES  COMMISSION 


856th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  AUGUST 
25,  1952. 


Present:    Commissioners  Oliver  M.  Rousseau,  Sam  Mc  Kee# 
Edw.  B.  Baron  and  Donald  A.  Cameron. 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Mc    Kee,  seconded  by  Commissioner 
Cameron9  the  minutes  of  the  855th  regular  meeting  of  the  Com- 
mission held  August  18.  1952  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,742— 

WHEREAS,  for  the  benefit  of  more  adequate  public  service 
it  is  recommended  by  the  Management  of  the  Municipal  Railway 
that  the  following  portion  of  the  ,,Kft  Line  be  abandoned— 
Qn  Onondaga  Avenue  from  Mission  Street  to  Ocean  Avenue  and  on 
Ocean  Avenue  from  Onondaga  Avenue  to  the  Phelan  Loop;  and 

WHEREAS,  for  the  benefit  of  more  adequate  public  service, 
the  Municipal  Railway  has  provided  through  the  new  No.  12  Line, 
trolley  coach  service  on  Ocean  Avenue,  from  Mission  Street  to 
the  Phelan  Loop  and  on  Mission  Street  from  Ocean  Avenue  to 
Onondaga  Avenue: 

THEREFORE,  BE  IT  RESOLVED f  That  this  Commission  recommends 
to  ths  Board  of  Supervisors  that  the  proposed  abandonment  so 
recommended,  be  authorized  and  confirmed  by  said  Board  of 
Supervisors » 


-8119- 


On  motion  of  Commissioner  Baron,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.74V- 

WHEREAS    the  General  Manager  and  Chief  Engineer  of  the 
San  Francisc6  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  V&ter  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does 
hereby  approve  the  terms  and  conditions  of  said  revocable 
permit  and  authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Co. -San  Francisco 

Permit  to  construct  two  inch  gas  lines  across  the  Bay 
Division  Pipe  Line  No.  3    right  of  way  within  Hastings  Avenue 
and  Briarf ield  Avenue,  Sterling  Heights  Subdivision,  Redwood 
City,    San  Mateo  County. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12. 744— 

WHEREAS ,  Louis  A.  Mc  Atee,  Senior  Engineer,  San  Francisco 
Water  Department  is  retiring  from  the  service  of  the  City  and 
County  of  San  Francisco,  after  serving  the  Department  of 
Public  Works,  the  Hetch  Hetchy  Project  and  the  San  Francisco 
Water  Department  for  a  period  of  forty  years;  and 

WHEREAS,  during  this  long  period  of  service,  he  served 
as  a  construction  engineer  in  the  building  of  the  Twin  Peaks, 
Stockton  and  Duboce    Tunnels  in  San  Francisco;  took  an  active 
part  in  the  construction  of  the  great  Hetch  Hetchy  Project  and 
in  the  latter  part  of  his  City  service,  rendered  valuable 
assistance  in  the  development  of  the  major  construction  pro- 
jects of  the  San  Francisco  Water  Department;  and 

WHEREAS,  in  the  perfornance  of  his  duties,  in  his  con- 
tacts with  the  public,  his  fellow  employees  and  the  heads  of 
departments,  he  has  earned  their  respect  and  admiration;  and 

WHEREAS,  the  Public  Utilities  Commission  recognizes  the 
valuable  service  Mr.  Mc  Atee  has  rendered  the  people  of  San 
Francisco  during  his  long  term  of  faithful  performance: 

THEREFORE,  BE  IT  RESOLVED    That  the  Public  Utilities  Com- 

» 
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mission  in  behalf  of  the  people  of  the  City  and  County  of 
San  Francisco,  in  recognition  of  his  long  and  faithful  ser- 
vice, by  this  resolution  expresses  to  Mr.  Mc  Atee,  its  best 
wishes  for  a  long  and  happy  life  and  the  assurance  of  its 
appreciation  of  work  well  performed;  and 

BE  IT  FURTHER  RESOLVED'  That  the  Secretary  be  and  he  is 
hereby  directed  to  prepare  *a  copy  of  this  resolution  for 
presentation  to  Mr,  Louis  A.  Mc  Atee. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  UgjJdSr- 

RESOLVED,  That    the  following  work  to  be  performed  for 
the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco  in  pursuance  of  the  Charter  of  said  City  and  County, 
to-wit : 

Construction  of  a  Street  Lighting  System  on 
South  Van  Ness  Avenue  from  Market  Street  to 
13th  Street 

be  and  the  same  is  hereby  awarded  to  Manning  and  Whi taker, Inc., 
the  lowest  regular  and  responsible  bidder  the  the  sum  of 
$6,570.00;  and 

ALL  other  bids  for  the  work  are  hereby  rejected.  Funds 
for  the  work  are  available  in  Appropriation  No.  263-599-IO. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  MO.  12. 746— 

RESOLVED,  That  this  Commission  approves  and  hereby  re- 
Quests  the  Mayor  to  recommend  to  the  Board  of  Supervisors 
supplemental  appropriation  in  amount  $20, OOO. 00- Water  Depart- 
ment funds,  to  provide  for  additional  work  for  cathodic  pro- 
tection of  Bay  Division  Pipe  Line  No.  1. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.747— 

RESOLVED ,  That  Resolution  No.  12, 716, adopted  August  18, 
1952,  in  the  matter  of  Space  Rental  Permit  to  Southwest  Airways 
Company,  be  and  the  same  is  hereby  rescinded , 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.74Q-- 

WHEREAS,  SFWD  Contract  No.  620-For  the  Laying  of  6"  and 
8"  Cast  Iron  Mains  in  Sargent  Street  between  Vernon  and 
Victoria  Streets*  contractor-Fred  T.  Fairey-should,  in  ac- 
cordance with  the  time  limit  set  forth  in  said  contract,  be 
completed  on  or  before  July  5>  1952*  and 

WHEREAS,  Contractor  has  experienced  unavoidable  delay 
due  to  rain,  streets  not  being  to  grade  and  waiting  for  con- 
nections to  be  made;  and 

WHEREAS,  said  Fred  T.  Fairey  prosecuted  the  work  of  the 
contract  diligently: 

THEREFORE,  BE  IT  RESOLVED,  That  this  Commission  hereby 
grants  an  extension  of  5  calendar  days  for  the  completion  of 
SFWD  Contract  No.  620  and  liquidated  damages  for  the  resulting 
days  of  delay  are  hereby  waived ♦ 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,    the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.750— 

RESOLVSD'  That  this  Commission  hereby  requests  the  Con- 
troller ?  s  certification  of  the  following: 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $4,000.00 
from  Appropriation  No.  195-550-06,  to  credit  of  Appropriation 
No.  196-955-02,  to    provide  for  an  overrun  in  estimated  cost 
of  work  under  Airport  Contract  No.  139-Service  Building,  for 
piling,  re-estimated  from  tests  on  piling. 

Airport  Request  for  Additional  Allotment  in  amount  $2,500.00, 
under  Appropriation  No.  96-900-56,  to  provide  for  engineering 
work  orders  in  connection  with  Plans  and  Specifications  from 
the  1945  Bond  Fund,  for  period  ending  September  30,  1952, 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $1,500*00, 
from  Appropriation  No.  I93-056-OO.  to  credit  of  Appropriation 
No.  196-905-56*  ^°  provide  for  engineering  work  order  on  Plans 
and  Specifications  and  Field  Engineering  and  Inspection  from 
July  1,  through  September  30,  1952. 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
57,500,00,  under  Appropriation  No.  265-200-OO,  to  provide  for 
deficiency  in  appropriation  for  Contractual  Services. 
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Bureau  of  Light,  Heat  and  Power  Request  for  Additional  Allot- 
ment in  amount  $10,571.00,  to  provide  for  certification  of 
Encumbrance  Request  263-3-Fire  Department  for  period  ending 
December  1,  1952  and  Encumbrance  Request  263-l-Airport,  Inter- 
national Terminal  for  period  ending  June  30,  1953 • 

Bureau  of  Light,  Heat  and  Power  Request  for  Additional  Allot- 
ment in  amount  $2,500,00,  under  Appropriation  No.  263-214-63, 
r^intenance  and  Repair    of  Structures  Damaged  by  Automobiles. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $250*00,  under  Appropriation  No.  268-200-OO-Contractual 
Services, 

On  motion    of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.751— 

RESOLVED,  That  on  recommendation  of  the  Acting   Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
ueneral  Claims  Agent  thereof  and  the  City  Attorney,  this  Com- 
mission   approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  claims  against  the  Municipal  Railway,  as  follows: 


Claimant  CURRENT  YEAR 

Non-litigated  settlements 
Eleanor  J.  Smith 
Stewart  Barber 


Date  of  Accident 

July  25,  1952 
July  14,  1952 


Appropriation  No.  265-804-OI 
PRIOR  YEARS 

Ng  Yin  How 
Harriette  Broadwell 
Calvin  D.  Gano 
Valmai  J.  Gano 
Flora  Cardenas 


n 


ordelia  Kerrick 
Helen  Hans 

Eric  Joseph  Mortimer 
Walter  &  Dora  Lowe 

Litigated  settlements 

(Suits  filed -not  served)  (1&2) 

Julia  Lopez  (1) 

Corine  E,  Wendl  (2) 

Jeanette  Pearl  Brown 

Elsie  mrgaret  Hall 


September  13,  1951 
my  5,  1952 

June  30,  1952 
June  30,  1952 

May  4,  1952 

April  26,  1952 
May  12,  I952 
May  19,  1952 
December  10,  1951 


June  6,  1951 
August  4,  1951 
June  6,  1950 
January  23,  1950 


Settlement 


238.IO 
241.17 


I  A7Q.27 


350.00 
300.00 
275.OO 
275.00 
250.00 

375-00 
650.00 
148.11 
150.00 


750.00 
250.00 
2,500.00 

2,750tOO 


Appropriation  N~.  265-804-02 
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On  motion  of  Commissioner  Baron,    seconded  by  Commissioner 
Cameron,    the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.752— 

RESOLVED   That  this  Commission  approves  the  plans  and 
specifications  and  hereby  authorizes  call  for  public  bids 
for  the  following  contracts: 

San  Francisco  Water  Department  Contract  No.  604-Piping  Altera- 
tions for  Central  Pumps  Station. 

Municipal  Railway  Contract  No.  419- Installing  Carbon  Shoe 
Harps  on  streetcar  trolley  poles* 

Municipal  Railway  Contract  No.  422- Cons true ting  Underground 
Duct  and  Installing  Feeders  on  Bryant  Street. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12. 75V- 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  l&ter  Department  as  herein- 
after set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Mr.  Thomas  Garling,  Redwood  City. 

Permit  to  occupy  a  portion  of  Hetch  Hetchy  Bay  Crossing 
Pipe  Line  right  of  way  adjacent  to  Lots  1  and  2,  Hess  Tract, 
Redwood  City,  San  Mateo  County. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  IP.7R4— 

RESOLVED*  That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $10, 000. 00- Water  Department  funds,  to  pro- 
vide for  coating  on  6o??  Bay  Crossing  Pipe  Line  No.  1  on  trestle 
at  Ravenswood, 

THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


857th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  ~  SEPTEMBER 
2,  1952 . 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  S«  Swanson, 
Sam  Mc  Kee,  Edw.  B.  Baron  and  Donald  A.  Cameron, 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  minutes  of  the  856th  regular  meeting  of  the 
Commssion  held  August  25 •  1952  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,    the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.755— 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

Municipal  Railway  Contract  No.  412- Reconstructing 
Cable  Car  Tracks  on  Jackson,  Washington  and  Stelner 
Streets 

a  public  work  to  be  performed,  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions, for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Eaton  and  Smith,  San  Francisco,  Calif, 

they  being  the  lowest  regular  and  responsible  bidders  for  the 
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work  aforesaid  at  $91,799.00,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above  described  work  are  here- 
by rejected.    Approval  of  the  National  Production  Authority 
is  not  required  for  this  project. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO,  12. 756-- 

WHEREAS,  SFWL  Contract  No.  598  For  the  Laying  of  4"  Cast 
Iron  and  6'?  Transite  mins  in  Monterey  Boulevard  between  San 
Aleso  and  Ridgewood  Avenues,  contractor,  Michael  Murphy,  Jr., 
should,  in  accordance  with  the  time  limit  set  forth  in  said 
contract,  be  completed  on  or  before  February  12,  1^2;  and 

WHEREAS,  Contractor  has  experienced  unavoidable  delay  due 
to  the  interference  of  other  contractors;  and 

WHEREAS    said  Michael  Murphy,  Jr.,  prosecuted  the  work 
of  the  contract  diligently: 

THEREFORE,  BE  IT  RESOLVED,  That  this  Commission  hereby 
grants  an  extension  of  one  hundred  and  fourteen  (114)  calendar 
days  for  the  completion  of  SFWD  Contract  No.  598  and  liquidated 
damages  for  the  resulting  days  of  delay  are  hereby  waived. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.757— 

RESOLVED*  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  In  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  credit  amount  of 
$471.05,  being  the  difference  between  certified  estimated  con- 
tract and  actual  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  $5,463.95,  in  favor  of 
Michael  Murphy,  under  SFWD  Contract  No.  590-Laying  4'?  Cast 
Iron  and  6?'  Transite  mins  in  Monterey  Boulevard,  San  Aleso  to 
Ridgewood . 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following   resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.7^8-- 

WHEREAS,  SFWD  Contract  No.  609  for  the  laying  of  6{?  Cast 


-8126- 


i  I 


Iron  Mains  in  Broadway  from  Larkin  to  Gyrus  and  in  Filbert 
from  Octavia  to  Gough  Streets,  contractor-E.  J.  Treacy,  should 
in  accordance  with  the  time    limit  set  forth  in  said  contract 
be  completed  on  or  before  June  24,  1952;  and 

WHEREAS,  Contractor  has  experienced  unavoidable  delay 
due  to  interference  of  other  contractor;  and 

WHEREAS    said  E,  J.  Treacy  prosecuted  the  work  of  the 
contract  diligently: 

THEREFORE ,  BE  IT  RESOLVED,  That  this  Commission  hereby 
grants  an  extension  of  three  (3)  calendar  days  for  the  com- 
pletion of  SFWD  Contract  No.    609  and  liquidated  damages  for 
the  resulting  days    of  delay  are  hereby  waived. 

On  motion  of  Commissioner  Nc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 7^°<-~ 

RESOLVED,  That  this  Commission  hereby  amends  the  San 
Francisco  Water  Department  Rules  and  Regulations  Governing 
Water  Service  to  Consumers  by  adding  the  following  new  rule 
to: 

Section  E  -  General 

9A-Determination  of  Cost 

In  determing  the  cost  of  any  work  done  by  the  Department 
which  Is  not  refundable  to  the  depositor  or  applicant 
and  notwithstanding  any  other  provisions  in  these  rules 
and  regulations  governing  such  work,  the  terms  actual 
cost,  all  costs,  and  entire  expenses,  or  any  other 
similar  term,  shall  be  interpreted  to  mean  labor,  material 
contractual  service  and  any  other  proper  element  of 
cost.    To  the  sum  of  these  costs  shall  be  added  ten  per 
cent  for  supervision  and  administrative  services. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.760— 

RESOLVED f  That  this  Commission  approves  and  hereby  re- 
quests the  Controller's  concurrence  in  amendment  of  Public 
Utilities  Commission  Revolving  Fund-Rules  and  Regulations,  as 
follows: 

Rule  14-Section  B-San  Francisco  W£ter  Department,  only 
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Power  Bills  for  pumping  (for  persons  who  have  riparian 
rights) 

Refund  of  deposits  for  plans  and  specifications;  adjustment  of 
consumers'  accounts;  refund  of  consumersT  guarantee  deposits; 
refunds  of  custom  work  advances;  refunds'on  consumers'  ad- 
vances for  construction  when  such  refunds  may  be  handled 
without  embarrassing  the  revolving  fund. 

Transportation  allowance  of  400  per  day  for  each  day  worked 
(whenever  City  transportation  is  not  furnished)  between  San 
Francisco  and  Millbrae  for  employees  actually  residing  in 
San  Francisco  who  are  engaged  in  operation,  maintenance  or  con- 
struction of  Water  Department  properties  under  the  jurisdiction 
of  the  Millbrae  headquarters. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,    the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.761— 

RESOLVED,  That  George  S.  V&rren,  Director  of  the  Bureau 
of  Accounts  be  and  he  is  hereby  authorized,  on  behalf  of  the 
City  and  County  of  San  Francisco,  Public  Utilities  Commission, 
to  execute  proofs  of  loss  and  other  documents  in  connection 
with  losses  sustained  or  to  be  sustained  in  the  operation  of 
the  Municipal  Railway,  including  all  claims  against  the  in- 
surance companies  interested  in  said  losses. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 762— 

RESOLVED,  That  this  Commission  approves  all  non-civil 
service  and  temporary  appointments  and  removals  made  by  the 
Manager  of  Utilities  for  the  month  of  July,  1952;  and 

BE  IT  FURTHER  RESOLVED*  That  report  of  said  appointments 
and  removals  be  transmitted  to  the  Civil  Service  Commission  and 
to  the  Controller* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.76V- 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller to  draw  warrant  in  amount  $169.89,  in  full  satisfaction 
of  judgment,  in  the  action  of  Ben  Saeta,  vs.  City  and  County  of 


-8128. 


'  If 


San  Francisco-San  Francisco  Water  Department,  arising  out  of 
accident  on  February  17,  1951,  2263  Clay  Street. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. 764-- 

RSSOLVED^  That  this  Commission  hereby  requests  the  Board 
of  Sup  ervisors  to  adopt  resolution  granting  permission  to 
James  H.  Turner,  Manager  of  Utilities  and  Tom  Irwin,  Director 
of  the  Bureau  of  Public  Service,  to  attend  the  annual  con- 
ference of  the  California  Municipal  Utilities  Association  at 
San  Jiego,  California,  on  September  30  through  October  3,1952. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 76^-- * 

RESOLVED^  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to   adopt  resolution,  authorizing  acceptance  of 
deed  from  Clement  J.  Nash  and  Amy  Nash,  to  a  parcel  of  land 
in  area  1.5  acres,  reauired  for  the  Crystal  Springs  Watershed, 
San  mteo  County,  and  that  the  sum  of  $1,000.00  be  paid  for  said 
real  property  from  Appropriation  No.  90-600-66. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.766— 

RESOLVED'  That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $150,000.00-Water  Department  funds,  to 
provide  for  increasing  the  Water  Department  Stores  Revolving 
Fund  in  the  sum  of  $150,000.00  to  the  total  sum  of  $650,000.00. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.767— 

RESOLVED    That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $205.19,  Water  Department  Funds,  to  provide 
for  payment  of  retroactive  wages  and  pensions  to  one  J-66 
Garagenan,  participant  in  the  case  of  George  Mangan  et  al.  vs. 
City  and  County  of  San  Francisco,  Superior  Court  Action  No, 
409603. 


-8129- 


On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12. 768-- 

RESOLVED'  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  credit  amount  of 
$9,30,  being  the  difference  between  certified  estimated  con- 
tract and  actual  performance;  approves  Certificate  of  Acceptance 
and  Final  Payment  in  amount  $2,029.70,  in  favor  of  Fred  T. 
Fairey,  under  SFWD  Contract  No*  620-Laying  6"   and  8'*  Cast 
Iron  Mains  in  Sargent  Street  between  Vernon  and  .Victora 
Streets. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
owanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12. 769— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions;- approves  Modification  of  Contract  in  amount  $3,055.48, 
being  the  additional  difference  between  certified  estimated 
contract  and  actual  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  $10,117.11,  in  favor  of 
Barrett  and  Hilp,  under  SFWL  Contract  No.  593-Laying  12"  and 
l6?t  Cast  Iron  mins  in  Sunset  District,  from  Taraval  and 
Montalvo  Avenue  to  Moraga  and  16th  Avenue. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.77O-- 

RESOLVED^  That  this  Commission  approves  the  following 
contract  payments: 

Contract  Payment  in  amount  $9,311.93,  in  favor  of  Eaton  and 
3mith,  under  Municipal  Railway  Contract  No.  364-R^constructing 
Ladder  Track  at  Geneva  Carhouse. 

Contract  Payment  in  amount  $3,150,00,  in  favor  of  Geo,  F. 
Brayer,  under  Municipal  Railway  Contract  No.  360-Reconstructing 
Outer  Mission  Substation. 

Contract  Payment  in  amount  $10,906.20,  In  favor  of  Martinelli 
Construction  Co.,  under  Municipal  Railway  Contract  No.  377-Re- 
modeling  Offices  at  Geary  Carhouse. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  12.771-- 

RESOLVED   That  on  recommendation  of  the  Acting  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  claims  against  the  Municipal  Railway,  as  follows: 

Claimant       CURRENT  YEAR             Date  of  Accident  Settlement 

Non-litigated 'settlements 

Patrick  J.  Michaels                   July  22,  1952  $  108.40 

The  Pur  Doctor                         July  8,  1952  189.95 

Myron  L.  Glover  July  8,  1952  115,51 
Department  of  Public  Health, 

City  &  County  of  San  Francisco  July  28,  1952  124.94 
Rescinding  that  portion  of  Resolution 

No.  12724-claimant-Owen  McCarthy  -123.37 

Appropriation  N0.  865-804-OI  |  415.4^ 
Prior  Years 

Louise  M.  KrdecR                       June  25,  1952  283.36 

Leo*  L,  Legler                         December  3,  1952  950.00 

Cho  Sun                                   June  3,  1952  158.53 

Elizabeth  Margaret  George         May  6,  1952  8o0»00 

Friendly  Cab  Co.                       June  13,  1952  120. 94 

Marjorie    Green                        November  lb,  1951  500.00 

Henry  Teschner                         June  3,  1952  114.92 

Litigated  settlements 

Alfred  F.  Fleury  April  14,  1951  187.50 
Johnnie  Jackson  and  Comora 

Lee  Jackson                      February  26,  1951  1,714.29 

William  Mann                            December  8,  1950  320.OO 

Judgments: 

Joseph  Rumen                            my  15,  1952  59.54 

Richard  T.  Thatcher                  June  9,  1952  33.71 

Appropriation  No.  865-804-O2  |  5.242.79 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
No  Kee,  the  following  resolution  was  adopted  unanimously: 


— PT^OUTTTON  NO-  12.772-- 

RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  issuance  of  Airport  Space 
Rental  Permit,  as  follows: 

Southwest  Airways  Company: 

Effective  Date:  -  September  1,  1952 

Area        Chg,  per  Sq,    Amount  per 
Property  Description:  Sq.  Ft.     Ft.  per  Yr.  _  Year 

1st.  Floor-Hangar  No.  1      10,051  $.80  $  8,040.80 

1st.  Floor-Hangar  No.  2      12,097  .80  9,677.60 

2nd.  Floor-Hangar  No.  2  1,581. 60 

Entire  Fire  House  788  *8o  622. 40 

Paved  Area  36,428  .075  2,732.10 

Unimproved  Area  73*756  .01  737*56 
Domestic  Terminal  Bids. 

Main  Lobby  122  5. 00  610.00 

Other  Main  Floor  74  3. 00  222.00 

I  24,224.06 

Permittee's  use  of  property  for  parking  of  automobiles 
shall  be  limited  to    vehicles  of  its  own  and  those  of  its 
employees.    Permittee  is  granted  permission  to  erect  at  its 
own  expense  a  fence  in  the  area  west  of  Hangar  No.  2,  so  that 
the  automobile  parking  may  be  properly  controlled. 

Space  Rental  Permit  previously  issued'  under  Resolution 
No.  12,4l8,  adopted  April  21,  1952,  is  revoked  as  of  the 
effective  date  of  this  permit. 


On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted — Commissioner 

Baron  voting  NO. 

—RESOLUTION  NO.  12.77^— 

RESOLVED'  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  issuance  of  Airport  Space 
Rental  Permit,  as  follows: 
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To:    American  Airlines,  Inc. 


Effective  Date:  -  September  1,  1952. 

Paved  area  west  of  Hangar  No.  2-320  square  feet,  at  rental 
of  $0,075  per  square  foot  per  year-annual  rental-$24«00; 
month  to  month  basis-revocable  at  will  of  the  Commission. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted — Commissioner 
Baron  voting  NO. 

— RESOLUTION  NO.  12. 774— 

RESOLVED,  That  in  accordance  with  provisions  of  Space 
Rental  Permit,  this  Commission  hereby  grants  permission  to 
Southwest  Airways  Company  to  sublet  an  additional  area  of 
255  sQuare  feet  of  office  space  to  American  Airlines,  Inc. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12,775— 

RESOLVED    That  this  Commission  hereby  authorizes  issuance 
of  permit  to  British  Commonwealth  Pacific  Airlines,  under 
the  terms  of  Part  X,  Section  2  of  the  Schedule  of  Rates  and 
Charges  of  the  San  Francisco  Airport,  said  permit  covering 
the  operation  of  petroleum  company  equipment  upon  the  San 
Francisco  Airport,  said  permit  being  effective  as  of  September 
1,  1952- 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted— Commissioners 
Baron    and  Cameron  voting  NO. 

--RESOLUTION  NO.  IP. 776— 

RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  issuance  of  Airport  Space 
Rental  Permit,  as  follows: 

To:  Airport  Limousine  Company: 
Effective  Date-September  16,  1952. 
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Property  Area        Chg.  per  Sq.  Amount  per 

Description:  Sq .  Ft .      Ft.  per  Yr.  Year 
Passenger  Terminal  Bldg. , 
Office  Space-FMn  Floor  Area, 

not  contiguous  to  Main  Lobby  85            $2,00        $  170.00 

Permitt  is  authorized  to  make,  at  its  own  expense,  certain 
alterations  and  additional  in  the  space  as  set  forth  in 
Drawing  No.  SFA-B-5. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.777— 

RESOLVED t  That  this  Commission  approves  the    plans  and 
specifications  and  authorizes  call  for  public  bids,  under 
HHWS  Contract  No.  252-Clearing,  Stripping  and  Grouting  of 
Dam  Site-Cherry  Valley  Dam. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 778— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Airport  Request  for  Allotment  in  amount  §53.33,  under 
Appropriation  No.  193-064-00,  to  provide  for  maintenance  ser- 
vices on  calculators  for  year  1952-1953. 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
-$1,400,00,  to  provide  for  work  orders  to  the  Hetch  Hetchy 
Fund,  for  field  engineering,  supervision  and  inspection  on 
Railway  contracts. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.77Q— 

RESOLVED'  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors,  supplemental  appro- 
priation in  amount  $100,000.00-Municipal  Railway  funds,  to 
provide  for  increasing  the  Municipal  Railway  Stores  Revolving 
Fund  in  the  sum    of  $100,000.00  to  $841,894.00. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

"RESOLUTION  NO.  I2.78O-- 

RSSOLVSD   That  this  Commission  having  heretofore,  by 
its  Resolution  No.  12,514,  authorized  a  renegotiation  with 
Trans  World  Airlines,  Inc.,  a  corporation,  of  the  rental 
provided  for  in  its  lease  of  October  1,  1942,  for  the  five- 
year  period  commencing  October  1,  1952»  covering  rental  for 
Hangar  No.  4  and  Adjoining  Shop  Space  at  the  Airport,  hereby 
authorizes  the  execution  and  delivery  by  the  Manager  of 
Utilities  of  the  agreement  in  readjustment  of  rental  for  said 
period,  submitted  to  this  Commission. 

On  motion  of  Commissioner  Mc    Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.78I-- 

RESOLVED,  That  this  Commission  hereby  requests  the 
Director  of  Property  to  arrange  for  leasing  to  the  highest 
bidder,  for  general  commercial  purposes,  that  certain  parcel 
of  land  under  the  jurisdiction  of  the  Municipal  Railway,  being 
in  area  92?6"xl77f,  fronting  on  Fillmore  Street,  45 ?  south  of 
Turkr  Street, 

ADJOURNMENT: 

In  adjourning  this  857th  regular  meeting,  the 
Commission  does  so  to  September  10,  1952. 
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M    I  N  U  T  a  s 


PUBLIC  UTILITIES  COMMISSION 


ADJOURNED  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  SEPTEMBER 
10,  1952. 


Present:     Commissioners  Oliver  M.  Rousseau,  Sam  Mc  Kee, 
Edw.  B.  Baron  and  Donald  A.  Cameron. 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  12.782— 

RESOLVED,  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $256,811.39,  in  favor  of  Clinton 
Construction  Co.,  under  Airport  Contract  No.  130-Construction 
of  Terminal  Building  at  San  Francisco  Airport;  earned 
$1,089,214.04  of  a  net  contract  of  $6,781,773.00. 

Contract  Payment  in  amount  $25,142.48,  in  favor  of  Payne  Con- 
struction Co.,  under  Airport  Contract  No.  134-Constructing 
Approach  Light  System  Trestles  at  San  Francisco  Airport; 
earned  $40,611,75  of  a  net  contract  of  $109,152.17. 

Contract  Payment  in  amount  $15,068.65,  in  favor  of  Lowrle 
Paving  Co.,  under  Airport  Contract  No.  142 -Re const rue ting 
Apron  at  Hangars  1-2-3-4-San  Francisco  Airport;  earned 
$17,342.95  of  a  net  contract  of  $63,480.35. 
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Contract  Payment  in  amount  $3,376.35,  in  favor  of  Webber  and 
Mc  Gann,  under  Airport  Contract  No,  143-Silt  Removal  from 
Mi  librae,  South  Lomita  and  North  Canals  at  San  Francisco  Air- 
port; first  payment  of  net  contract  of  $10, 235*00 . 

Contract   Payment  in  amount  $25,143,02,  in  favor  of  C,  A. 
Gosett  and  Sons,  under  HHWS  Contract  No.  254A-Gamp  House  and 
Cottages  at  Cherry  Valley  Dam  Site;  earned  $36,372.82  of  a  net 
contract  of  $138,233,50. 

Contract  Payment  in  amount  $13,024,12,  in  favor  of  T.  E, 
Connolly,  Inc.,  under  HHWS  Contract  No.  237-1 mprovement  of 
Access  Road-South  Pork  to  Camp  Mather  and  Early  Intake;  earned 
$206,834.32  of  a  net  contract  of  $226,450*00. 

Contract  Payment  in  amount  $20,971.43,  in  favor  of  T.  E. 
Connolly,  Inc.,  under  HHWS  Contract  No,  238-C-2-Construction 
of  Access  Road,  Early  Intake  to  Cherry  Valley  Damsite;  earned 
$296,769.79  of  a  net  contract  of  $361,795.00. 

Contract  Payment  in  amount  $52,565.45,  in  favor  of  Crocker 
First    National  Bank   of  San  Francisco,  assignee  for  KleinSmid 
Construction  Co.,  under  HHWS  Contract  No.  238DE-Const ruction 
of  Access  Road-Early  Intake  to  Cherry  Valley  Damsite;  earned 
$407,360.82  of  a  net  contract  of  $487,992.75. 

Contract  Payment  in  amount  $81,967.32,  in  favor  of  Pipe 
Linings,  Inc.,  under  HHWS  Contract  No.  251-Re lining  San  Joaquin 
Pipe  Line  No.  1-San  Joaquin  River  to  Tesla  Porta;  first 
payment  of  a  net  contract  of  $304,070.80. 

Contract  Payment  in  amount  $30,600.00,  in  favor  of  United 
Concrete  Pipe  Corporation,  under  HHWS  Contract  No.  240-Gon- 
structing  Steel  Plate  Liner  and  Manifold  at  Oakdale  Portal; 
first  payment  of  a  net  contract  of  $134,665.00. 

Contract  Payment  in  amount  $149,004,78,  in  favor  of  Lowrie 
Paving  Co.,  under  Airport  Contract  No.  132-Paving  Aprons, 
Taxiways,  Other  Grading,  Paving,  Drainage  and  Electrical  Work 
at  San  Francisco  Airport;  earned  $623,075,97  of  a  net  contract 
of  $881,855,39. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.783— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  adopt  resolution  authorizing  acceptance 
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of  deed    from  Norman  J.  Pope  et  ux.  to  a  water  pipe  line 
easement,  in,  on  and  along  the  northeasterly  20  feet,  measured 
at  right  angles  southwesterly  from  the  northeasterly  boundary 
of  Lot  28.  Hillsborough  Manor,  San  Mateo  County,  required  for 
the  Sunset  Supply  Line,  and  that  the  sum  of  $1,608.00  be  paid 
for  saici  parcel  from  Appropriation  No,  90-600-66 ♦ 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO,  12.784— 

WHEREAS,  SFvVD  Contract  No.  600  for  the  laying  of  6"  and 
12H  Cast  Iron  Mains  in  Mi  (J  town  Terrace  No.  2,  contractor, 
Harold  T.  Treacy,  should,  in  accordance  with  the  time  limit 
set    forth  in  said  contract,    be  completed  on  or  before  March 
30,  1952;  and 

WHEREAS,  contractor  has  experienced  unavoidable  delays 
of  119  calendar  days  due  to  streets  not  being  brought  to  grade 
and  one  calendar  day  delay  due  to  final  day  of  contract  oc- 
curring on  a   Sunday;  and 

WHEREAS ,    said  Harold  T.  Treacy  prosecuted  the  work  of 
the  contract  diligently: 

THEREFORE ,  BE  IT  RESOLVED ,  That  this  Commission  hereby 
grants  an    extension   of  One  Hundred  Twenty  (120)  Calendar  days 
for  the  completion  of  SFwD  Contract  No.  600and  liquidated 
damages  for  the  resulting  days  of  delay  are  hereby  waived. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.785— 

RESOLVED,  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities,  the  contract  for 

The  Gathering  and  Delivering  of  the  Walnut 
Crop  on  the  Sunol  Walnut  Orchard,  Sunol, 
Alameda  County,  California-SFWD  Specification 
No.  629-Season  of  1952 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities  of 
work  to  be  performed  as  set  forth  in  the  related  specifications 
for  the  Public  Utilities  Commission  of  the  City  and  County  of 
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San  Francisco,  be  and  the  same  is  hereby  awarded  to 


John  Helzer 

he  being  the  only  regular  and  responsible  bidder  for  the  work 
aforesaid  at  Twelve  Thousand  Six  Hundred  Dollars  (<j>l£, 600,00) 
said  sum  being  the  total  price  for  the  only  regular  bid  sub- 
mitted on  the  basis  of  hereinabove  stated. 

And  all  other  bids  for  the  above  described  work  are  here- 
by rejected. 

RESOLVED,  That    the  Commission  hereby  requests  the  Con- 
troller to  allot  funds  in  amount  of  $12, 600.00  in  Appropria- 
tion   No,  266-200-00,  to  provide  for  certification  of  SFWD 
Contract  No.  629-Harvesting  of  the  Walnut  Crop  on  the  Sunol  Wal- 
nut Orchard,  Sunol.  Alameda  County,  California. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.786— 

RESOLVED,  That  on    recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  ard  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in    payment  of  claims  against  the  Municipal  Railway, 
as  follows: 

Claimant  CURRENT  YEAR       Date  of  Accident  Settlement 

Non-litigated  settlements 


William  S.  Ling  July  3,  1952  S  190.23 

Appropriation  N".  265-804-01  |  190.23 

PRIOR  YEARS 

Verlie  Mae  Burch  June  14,  1952  $  250.00 

Louise  J.  Sison  May  6,  1952  750.00 

EdRena  Baldwin  November  26,  1951  350.00 

Ruby  I.  Ferguson  September  13,  1951  1,451.00 

Teddy  Bessa-minor  June  30,  1952  200.00 

Jackie  Bessa-minor  "  350.00 
Litigated  settlement 

Waymon  Burton  September  4,  1951  600.00 

Appropriation  No.  265-804-02  &5.951.00 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO,  12.787— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  adopt  resolution  authorizing  Paul  J. 
Fanning,  Director-Bureau  of  Personnel  and  Safety  to  attend 
the  N  ational  Safety  Council's  Congress  and  Exposition  to  be 
held  in  Chicago,  October  20-24,  1952. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO .  12,788— 

RESOLVED,  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $9.72,  expenses  of  Seiko  Hakahi, 
Assistant  Engineer-Civil,  covering  conference  July  12,  13, 
1952,  with  S.  Sato  and  K,  Kondo,  representatives  of  the 
Metropolitan  Water  Works  Bureau,,  City  of  Tokyo,  Japan,  re 
O'Shaughnessy  Dam-history  and  background. 

Expense  Voucher  in  amount  $3»00,  expenses  of  Geo*  J.  Davis, 
Superintendent  of  Peninsula  Division-San  Francisco  Water 
Department,  covering  conference,  August  20,  1952  with  San 
Mateo  County  Assessor. 

On  motion  ofCommissioner  He  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution   was  adopted  unanimously: 

—RESOLUTION  NO.  12.789— 

RESOLVED '  That  this  Commission  approves  the  plans  and 
specif icationS  and  authorizes  call  for  public  bids  for  the 
following  contracts: 

SFWD  Contract  No.  607B-For  the  Construction  of  Mfc.  Davidson 
Pump  Station  and  Concrete  Tank. 

SFWD  Contract  No.  607A-For  the  Laying  of  8-Inch  Cast  Iron 
Main  and  Installation  of  Pumping  Equipment  in  the  Mt. 
Davidson  Area. 
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On  motion  of  Commissioner  Baron#  seconded  by  Commissioner 
Cameron*  tho  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  IZjJSQt* 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Hallway  Request  for  Intra  Fund  Transfer,  in  amount 
$5,000.00,  from  Appropriation  No,  97-OOO-OO-Unallocatod,  to 
credit  of  Appropriation  No.  97-510-00-6,  to  provide  funds  for 
certification  of  a  contract  for  rehabilitation  of  the  24th 
and  Utah  Garage  roof  damaged  by  f ire# 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$99.02,  from  Appropriation  No.  265-399-57,  Bond  Fund  Stores, 
to  credit  of  Appropriation  No.  97-530-12-62,  to  provide 
allowance  in  mterials  and  Supplies  for  material  issues  from 
the  1947  Municipal  Railway  Rehabilitation  Bond  Fund  Stores 
Account  for  July,  1952* 

Water  Department  Request  for  Additional  Allotment,  in  amount 
$10,100,00,  under  Appropriation  No.  266-200-00,  to  provide 
necessary  balance  of  funds  necessary  for  harvesting  walnut 
crop. 

Water  Department  Request  for  Additional  Allotment  in  amount 
15,600.00,  under  Appropriation  No.  266-200-00,  to  provide  for 
certification  of  encumbrance  requests  for  items  on  a  yearly 
basis,  whereas  funds  for  only  one  quarter  have  been  allocated. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.7QI-- 

RESOLVSD'  That  this  Commission  approves  and  hereby 
requests  the  Controller's  concurrence  in  amendment  of  Rules 
and  Regulations-Revolving  Funds,  as  follows: 

Rule  7  -  Bank  Signatures: 

E-2  San  Francisco  Municipal  Railway, 
General  Manager: 

Principal  Signature; 
Ad<3  G.  W.  Eveington. 


-8141- 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.792— 

WHEREAS ,  the  document  of  lease  executed  between  the  City 
and  County  of  San  Francisco  as  Lessor  and  United  Airlines, 
Inc.,  as  lessee,  under  date  of  December  1,  1947 »  and  effective 
December  1,  1947,  contain  the  provision  in  paragraph  6,  sub- 
division (m)  thereof,  that 

"During  the  five  year  period  beginning  the  first  day  of  the 
first  month  following  the  date  of  this  lease,  the  schedule 
fees  above  set  forth  and  provided  in  this  paragraph  shall  be 
subject  to  review  and  readjustment  by  the  Public  Utilities 
Commission,  provided,  however,  that  in  no  event  shall  said 
schedule  fees  be  increased  by  said  Commission  during  said  five 
year  period  over  those  above  so  provided  and  set  forth  in  this 
paragraph.    At  the  end  of  said  five  year  period,  either  party 
may  give  the  other  ninety  days?  notice  in  advance  of  said  date 
of  its  desire  to  revise  said  schedule  fees  at  the  expiration 
of  said  five  year  period.    In  the  event  neither  party  so  gives 
the  other  such  notification  of  its  desire  to  revise  such  fees, 
the  fees  in  effect  at  the  expiration  of  said  five  year  period 
shall  continue  for  an  additional  five  year  period.    The  same 
regulations  and  conditions  respecting  revision  of  schedule 
fees  at  the  end  of  said  first  five  year  period  shall  continue 
in  effect  and  be  applicable  to  each  subsequent  five  year 
period  during  the  period  of  this  lease.    In  the  event  said  fees 
are  revised  at  the  end  of  said  first  five  year  period,  or  at 
the  end  of  any  subsequent  five  year  peribd,  in  no  event  shall 
they  be  increased  or  decreased  more  than  ten  per  centum  (10%) 
of  the  fees  then  in  effect  at  the  time  such  revision  is  made;" 
and 

WHEREAS*  the  time  within  which  to  submit  any  notice  of 
desire  upon  the  part  of  the  City  and  County  of  San  Francisco, 
through  its  Public  UtilitiesCommission  to  renegotiate  with 
its  said  lessee  expires  on  the  1st  day  of  October,  1952: 

NOW,  THEREFORE,  BE  IT  RESOLVED'  That  this  Commission 
hereby  authorizes  and  instructs  the "Manager  of  Utilities  to- 
gether with  the  City  Attorney  to  serve  legal  notice  upon  said 
lessee,  United  Airlines,  Inc.,  of  the  desire  of  the  City  and 
County  of  San  Francisco,  through  this  Commission  to  renego- 
tiate the  terms  of  said  lease  as  provided  for  in  the  extract 
from  said  lease  set  forth  above: 

BE  IT  FURTHER  RESOLVED'  That  said  notice  shall  provide 
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that  any  renegotation  of  said  lease  is  without  prejudice  to 
any  legal  position  to  be  taken  by  the  City  and  County  of  San 
Francisco  and  this  Commission  with  reference  to  rates  and 
charges  at  the  San  Francisco  Airport,  and  that  any  revision  of 
said  lease  arrived  at    in  said  renegotiation  shall  be  sub- 
mitted to  and  be  subject  to  the  approval  of  this  Commission 
and  shall  likewise  be  without  prejudice  to  any  position  of 
the  City  and  County  of  San  Francisco  and  this  Commission  on 
the  subject  of  rates  and  charges  at  said  Airport  to  be  de- 
manded of  United  Airlines,  Inc.  or  any  other  aircraft  company 
at  said  Airport • 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 7^— 

RESOLVED '  That  pursuant  to  the  provisions  of  Ordinance, 
this  Commissl6n  approves  the  terms  and  conditions  and 
authorizes  issuance  of  revocable  permit  for  vending  machines 
on  Municipal  Railway  property,  as  follows: 

To:    Kiwk-Kafe  of  San  Francisco 

Permit  to  install  and  operate  Model  BCR-3,  Automatic 
Coffee  Machines  in  the  California  and  Hyde  Car  House  and  the 
Washington  and  Mason  Car  House.    Permittee  to  pay  five  percent 
(5$)  commission  on  sales  to  and  including  100  cups  per  day; 
10%  on  sales  in  excess  of  100  cups  per  day,  same  to  be  com- 
puted on  monthly  basis,  and  commission  to  be  remitted  to  the 
Municipal  Railway  on  the  10th  day  of  each  month. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


858th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  SEPTEMBER 
15.  1952. 


Present:     Commissioners  Oliver  M#  Rousseau,  Sam  Mc  Kee, 
Edw.  B.  Baron  and  Donald  A.  Cameron. 

President  Oliver  M,  Rousseau  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  minutes  of  the  858th  regular  meeting  of  the  Com- 
mission held  September  2,  1952  and  the  minutes  of  the  special 
meeting  of  the  Commission  held  September  10,  1952t  were 
approved . 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 794— 

WHEREAS,  SFWD  Contract  No.  592  for  the  Laying  of  6??  Tran- 
site  Mains  in  Dartmouth  and  Hamilton  Streets,  contractor, 
Fred  T.  Fairey-should,  in  accordance  with  the  time  limit  set 
forth  in  said  contract,  be  completed  on  or  before  March  2, 
1952;  and 

WHEREAS,  contractor  has  experienced  unavoidable  delay  due 
to  the  fact  that  streets  were  not  to  grade;  and 

WHEREAS,  said  Fred  T.  Fairey  prosecuted  the  work:  of  the 
contract  diligently: 

THEREFORE,  BE  IT  RESOLVED^  That  this  Commission  hereby 
grants  an  extension  of  One  Hundred  Seventy  (170)  Calendar  Days 
for  the  completion  of  SFWD  Contract  No.  592  and  liquidated 
damages  for  the  resulting  days  of  delay  are  hereby  waived. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO,  12.7Q5-- 

WHEREAS,  SFWD  Contract  No.  621  for  the  Laying  of  6Tf  Cast 
Iron  r&ins  in  Campbell  Avenue  between  Delta  and  Elliott 
Streets,  contractor-Bernal  Construction  Company- should,  in 
accordance  with  the  time  limit  set  forth  in  said  contract,  be 
completed  on  or  before  June  JO,  1952;  and 

WHEREAS,  contractor  has  experienced  unavoidable  delay 
due  to  the  fact  that  streets  were  not  to  grade;  and 

WHEREAS,  said  Bernal  Construction  Company  prosecuted  the 
work  of  the  contract  diligently: 

THEREFORE,  BE  IT  RESOLVED    That  this  Commission  hereby 
grants  an  extension  of  eight  (8)  calendar  days  for  the  com- 
pletion of  SPWD  Contract  No.  621,  and  liquidated  damages  for 
the  resulting  days  of  delay  are  hereby  waived. 

Onmotion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 796-- 

RESOL\fED'  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  credit  amount  of 
$4»5°>  being  the  difference  between  certified  estimated  con- 
tract and  actual  performance;  approves  Certificate  of  Ac- 
ceptance and  Pinal  Payment  in  amount  $7,135-50,  in  favor  of 
Beerman  and  Jones,  under  HHWS  Contract  No.  247-Reconstructing 
Lower  South  Pork  Road. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO .  12 . 797— 

WHEREAS*  the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  has  recommended  the  granting  of  a 
certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  hereinafter 
set  forth: 

THEREFORE,    BE  IT  RESOLVED*  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
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authorizes  the  execution  of  the  same  as  follows: 

To:    Walter  G.  Lindsay,  Newark,  Alameda  County 

Permit  for  a  roadway  with  utilities  across  the  Hetch 
Hetchy's  80  foot  right  of  way  Parcel  No,  1211;  said  roadway 
to  extend  northwesterly  and  at  right  angles  to  County  Road 
1697  near  Irvington,  Alameda  County. 

On  motion  of  Commissioner  Baron,  seconded  toy  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12, 798— 

RESOLVED*  That  this  Commission  approves  inclusion  in  the 
1952-1953  Public  Utilities  Commission  Budget  Estimates, 
schedule  of  compensation  to  be  paid  certain  employees  of  the 
City  and  County  of  San  Francisco,  reflecting  costs  of  living 
adjustment,  under  provisions  of  Ordinance  No,  74^-4  >  adopted 
under  Section  151.3  of  the  Charter,  effective  August  1,  1952. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron8  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO ,  12, 799-- 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Intra  Fund  Transfer,  in  amount 
$54.75,-  from  Appropriation  No.  97-40O-I3-I,  to  credit  of 
Appropriation  No.  97-400-12-64,  to  provide  additional  funds 
for  certification  of  Work  Order  to  the  Railway  for  installa- 
tion of  gasoline  driven  generator  for  emergency  power s upply 
for  Municipal  Railway  Radio  Station-Twin  Peaks. 

Municipal  Railway  Request  for  Allotment,  in  amount  $300.00, 
under  Appropriation  No.  97-400-12-64-Work  Order  to  Railway  for 
generator  for  emergency  power  supply  for  Municipal  Railway 
Radio  Stat ion- Twin  Peaks. 

Water  Department  Request  for  Intra  Fund  Transfer,  in  amount 
$10,310.00,  from  various  appropriations  under  1942  Water  Works 
System  Bond  Fund,  to  credit  of  Appropriation  No*  19I-90I-OI, 
Auxiliary  Pumping  Plan*  at  Lake  Merced. 

Water  Department  Reauest  for  Intra  Fund  Transfer  in  amount 
$30,000.00  from  Appropriation  No.  66-950-OO,  to  credit  of 
Appropriation  No.  66-978-OO,  and  from  this  appropriation,  to 
credit  of  Appropriation  No.  19I-90I-OI,  to  provide  for  modi- 
fications of  contract,  under  SFWD  Contract  No.  588-Lake  Merced 
Pumping  Plant. 
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Hetch  Hetchy  Request  for  Allotment  in  amount  $140.00,  under 
Appropriation  No.  268-200-02,  to  provide  for  telegraph  expense 
on  annual  basis. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$6,000.00,  from  Appropriation  No.  265-244-OO-Tire  Rental,  to 
credit  of  Appropriation  No.  265-200-OO,  to  provide  for  de- 
ficiency in  appropriation  for  Contractual  Services. 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$4,365.09,  under  Appropriation  No.  265-130-02-Wages-Mis- 
cellaneous  Employees. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.800~ 

RESOLVED'  That  this  Commission  approves  the  following 
Bureau  of  Light,  Heat  and  Power  Contract  Payment  Recommenda- 
tions: 

Contract  Payment  in  amount  $6,975*00,  under  Contract  No.  110, 
Construction  of  Street  Lighting  System  in  Mission  Street, 
Silver  Avenue  to  Geneva  Avenue,  contractor,  Manning  and 
Whitaker,  Inc. 

Contract  Payment  in  amount  $2,137.50,  in  favor  of  Mahoney 
Electric  Co.,  under  Contract  No,  115-Construction  of  Street 
Lighting  System  in  Golden  Gate  Heights,  Part  I. 

Contract  Payment  in  amount  $4,756.50,  in  favor  of  Fred  Johnson 
Electric  Co.,  under  Contract  No.  Ii4.-C0nstructi.0n  of  Street 
Lighting  System  in  Sacramento  Street,  Fillmore  Street  to 
Arguello  Boulevard. 

On  motion    of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,    the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.8oi— 

RESOLVED'  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $389.00,  covering  expenses  by  the 
Bureau  of  Public  Service,  for  inspection  of  Water  an?  Hetch 
Hetchy  properties  by  members  of  the  San  Francisco  Grand  Jury, 
September  3-7,  1952. 

Expense  Voucher  in  amount  $18.80,  expenses  of  Robert  Rockwell, 
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Assistant  Director  ^  the  Bureau  of  Public  Service,  month  of 
August,  1952,  covering  conferences  with  Chambers  of  Commerce; 
Advertising  Club;  Radio  and  Television  Stations;  Merchants' 
Clubs;  Printing  Companies ♦ 

On  motion  of  Commissioner  Baron,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.802-- 

RESOLVED    That  on  recommendation  of  the  Onager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  claims  against  the  Municipal  Railway  as  follows: 


Claimant 


CURRENT  YEAR 


Date  of  Accident 


Settlement 


Non-litigated  settlements 
Chas.  E.  Sullivan 
Catherine  Bovee 


July  9,  1952 
July  3,  1952 


Appropriation  No,  265&804-OI 


PRIOR  YEARS 
Edward  C.  Clark 
Catheeine  Brady  (deceased) 
Leonora  Arias 


May  2,  1951 
November  JQ,  1951 
November  JO,  1951 


Litigated  settlements 
Arthur  J,  Jepson 
Rose  Matthews  aka  Rose 
mtthews  Talmage 


my  9,  1949 

February  15,  1951 
Appropriation  No.  265-804-02 


$  2,000.00 
6^0,00 

|L2, 650.00 


$  338.20 

4,000.00 
1,250.00 


375.00 

1.625*00 

$  7.588,20 


On  motion  of  Commissioner  Baror*,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


RESOLUTION  NO,  12.8OT-- 


RESOLVED'  That  this  Commission  approves  the  plans  and 
specifications  and  hereby  authorizes  call  for  public  bids 
for  the  following  contracts: 

SFWD  Contract  No.  627-Laying  of  6-Inch,  8- Inch  and  12-Inch 
Cast  Iron  and /or  Trans ite  r^ins  in  Lakeshore  Country  Olub 
Acres,  Gellert  Drive  and  Midtown  Terrace  No.  2. 

SFWD  Contract  No.  630-Laying  of  6- Inch  Cast  Iron  Mains  in 
Burnham  Street  between  24th  and  25th  Streets. 
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On  motion  of  Commissi  oner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.804- - 

RESOLVED'  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions and  approves  Certificate  of  Acceptance  and  Final  Payment 
in  amount  $'2,447.00,  in  favor  of  R.  Flatland,  under  BLH&P 
Contract  No.  112-Construction  of  Street  Lighting  System  in 
Larkin,  Hyde  and  Mason  Streets,  between  Pacific  Avenue  and 
Vallejo  Street,  adjacent  to  Broadway  Tunnel. 

On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 805~ 

RESOLVSD'  That  this  Commission  hereby  approves  the  plans 
for  the  first  unit  in  the  construction  of  the  Moccasin  Creek 
Fish  Hatchery,  submitted  to  it  by  the  State  of  California, 
Department  of  Public  Works,  Division  of  Architecture,  con- 
sisting of  thirteen  (13)  drawings  dated  August  22,  1952;  sub- 
ject to  the  terms  and  conditions  of  the  lease  agreement  en- 
tered into  between  the  City  and  County  of  San  Francisco  and 
the  State  of  California  on  July  1,  1952;  and  further  subject 
to  all  conditions  affecting  the  City's  title  to  the  lands 
leased  to  the  State  under  said  agreement. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.12.8o6~ 

RESOLVED*  That  this  Commission  approves  and  hereby 
requests  the  Controller's  certification  of  Modification  of 
Contract,  in  amount  $72,^550. 00,  under  San  Francisco  Water 
Department  Contract  No,  329-Construction  of  Lake  Merced 
Pumping  Plant,  contractor-Rothschild,  Raff  in  and  Weirick  and 
Pacific  Bridge  Co.,  Joint  Venture,  covering  the  following: 

Modification  of  Item  9  of  contract  to  place 
approximately  655  cubic  yards  additional  tremie 
concrete  to  seal  bottom  of  cofferdam  for  intake 
structure  necessitated  by  presence  of  quicksand  not 
disclosed  by  borings: 

Item  9-Tremie  Concrete: 

655  cubic  yards  ©  -$110.00  per  cu.yd.  $72,050.00 
Placing  anchor  dowels  SOO.OO 

$72,550.00 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  I2.807-- 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  has  recommended  the  granting  of  a 
certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after s et  forth: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  of  the  City  and  Couftty  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Co. 

Permit  to  re-string  bare  copper  conductors  on  the  City?s 
Crystal  Springs  power  line  through  the  Water  Department's  Silva 
Tract,  Millbrae;  said  replacement  being  for  a  distance  of  ap- 
proximately 1.7  miles. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,6o8— 

RESOLVED  *  That,  until  further  notice  of  this  Commission, 
the  operating  forces  of  the  Water  Department  are  hereby 
authorized  and  directed  to  administer  agricultural  or  other 
lands  used  and  useful  for  Water  Department  purposes  and  under 
lease  to  other  persons, 

HEARING: 

Revision  of  Schedule  of  Fares  Charged  by  the 
Municipal  Railway  by  Establishing  a  Special 
Fare  for  School  Ticket  Privileges, 

Dr.  Herbert  Clish,  Superintendent  of  Schools,  spoke  of  the 
hardships  encountered  by  many  parents  under  the  present  school 
fare,  particularly  at  those  times  of  the  month  when  ??cash  is 
short"  and  the  children  remain  at  home;  he  urged  the  Commission 
to  give  serious  consideration  to  a  lowering  of  the  schedule, 
and  further  urged  the  Commission  to  consider  the  possibility  of 
extending  from  5:00  to  6:00  PM,  the  time  limit  on  school 
tickets. 

Dr.  Clidiwas  most  appreciative  of  the  co-operation  of  the 
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Public  Utilities  Commission  in  affording  suitable  and 
adequate  transportation  to  school  children  through  the  medium 
of  school  buses — an  accommodation  that  in  a  large  measure 
obviates  the  necessity  of  school  shifts, 

Mrs,  Ralph  Doscher-2178  32nd  Avenue,  representing  the  San  Fran 
cisco  District  No,  2  of  the  P.  T.  A.  endorsed  the  remarks  of 
Dr.  Clish,  also  Mrs,  H.  J.  Mibach,  72  Avpn  Way,  representing 
the  Frederick-Burke,  P.  T,  A. 

Mr.  L.  W,  Tarallo,  11  Meadowbrook  Drive  and  Mr.  Martin  C. 
Shiman,  5125  G-eary  Blvd.,  petitioned  the  Commission  to  con- 
sider adjustment  of  the  age  limit  provision  of  the  present 
school  ticket  to  the  end  that  children  of  the  Aid  to  Retarded 
Children  Association  may  be  benefited. 

Rev.  J.  George  Dorn,  D.D.,  Paster-St.    Mark's  Lutheron  Church, 
II35  O'Farrell  Street,  urged  the  Commission~to  extend  the 
school' ticket  privilege  to  include  Sundays  as  an  aid  to 
children  attending  Sunday  Schools. 


On  motion,  duly  seconded,  the  matter  was  taken  under 
consideration  fey  the  Commission. 


THEREUPON  THE  MEETING  ADJOURNED « 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


859th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  SEPTEMBER 
22,  1952. 

*************************************************** 


Present;    Commissioners  Oliver  M.  Rousseau,  Sam  Mc  Kee, 
Edw.  B.  Baron  and  Donald  A.  Cameron, 

President  Oliver  M,  Rousseau  presided, 

On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Baron,  the  minutes  of  the  858th  regular  meeting  of  the  Com- 
mission held  September  15,  1952»  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO .  12, 80Q-~ 

RESOLVED'  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for  the  following 
public  work  to  be  performed  for  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco,  to-wit: 

Trolley  Wye  at  11th  and  Market  Streets-Municipal 
Railway  Contract  No.  421 

be  and  the  same  is  hereby  awarded  to 

Municipal  Railway  of  San  Francisco 

they  being  the  lowest  regular  and  responsible  bidder  therefor  at 

the  lump  sum  price  of  $2,984.12. 

And  all  other  bids  for  the  above-described  work  are  hereby 
rejected. 

Approval  of  the  National  Production  Authority  is  not  re- 
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quired  for  this  project. 

Funds  for  this  work  are  available  in  Appropriation  No. 
97-520-21  of  the  1947  Municipal  Railway  Rehabilitation  Bond 
Fund. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--.RESOLUTION  NO.  12.8l0— 


RESOLVED"  That  this  Commission  approves  and  hereby  re- 
quests the  Controller's  concurrence  in  amendment  of  Public 
Utilities  Commission  Revolving  Funds-Rules  and  Regulations, 
as  follows: 

Rule  14  -  A.  San  Francisco  Airport  and  Hetch  Hetchy  Project 

only: 

Transportation  allowance  for  each  day  worked  (whenever  City 
transportation  is  not  furnished)  between  San  Francisco  and 
the  Airport  for  employees  actually  residing  in  San  Fran- 
cisco who  are  engaged  in  operation,  maintenance  or  con- 
struction at  the  San  Francisco  Airport,  at  rates  approved 
by  the  Board  of  Supervisors  pursuant  to  the  provisions 
of  Ordinance  7274,  approved  April  24,  1952. 

Rule  14  -  Be  San  Francisco  Water  Department,  only: 

Power  bills  for  pumping  (for  persons  who  have  riparian 
rights) . 

Refund  of  deposits  for  plans  and  specifications;  adjustment 
of  consumers9  accounts;  refund  of  consumers'  guarantee  de- 
posits; refunds  of  "custom  work  advances;  refunds-  on  con- 
sumers' advances  for  construction  when  such  refunds  may  be 
handled  without  embarrassing  the  revolving  fund. 

Transportation  allowance  for  each  day  worked  (whenever  City 
transportation  is  not  furnished)  between  San  Francisco  and 
Millbrae  for  employees  actually  residing  in  San  Francisco 
who  are  engaged  in  operation,  maintenance  or  construction  of 
Water  Department  properties  under  the  jurisdiction  of  the 
Millbrae  headquarters,  at  rates  approved  by  the  Board  of 
Supervisors  pursuant  to  the  provisions  of  Ordinance  7274, 
approfed  April  24,  1952. 

Rule  14  -  C.  1.  San  Francisco  Municipal  Railway  only. 

General  Onager  only: 

Inspection  of  Service. 
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Redemption  of  own,  foreign  and  counterfeit  tokens  and  foreign 
multilated  and  counterfeit  coins. 

Reimbursement  to  employees  for  excess  fares  refunded  to 
passengers* 

Free  and  reduced  fare  transportation  cost  paid  by  the  Railway 
as  provided  in  Controller's  Report  of  Audit  dated  Hay  31,1946. 

Refund  to  employees  upon  return  of  passes,  property  and  equip- 
ment, charges  for  which  had  been  previously  deducted  from 
respective  employees9  pay. 

Refunds  of  advances  for  pole  and  house  moving  jobs. 
Convenience  station  rentals. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  I2.8ll— 

RESOLVED'  That  this  Commission  approves  and  hereby  re- 
quests the  Controller's  concurrence  in  amendment  of  Public 
Utilities  Commission  Revolving  Funds-Rules  and.  Regulations, 
as  follows: 

Rule  7-Bank  Signatures  -  Effective  October  1,  1952 

Signatures 
Principal  Counter 

Under  Sections  A;  B;  C;  D-l;  E-l; 

E-2;  F-l;  F-2;  F-3 

Delete  G.  S.  Warren  G.S.Warren 

Add  Geo. P. Negri     Geo. P.Negri 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.8l2~ 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
$2,058.00,  under  Airport  Contract  No.  130-Construction  of  Ter- 
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minal  Building  at  San  Francisco  Airport,  contractor,  Clinton 
Construction  Co.,  covering  the  following: 


Substitute  cast  iron  abrasive  sills  for  elevator 
hoistways  at  elevators  Nos.  1-2- 3-4-7,  where  white 
bronze  sills  are  specified  in  Section  374  of  the 
contract  specif ications-NET  CREDIT-$2,05o.OO. 

On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.8lV- 

WHEREAS "  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED*  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Co. 

Permit  to  Install  a  guy  anchor  within  the  former  Munici- 
pal Railway  right  of  way  opposite  Lot  1,  Block  27,  San  Bruno 
Park  subdivision,  San  Bruno,  San  Mateo  County. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 8lzl— 

WHEREAS ,  George  S.  Warren,  Director  of  the  Bureau  of 
Accounts  will  retire  October  1,  1952,  after  thirty-one  years 
in  City  service;  and 

WHEREAS'  from  1921  to  1934,  Mr.  Warren  supervised  with 
characteristic  ability  and  faithfulness  the  operation  of  a 
number  of  construction    camps  of  the  Mountain,  Foothill  and 
Coast  Range  Divisions  of  the  Hetch  Hetchy  Project;  and 

WHEREAS,  since  1934,  he,  as  Assistant  Director  and  Direc- 
tor of  the  Bureau  of  Accounts  upervisied  and  directed  the 
accounting  procedures  of  all  the  Utilities  under  the  jurisdic- 
tion of  the  Public  Utilities  Commission;  and 

WHEREAS'  the  Public  Utilities  Commission  recognizes  the 
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valuable  service  Mr.  Warren  has  rendered  the  people  of  San 
Francisco: 

THEREFORE,  BE  IT  RESOLVED '  That  the  Public  Utilities 
Commission  on  behalf  of  the  people  of  the  City  and  County  of 
San  Francisco,  in  recognition  of  his  long  and  faithful  service, 
by  this  resolution,  expresses  its  appreciation  of  work  superbly 
well  done,  its  thanks  for  his  many  years  of  unselfish  service, 
its  recognition  of  his  splendid  achievements  and  its  best 
wishes  for  a  long  and  happy  life;  and 

BE  IT  FURTHER  RESOLVED'  That  the  Secretary  be  and  he  is 
hereby  directed  to  prepare  &  copy  of  this  Resolution  for 
presentation  to  Nr.  George  S.  Warren, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.8l^~ 

RESOLVED*  That  this  Commission  approves  all  non-civil 
service  and  temporary  appointments  and  removals  made  by  the 
Manager  of  Utilities  for  the  month  of  August,  1952;  and 

BE  IT  FURTHER  RESOLVED '  That  report  of  said  appointments 
and  removals  be  transmitted* to  the  Civil  Service  Commission 
and  to  the  Controller. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12»8l6~ 

RESOLVED*  That  in  accordance  with  the  recommendations  of 
the  Ffenager  of  Utilities,  the  contract  for 

Piping  Alterations  for  Central  Pump  Station 
SFWD  Specification  No.  604 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Michael  Murphy, Jr. 

he  being  the  lowest  regular  and  responsible  bidder  for  the  work 
aforesaid  at  Thirty  Seven  Thousand  Six  Hundred  and  Ninety 
Eight  Dollars  and  Ninety  Five  Cents  ($37,698.95)  said  sum  being 
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the  total  price  for  the  lowest  bid  submitted  on  the  basis 
hereinabove  stated* 

AND  all  other  bids  for  the  above  described  work  are  here- 
by rejected « 

BS  IT  FURTHER  RESOLVED'  That  the  Commission  hereby  re- 
quests the  Controller  to  allot  funds  in  amount  of  $37,698*95  in 
Appropriation  No.  66-980-04,  to  provide  for  the  certification 
of  WD  Contract  No,  604-Piping  Alterations  for  Central  Pumps 
Station", 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.817— 

RESOLVED '  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $96.60, 
being  the  additional  difference  between  certified  estimated 
contract  and  actual  performance;  approves  Certificate  of  Ac- 
ceptance and  Pinal  Payment  in  amount  $1,420.10,  in  favor  of 
Bernal  Construction  Co.,  under  SPWD  Contract  No.  621-Laying 
6T?  CI  Mains  in  Campbell  Avenue  between  Delta  and  Elliott 
Streets. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12, 8l8 — 


RESOLVED"  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $488.19, 
being  the  additional  difference  between  certified  estimated 
contract  and  actual  performance;  approves  Certificate  of  Ac- 
ceptance and  Pinal  Payment  in  amount  $6,917.69,  in  favor  of 
Harold  T.  Treacy,  under  SPWD  Contract  No.  bOO-Laying  6t?  and  8" 
Cast  Iron  Mains  in  Midtown  Terrace  No.  2. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.81Q— 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Water  Department  Request  for  Additional  Allotment  in  amount 
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$619.00,  under  Appropriation  No*  266-815-OO,  to  allot  balance 
of  appropriation  for  "Other  Insurance"  for  the  fiscal  year 
1952-1953. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$2,500.00,  from  Appropriation  No.  66-925-OO-Reconstruction  and 
Replacement-Unallocated,  to  credit  of  Appropriation  No.  66- 
949-06,  to  provide  for  relocation  and  realignment  of  water 
services  where  removal  of  tracks  and  reconstruction  of  streets 
necessitate  same. 

Hetch  Hetchy  Project  Request  for  Allotment  in  amount  .$5540,000, 
under  Appropriation  No.  268-23I-OI,  and  in  amount  $260, 000. 
under  Appropriation  No.  268-231-02,  to  provide  for  encumbrance 
for  service  charges  and  power  and  energy  purchases  from 
Pacific  Gas  and  Electric  Co.  for  second  quarter  1952-1953. 

Hatch  Ketchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
$1,500*00,  from  various  sub-appropriations  under  268-901-02, 
and  in  amount  $1,960.00,  from  Appropriation  No.  268-200-02,  to 
credit  of  Appropriation  No.  268-200-02,  in  amount  $1,500.00, 
and  to  credit  of  Appropriation  No.  268-200-00,  in  amount 
$1,960.00,  to  adjust  proper  object  of  expenditure* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.820— 

RESOLVED'  That  this  Commission  approves  the  following 
contract  payment  recommendations: 

Contract  Payment  in  amount  $10,399,14,  in  favor  of  Michael 
Murphy,  under  SFWD  Contract  No.  bl8-Laying  16"  Cast  Iron 
Mains  in  Ulloa  Street  and  34th  Avenue. 

Contract  Payment  in  amount  $6,944.85,  in  favor  of  Rothschild, 
Raff in  and  Weirick  and  Pacific  Bridge  Co.,  under  SFWD  Con- 
tract No.  588-Construction  of  the  Lake  Merced  Pumping  Station. 

Contract  Payment  in  amount  $12,366.77,  in  favor  of  Fred 
Fairey,  under  SFWD  Contract  No,  615-Laying  l6!?  Cast  Iron  Mains 
from  Harold  and  Bruce  Avenues  to  Rolph  and  Athens  Streets. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  12.821— 

RESOLVED'  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  claims  against  the  Municipal  Railway, as  follows: 


Claimant         CURRENT  YEAR 
Non-litigated ; settlements 
Robert  Hicks 
Werner  Hochheimer 
Jerry  Mahoney 
Allen  M.  Mc  Kimmins 


Date  of  Accident 

September  2,  1952 
September  10,  1952 
August  2,  1952 
July  29,  1952 


Settlement 


Appropriation  No.  265-804-OI 
PRIOR  YEARS 


Katharina  Wilshusen  ' 

Jeannette  D.  Berg 

Elizabeth  Tarpey 

Julia  E.  Elkins 

Betty  Crocker 

Kate  Goldrod 

Sarah  Grant 

Josephine  Pigueroa 
Litigated  settlements 
Suit  filed-not  served  (1&2) 

Marion  mcDougall  (1) 

Celia  Berger  (2) 

Lisandro  Cima 

America  Cipriani 


May  10,  19^2 
December  lo,  1951 

my  31,  1952 

November  5»  1951 
May  20,  1952 

my  26,  1952 

October  JO,  1951 
November  13,  1951 


May  11,  1951 

November  29,  1951 
July  21,  1952 
October  26 ,  1950 


137*11 
236.66 
387.68 
250.00 


Aurelius  Henshaw,  as  executor  of  the  estate  of 
Joseph  Henshaw,  deceased,  and  Aurelius  Henshaw  and 
Edward  P.  Henshaw,  individuals-November  11,1951 
Bruce  0.  Littleton  February  28,  1952 

May  Strieker  April  14,  1951 

Ruth  M.  Welborn  October  27,  1951 

Lizzie  Rosario  Belaya  January  24,  1950 


I  l.OH.45 


500,00 
1,250,00 
150.00 
IO4.46 

995,00 
225.00 
2,000.00 
2,200.00 


825.00 
750.00 
65.00 
750.00 


1,000.00 
350.00 
1,250.00 
3,000.00 
450,00 


Judgment: 

Ffergaret  Schable 


January  17,  1950 
Appropriation  NO.  265-804-O2 


6,405.27 
I  22.26Q.7^ 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously; 

— RESOLUTION  NO,  12,822— 

RESOLVED    That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  513,65,  expenses  of  Harold  S.  Messersmith 
Superintendent  of  Airport  Operations,  month  of  August,  1952, 
covering  conferences  with  Airline  Officials;  Japanese  Air 
Lines;  California  Aeronautics  Commission  and  representing 
Airport  in  Berkeley  on  Civilian  Defense  activities. 

On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  No,  12.82>~ 

RESOLVED'  That  this  Commission  approves  and  hereby 
authorizes  call  for  public  bids,  under  the  following  contracts: 

SPWD  Contract  No.  632-Pressure  Control  Valves  for  36-Inch 
Alameda  Pipe  Line  at  Burlingame. 

BLH&P  Contract  No.  117-Street  Lighting  System  on  Sacramento 
Street,  Fillmore  to  Van  Ness  Avenue. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12,824— 

RESOLVED 9  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

Municipal  Railway  Contract  No.  422-Constructlng  Under- 
ground Duct  and  Installing  Feeders  on  Bryant  Street 

a  public  work  to  be  performed,  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities  of 
work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions, for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Abbett  Electric  Corporation 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  $12,092.60,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 
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And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

Authority  to  commence  construction  and  an  allotment  of 
controlled  material  have  been  received  from  the  National  Pro- 
duction Authority  on  this  project. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,825— 

RESOLVSD'  That  this  Commission  hereby  requests  the 
Controller  to'allot  funds  in  amount  $12,092.60,  from  unallotted 
funds  in  Appropriation  No.  165-971-QO  of  the  Municipal  Railway 
Operating  Fund,  to  provide  for  certification  of  Municipal 
Railway  Contract  No.  422-Constructing  Underground  Duct  and 
Installing  Feeders  on  Bryant  Street. 

On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.826— 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Municipal  Railway  Request  for  Intra 
Fund  Transfer,  in  amount  ^37,500. 00,  from  Appropriation  No. 
265-300-OO-Materials  and  Supplies,'  to  credit  of  Appropriation 
No.  265-399-03-OO-Materials  and  Supplies-Stores  Revolving  Fund. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.827— 

RESOLVED t  That  this  Commission  hereby  consents  to  the 
assignment  by  George  F.  Brayer,  contractor,  under  BLH&P  Con- 
tract No.  109-Gonstruction  of  Street  Lighting  System  on 
Monterey  Boulevard*  between  Ridgewood  Avsnue  and  the  inter- 
section of  San  Anselmo  and  Santa  Clara  Avenues,  in  the  City 
and  County  of  San  Francisco,  to  George  F.  Brayer,  a  limited 
partnership  consisting  of  George  F.  Brayer  as  the  only  general 
partner  and  Philip  J.  Mc  Guire  as  Trustee  for  Theodore  Francis 
Brayer,  George  Edward  Brayer  and  Stephen  Allen  Brayer,  res- 
pectively, as  limited  partners. 

BE  IT  FURTHER  RESOLVED,  That  this  Consent  of  Assignment 
shall  not  in  anywise  release  said  George  F.  Brayer,  as  an 
individual,  from  any  of  the  terms,  obligations  or  liabilities 
of  said  contract  as  originally  let  to  him. 
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HEARING:  -    Pass  Privileges  of  the  Municipal  Railway. 


President  Oliver  M.  Rousseau  in  opening  the  hearing 
stated  that  the  purpose  of  the  hearing  was  to  give  the  public 
an  opportunity  to  express  its  opinion  on  passes,  inasmuch  as 
recommendations  have  been  made  to  discontinue  issuance  of  this 
privilege. 

Approximately  125  people  were  present. 

The  Secretary  read  the  report  of  Marmlon  D.  Mills,  Consultant, 
dated  May  29,  1952,  in  which  he  reviewed  the  practice  of  26 
of  the  largest  transit  companies  in  the  United  States  in  the 
matter  of  free  passes.    It  was  his  conclusion  that  ,9it  has 
been  the  custom  of  many  years  duration  to  furnish  free  trans- 
portation to  employees  of  transit  properties,  including  re- 
tired employees57.    Mr.  Mills  recommended  no  change  in  the 
current  practice  of  the  Railway  of  furnishing  free  transporta- 
tion to  employees  and  retired  employees  of  the  Railway,  and 
that  transportation  to  the  Police  and  Pire  Departments  be 
restricted  to  uniformed  personnel,  and  that  no  other  City 
employees  receive  free  transportation. 

At  the  hearing  no  opposition  was  voiced  against  current 
practice. 

Endorsing  the  recommendations  of  Mr.  Marion  D.  Mills  were: — 
Mr.  Chas.  W.  Woods  of  the  A.  of  P.  L.  Carmens  Union. 

Henry  S.  Foley  of  the  C.  I.  0,  Carmens  Union;  he  recommended 
that  the  Commission  include  disability  employees  who  have 
transferred  to  other  City  Departments;  he  also  recommended 
continuance  of  passes  for  Catholic  nuns« 

Mrs.  Molly  Minudri  of  the  A.  P.  of  L.  City  and  County  Employees, 

Chas.  Boehn,  on  behalf  of  the  mechanical  employees. 

Ivan  Flamm  on  behalf  of  the  Civil  Service  Association  of  San 
Francisco. 

Mr,  Taylor,  Retired  Police  Officer,  requesting  consideration 
for  retired  policemen. 

David  B.  Gibson,  of  the  Volunteer  Police,  requested  passes 
for  these  men  when,  traveling  out  of  uniform* 

John  W.  Spittle,  Storekoeper-sugested  th^t  if  necessary, 
a  small  charge  made  to  defray  cost  of  printing. 
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Geo.  Watson,  John  Whiting,  Martin  Wurmuth,  Jos,  Carter*,  all 
employees  of  the  Municipal  Railway. 


J.  Devlin  of  Local  2l6-Laborers  Union. 

Geo.  Johns,  Secretary  of  the  San  Francisco  Labor  Council, 
A.  of  P.  L,;  he  reminded  the  Commission  that  discontinuance  of 
passes  would  be  a  step  backward,  particularly  so,  when  the 
Railway  is  experiencing  difficulty  in  securing  personnel/ 

Wesley  Murray  of  the  Police  Department  requested  consideration 
of  policemen  whether  in  uniform  or  not;  he  contended  that 
issuance  of  passes  to  policemen  is  always  an  aid  to  the  Rail- 
way in  the  preventing  of  trouble  on  vehicles. 

James  Wilson  of  the  A.  P.  of  L,  Carmens  Union,  requested  con- 
sideration of  the  Commission,  in  the  promotion  of  goodwill 
in  the  Police   and  Fire  Departments,  that  these  men  be 
privileged  to  use  badges  when  traveling  on  the  Municipal 
Railway. 

Commissioner  Mc  Kee  reminded  those  present,  that  the  hearing 
did  not  eminate  from  the  Commission,  but  was  called  for  be- 
cause of  criticism  on  the  part  of  two  members  of  the  Board  of 
Supervisors. 

On  motion,  duly  seconded,  the  matter  was  taken  under  advise- 
ment. 


THEREUPON  THE  MEETING  ADJOURNED* 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


860th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  SEPTEMBER 

29,  1952. 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw.  3*  Baron  and  Donald  A.  Cameron. 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  minutes  of  the  859th  regular  meeting  of  the  Com- 
mission held  September  22,  1952  were  approved,  subject  to  cor- 
rection of  Page  8163. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 828— 

RESOLVED   That  in  accordance  with  the  recommendation 
of  the  Manager  of  Utilities,  the  contract  for  the  following 
public  work  to  be  performed  for  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco,  to-wit: 

Installing  Carbon  Shoe  Harps  on  Streetcar 
Trolley  Poles-Municipal  Railway  Contract  No, 

419 

be  and  the  same  is  hereby  awarded  to 

m 

Municipal  Railway 

they  being  the  lowest  regular  and  responsible  bidder  therefor 
at  the  lump  sum  price  of  $931.68, 

And  all  other  bids  for  the  above-described  work  are  here- 
by rejected. 

Approval  of  the  National  Production  Authority  is  not 
required  for  this  project. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12,829— 

RESOLVED'  That  the  Commission  hereby  requests  the  Con- 
troller to  allot  funds  in  amount  $931.68  of  the  1947  Munici- 
pal Railway  Rehabilitation  Bond  Fund  in  Appropriation  No. 
97-400-06,  to  provide  for  certification  of  Municipal  Railway 
Contract  No.  419,  Installing  Carbon  Shoe  Harps  on  Streetcar 
Trolley  Poles. 

On  motion  of  Comissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.8^0-* 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  credit 
amount  $177.50,  under  BLH&P  Contract  No.  Ill,  Street  Lighting 
System  on  Kezar  Drive,  from  Lincoln  Way  and  Third  Avenue  to 
Waller  and  Stanyan  Streets,  contractor,  Fred  Johnson  Electric 
Co.,  covering  the  following: 

Install  225  feet  of  1-1/2  conduit  in  street  area;  make 
necessary  connections  to  existing  conduit  and  install 
two  pull  boxes  in  street  area.  Delete  seven  foundations 
and  deliver  seven  double  pendent  standards  and  fourteen 
luminaires  to  corporation  yard  in  Golden  Gate  Park. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.8^1— 

RESOLVED'  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  #221. 80, 
being  the  credit  difference  between  certified  estimated  con- 
tract and  actual  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  $2,665.92,  in  favor  of 
Fred  T.  Fairey,  under  SFWD  Contract  No.  592- Laying  6r?  Transite 
Mains  in  Dartmouth  and  Hamilton  Streets. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  12,832— 


RESOLVED,  That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  adopt  resolution,  authorizing 
relinquishment  of  abandoned  water,  pipe  line  easement  through 
Water  Department  property,  Lots  34  and  35>  Assessor's 
Block:  7164,  San  Francisco,  which  lots  are  located  on  the 
northeast  side  of  Wilson  Street,  200  feet  southeast  of 
Rhine  Street,  and  that  the  sum  of  $250.00  be  paid  for  quit- 
claim deed  to  all  right,  title  and  interest  of  the  City 
in  and  to  said  easement  through  said  Lots  34  anc3  55  • 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  12.833— 


RESOLVED 9  That  this  Commission  hereby  requests  the 
Director  of  Property  acquire  for  the  San  Francisco  Water 
Department,  certain  parcels  of  land  in  San  Mateo  County, 
required  for  water  line  purposes,  said  parcels  being  desig- 
nated as  follows: 


Parcel 

Drawing 

B-l-A 

'  B-I180-A 

B-2-A 

B-ll8l-A 

B-2-B 

B-ll8l-B 

B-2-C  and  B-2-D 

B-ll8l-C 

B-3 

B-ll82 

B-10 

B-1203 

B-ll 

B-1204 

B-12 

B-1205 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTI  ON  NO .  12 .  834-- 

WHEREAS t  the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  has  recommended  the  granting  of  a 
certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after set  forth: 

THEREFORE,  BE  IT  RESOLVED 9  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms    and  conditions  of  said  revocable  permit  and 
hereby  authorizes  the  execution  of  the  same  as  follows: 

To:    The  Pacific  Gas  and  Electric  Company 

Permit  to  cross  the  Bay  Division  Pipe  Line  No.  3  right  of 
way  with  a  20- Inch  HP  gas  main;  said  main  being  parallel  with 
the  easterly  line  of  Barber  Lane  and  distant  thereform  47.3 
feet. 

On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.8^-- 

RESOLVED*  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Credit  Modification  of  Contract  in  amount 
$16,879,88,  being  the  difference  between  certified  estimated 
contract  and  actual  performance;  approves  Certificate    of  Ac- 
ceptance and  Final  Payment  in  amount  $207,533*11,  in  favor  of 
United  Concrete  Pipe  Corporation,  under  HHWS  Contract  No, 
230-A-l,  Construction  of  San  Joaquin  Pipe  Line  No.  2-Section 
A-l. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.8^6— 


RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Hetch  Hetchy  Water  Supply  Request  for  Additional  Allotment 
in  amount  $1,300*00,  under  Appropriation  No,  98-900-56,  to 
provide  for  office    engineering  on  plans  and  specifications  and 
preparation  of  permanent  Has  built"  drawings  of  work  already 
completed,  for  period  to  December  31,  1952, 
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Hetch  Hetchy  Water  Supply  Request  for  Intra  Fund  Transfer  in 
amount  $35.00,  from  Appropriation  No.  l68~804-00-Awards,  In- 
demnities and  Damages,  to  credit  of  Appropriation  No.  104-266- 
75-City  Attorney,  Miscellaneous  Expense  re  claims. 

Hetch  H  etchy  Water  Supply  Request  for  Additional  Allotment 
in  amount  $15,000.00,  under  Appropriation  No.  192-056-00,  to 
provide  for  engineering  work  order  in  connection  with  plans 
and  specifications  for  construction  of  Cherry  Valley  Dam, 
period  ending  December  31,  1952« 

Airport  Request  for  Additional  Allotment  in  amount  $22,404. 84, 
to  provide  for  engineering  work  orders  in  connection  with 
plans  and  specifications  and  field  engineering,  inspection  and 
supervision  from  1945  and  1949  Airport  Bond  Funds  for  period 
ending  December  J>I,  1952* 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $27>631.94, 
transferring  funds  required  in  connection  with  Federal  Airport 
Projects  Nos.  9-O4-O34.-IO4,  105  and  206,  for  engineering  work 
orders*  on  plans  and  specifications  and  on  field  engineering, 
inspection  and  supervision  for  the  period  ending  December  31* 
1952. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swans^n,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.837— 

RESOLVED'  That  on  recommendation  of  the  Manager  of 
Utilities,  the'General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  avail- 
able in  payment  of  claims  against  the  Municipal  Railway,  as 
follows: 


Claimant       CURRENT  YEAR 
Non-litigated  settlements 
Elvige  Burke 
Raymond  G.  Ogilvy 
Dayton  E.  Jones 
Germaine  H.  Mattoon 
Irene  Fox 
Ann  E.  Rausch 


Date  of  Accident 

July  15,  1952 
September  2,  1952 
August  15,  1952 
September  3,  1952 
July  15,  1952 
August  27,  1952 


Settlement 

$  1,500.00 
195.66 

718.33 
225.00 

276.50 

250,00 


Judgment 

Ernst  Wollner  aka  Ernest 
Wollner 

Appropriation  No.  265-804-OI 


August  14,  1952 


I  3.183.74 
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Claimant     PRIOR  YEARS 
Non-litigated " settlements 

Thelma  Ziegler 

Jeanette  Younge 

Aida  Ingram 

Jane  A.  Anderson 

Beulah  P.  Huffman 

Opal  Tom-minor 

Marie  Louise  Poloweiski 

Annette  Baxter 

Helen  C.  Weber 

Rose  M.  Allen 


Dorothy  Madison 

Bob  Sovel  dba  Macy's  Credit 

Heweler' 
Anna  H.  Baker 


Date  of  Accident 

April  3,  1952 
December  14,  1951 
May  29,  1952 
April  17,  1952 
May  31,  1952 
May  28,  1952 
September  29,  1951 

my  18,  1952 

October  10,  1951 
April  19,  1952 
April  11P  1952 

March  13,  1950 
October  10,  1951 


Settlement 


400.00 
500.00 
550.00 

200.00 
216.10 
250.00 
250.00 
450.00 
65O.OO 
629.89 
500.00 

I78.4I 
300.00 


Judgment: 

Jack  S.  Warman  November  6,  1949  4,771.25 

plus  interest 

Appropriation  No.  265-804.-O2  £9,845,65 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


RESOLUTION  NO.  12.8^8-- 


RESOLVED '  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  84,550,39, 
being  the  additional  difference  between  certified  estimated 
contract  and  actual  performance;  approves  Certificate  of 
Acceptance  and  Final  Payment  in  amount  $12,408.95,  In  favor 
of    Ferrero?s  Motor  and  Electric  Works,  under  HHWS  Contract 
No.  232-Cons true ting  Cherry  Valley  22  KV  Power  Line, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.8^-- 

RESOLVED'  That  this  Commission  approves  the  plans  and 
specif icationS  and  hereby  authorizes  call  for  bids  for  the 
following  contracts: 

Municipal  Railway  Contract  No.  424-Reconstructing  Roof  at 
24th  &  Utah  Shops. 
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Water  Department  Contract  No.  6ll-Laying  of  12- Inch  Cast 
Iron  Mains  from  17th  and  Eureka  Streets  to  Congo  and  Joost 
Avenue . 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


86l St  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  OCTOBER 

6,  1952. 


Present:Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw.  B.  Baron   and  Donald  A.  Cameron, 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  minutes  of  the  860th  regular  meeting  of  the  Com- 
mission held  September  29,  1952  were  approved. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.84O-- 

RESOLVED  That  in  accordance  with  the  recommendations  of 
the  Onager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  6- Inch,  8- Inch  and  12-Inch  Cast 
Iron  and/or  Transite  FMns  in  Lakeshore  Country 
Club  Acres,  Gellert  Drive  and  Mid town  Terrace 
No.  2-SFWD  Specification  No.  627 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

H#  T.  Treacy 

he  being  the  lowest  regular  and  responsible  bidder  for  the  work 
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aforesaid  at  Fifty  Four  Thousand  Two  Hundred  Twenty  Seven 
Dollars  and  Fifty  Five  Cents  ($54,227.55)  said  sum  being  the 
total  price  for  the  lowest  bid  submitted  on  the  basis  herein- 
above stated. 

And  all  other  bids  for  the  above  described  work  are  here- 
by rejected, 

AND  BE  IT  FURTHER  RESOLVED a  The  Controller  is  hereby  re- 
quested to  approve  the  allotment  and  allocation  of  funds 
necessary  to  fully  accomplish  the  aforementioned  extension  of 
water  mains  and  services. 

On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.84I-- 

RESOLVSD'  That  in  accordance  with  the  recommend  ations  of 
the  mnager  of  Utilities  for  the  extension  of  water  mains 
and  services,  the  contract  for 

The  Laying  of    6-Inch  Cast  Iron  r&ins  in  Burnham 
Street  between  24th  and  25th  Streets-SFWD  Specifi- 
cation No.  630 

a  public  work  to  be  performed  on  the  basis  of  the  unit 
prices  submitted  and  regularly  on  file  for  the  estimated 
quantities  of  work  to  be  performed  as  set  forth  in  the  re- 
lated specifications  for  the  Public  Utilities  Commission  of 
the  City  and  County  of  San  Francisco,  be  and  the  same  is 
hereby  awarded  to 

H.  T.  Treacy 

he  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Three  Thousand  Six  Hundred  Ninety  Dollars 
and  Seventy  Cents  ($3,690.70)  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

BE  IT  FURTHER  RESOLVED8  The  Controller  is  hereby  re- 
quested to  approve  the  allotment  and  allocation  of  funds 
necessary  to  fully  accomplish  the  aforementioned  extension  of 
water  mains  and  services. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,842— 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

Cherry  River  Project-Cherry  Valley  Dam-Clearing, 
Stripping  and  Grouting  of  the  Dam  Site-HHWS 
Contract  No,  252 

a  public  work  to  be  performed,  on  the  basis  of  the  unit 
prices  submitted  and  regularly  on  file  for  the  estimated 
quantities  of  work  to  be  performed  as  set  forth  in  the  related 
specifications,  for  the  Public  Utilities  Commission  of  the 
City  and  County  of  San  Francisco,  be  and  the  same  is  hereby 
awarded  to 

Oil  Truck  and  Construction  Co, 
Compton,  California 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid,  at  $684,480,00,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

AND  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

The  National  Production  Authority  has  approved  starting 
the  construction  of  this  work  and  has  allotted  all  controlled 
materials  necessary  for  its  construction. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 84V- 

RESOLVED'  That  this  Commission  hereby  requests  the 
Controller's  Certification  of  the  Hetch  Hetchy  Water  Supply* 
Power  and  Utilities  Engineering  Bureau's  Request  for  the 
Allocation  of  Funds,  in  the  amount  of  $684,480,00,  from 
Appropriation  No.  192-550-OO,  Unallocated,  to  Appropriation 
No.  192-550-04-2,  to  provide  for  the  certification  of  Hetch 
Hetchy  Water  Supply  Contract  No0  252-Clearing,  Stripping  and 
Grouting  of  Damsite,  Cherry  Valley  Dam, 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12. 844— 

RESOLVED    That  in  accordance  with  the  recommendations 
of  the  Manager  of  Utilities  for  the  extension  of  water  mains 
and  services,  the  contract  for 

Construction  of  Mt,  Davidson  Pump  Station  and 
Concrete  Tank-SFWD  Specification  No,  607B 

a  public  work  to  be  performed  on  the  basis  of  the  unit 
prices  submitted  and  regularly  on  file  for  the  estimated 
quantities  of  work  to  be  performed  as  set  forth  in  the  related 
specifications  for  the  Public  Utilities  Commission  of  the  City 
and  County  of  San  Francisco,  be  and  the  same  is  hereby  awarded 
to 

M  and  K  Corporation 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Twenty  Three  Thousand  Nine  Hundred  and  Forty 
Five  Dollars  and  Fifty  Cents  (§23,945.50)  said  sum  being  the 
total  price  for  the  lowest  bid  submitted  on  the  basis  herein- 
above stated. 

AND  BE  IT  FURTHER  RESOLVED'  The  Controller  is  hereby 
requested  to  approve  the  allotment  and  allocation  of  funds 
necessary  to  fully  accomplish  the  aforementioned  extension  of 
water  mains  and  services. 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

Funds  have  been  set  up  in  Appropriation  No.  66-955-OO. 

On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  1P.8/|R — 

RESOLVED'  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $4,410.00,  in  favor  of  Geo,  F. 
Brayer,  under  Municipal  Railway  Contract  No.  360-Construction 
of  Mission  Substatione 
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Contract  Payment  in  amount  $11,921.40,  in  favor  of  Martinelli 
Construction  Co.,  under  Municipal  Railway  Contract  No.  377- 
Remodeling  Offices  at  Geary  Carhouse. 

Contract  Payment  in  amount  ©475,00,  in  favor  of  Abbett 
Electric  Corporation,  under  Municipal  Railway  Contract  No. 
423-Rel oca ting  Poles  and  Feeders  at  Valencia  and  Market 
Streets. 

Contract  Payment  in  amount  $11,655.00,  in  favor  of  Ralph  A. 
Bell  and  Associates,  under  HHWS  Contract  No.  235-Diversion 
Tunnel  and  Power  Terminal  Stub-Cherry  River  Project. 

Contract  Payment  in  amount  $6,268.27,  in  favor  of  T.  E. 
Connolly,  Inc.,  under  HHWS  Contract  No.  237- Improvement  of 
Access  Road-South  Pork  to  Camp  Mather  and  Early  Intake. 

Contract  Payment  in  amount  #6,920.98,  in  favor  of  T.  E. 
Connolly,  Inc.,  under  HHWS  Contract  No.  238-C-2-Construction 
of  Access  Road-Early  Intake  to  Cherry  Valley  Dams  it e. 

Contract  Payment  in  amount  $32,115.53*  in  favor  of  Crocker 
First  National  Bank  of  San  Francisco,  as  assignee  for 
KleinSmid  Construction  Co.,  under  HHWS  Contract  No.  238DE- 
Construction  of  Access  Road-Early  Intake  to  Cherry  Valley 
Damsite. 

Contract  Payment    in  amount  $6,082.84,  in  favor  of  G.  A. 
Gossett  and  Sons,  under  HHWS  Contract  No.  250A-Camphouse  and 
Cottages  at  Damsite- Cherry  River  Project. 

Contract  Payment  in  amount  $33»  ^^4 *57»  *n  favor  of  Lowrie 
Paving  Co.9  under  Airport  Contract  No.  142-Re constructing 
Aprons  at  Hangars  1-2-3-4-San  Francisco  Airport. 

Contract  Payment  in  amount  $11,899.57,  in  favor  of  Lowrie 
Paving  Co.,  under  Airport  Contract  No.  140-Constructing 
Approach  Lighting  for  Runways  I9L  and  28L  and  Related  Work 
at  San  Francisco  Airport. 

Contract  Payment  in  amount  $148,523.05,  in  favor  of  Lowrie 
Paving  Co.,  under  Airport  Contract  No.  132-Paving  Aprons, 
Taxiways,  Other  Grading,  Paving,  Drainage  and  Electrical  Work 
ab  San  Francisco  Airports 

Contract  Payment  in  amount  $24,389.62,  in  favor  of  Morris 
Daley,  under  Airport  Contract  No.  139-Const rue ting  Service 
Building  at  San  Francisco  Airport. 
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Contract  Payment  in  amount  $2,134.94,  in  favor  of  Payne 
Construction  Co.,  under   Airport  Contract  No.  134-Cons true ting 
Approach  Light  System  Trestles  at  San  Francisco  Airport. 


Contract    Payment  in  amount  $392,769.63,  in  favor  of  Clinton 
Construction  Co.,  under  Airport  Contract  No.  130-Construction 
of  Terminal  Building. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. 846— 

RESOLVED,  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  claims  against  the  Municipal  Railway,  as  follows: 


Claimant       CURRENT  YEAR 

Non-litigated  settlements 

Irene  Vfoson 

Wilma  Swart s 

Yuen  Poon 

Luxor  Cab  Co. 

Esther  J.  Morton 

General  Steamship  Corp. Ltd. 

C  oldwell,  Banker  &  Co. 

Elene  Drake 

r^mie  Davis 


Data  nf  .Accident 

September  5>  1952 
August  7,  1952 
September  8,  1952 
July  22,  1952 
August  22,  1952 
September  12,  1952 
July  7,  1952 
July  25,  1952 
July  22,  1952 
August  4,  1952 


Veronica  &  Alfred  Fenton 

Appropriation  No,  265-804-01 

PRIOR  YEARS 

Wong  Shee  Chin  my  27,  1952 

Guadalupe  E.  Torres  June  2,  1952 

Irene  R.  Combes  June  2,  1§52 

Mary  Jane  Leach  February  lo,  1952 

August  Lampros  &  Premier  Ins.  Co. -April  13,  1952 


Settlement 


175.OO 
136.80 
150.00 

133-57 
284 .18 

l8l .78 

400.00 

167.OO 

550.00 

275.OO 


$•2,455,33 


Theresa  R.  Estrada 

Litigated  settlements 
Manuel  Palkiner 
Mary  Stewart 
Andrew  Mc  Cormick 
Continental  Baking  Co. 
Ellen  Finnegan 
Judgments: 
Abena  Abraham 

John  Foulds 

Walter  Dean  Bates  &  Assoc. 


Appropriation  No.  265-804-02 


June  24,  1952 

November  29,1950 
June  11,  1947 
July  10,  1951 
April  2,  1951 
July  11,  1951 

November  22,  1950 

plus 

April  18,  1952 
December  10,1951 


$  500.00 
1,250.00 
175,00 
300*00 
125.00 
250*00 

750.00 
2,000.00 
1,500.00 

115.90 
7,000.00 

6,160.93 
interest 
103.00 

n»ii  1 1»  »4»4'^*  *  n17r4» 

S20. 372.07 
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On  motion  of  Commissi  oner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12. 847— 

RESOLVED'  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  execution  of  Water  Department 
agricultural  leases,  as  follows: 

Joe  E.  and  Joaquin  Santos,  Irvington,  California,  covering 
90  acres,  more  or  less,  south  end  of  Calaveras  Reservoir,  for 
period  of  five  years,  commencing  November  1,  1952>  a-t  a  rental 
of  $450.00  for  first  year,  and  the  sum  of  $750.00  for  each  of 
the  succeeding  years,  total-$3»450.00;  cancelling  as  of  October 
31,  1952,  present  lease. 

Manuel  Mendoza,  Sunol,  covering  1515  acres,  near  Sunol,  Alameda 
County,  for  p  eriod  of  five  years,  commencing  November  1,  1952» 
at  a  base  rental  (annual)  of  $2,272*50,  plus  an  amount  to  be 
determined  upon  the  selling  price  of  slaughter  steers;  can- 
celling as  of  October  Jl9  1952,  present  lease. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO,  12. 848— 

RESOLVED*  That  this  Commission  approves  the  plans  and 
specifications  and  hereby  authorizes  call  for  public  bids  for 
the  following  contracts: 

Airport  Contract  No,  147-Constructing  Maintenance  Shop  for 
Itinerant  Aircraft. 

HHWS  Contract  No.  225-Installation  of  Mobile  and  Base  Station 
Radio  Equipment-Cherry  River  Project. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12. 849— 

RESOLVED >  That  this  Commission  hereby  authorizes  the 
Manager  of  Utilities  to  execute  that  certain  State  of  Calif- 
ornia, Division  of  Highways,  Supplemental  Utilities  Agreement 
No.  74-42,  in  amount  $15,000.00,  under  the  general  provisions 
of  which,  the  San  Francisco  Water  Department,  at  expense  to 
State  of  California,  removes  and  relocates  facilities  to  ac- 
commodate freeway  construction. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
He  Kee#  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.8*0-- 


VHEREAS*  the  General  mnager  and  Chief  Engineer  of  the 
San  Francisco  water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of <  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does 
hereby  approve  the  terms  and  conditions  of  said  revocable 
permit  and  authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Co, 
San  Francisco,  California: 

Permit  to  cross  the  Bay  Division  Pipe  Line  No.  3  right 
of  way  with  an  overhang  of  electric  power  lines;  said  power 
lines  to  be  parallel  and  adjacent  to  the  easterly  line  of 
Sutherland  Avenue,  Santa  Clara  County. 


On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO6  12.851— 

RESOLVED'  That  the  Manager  of  Utilities  is  hereby 
authorized,  for  and  on  behalf  of  the  City  and  County  of 
San  Francisco  and  this  Commission,  to  sign  and  execute  with 
Better  Parking  Company  an  agreement  for  the  extension  for 
a  period  of  one  (1)  year,  from  and  after  the  second  day  of 
October,  1952*  of  that  certain  Concession  Agreement  for 
the  operation  of  the  Parking  Lot  at  the  San  Francisco  Airport. 
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On  motion  sf  Commissioner  Swanson#  seconded  t>y  Commissioner 
Cameron#  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.852— 

WHEREAS,  during  the  hearing  before  the  Board  of  Supervi- 
sors, April  28,  1952.  in  consideration  of  approval  of  Rates, 
Fares  and  Charges  of  the  Municipal  Railway,  Honorable  Lewey 
Mead,  President  of  the  Board,  stated  that  he  was  voting  for  the 
increase  with  the  understanding  that  the  Public  Utilities  Com- 
mission would  give  serious  consideration  to  a  reduction  of 
school  children    fares;  and 

WHEREAS*  the  Manager  of  Utilities  before  said  hearing  of 
the  Board  of 'Supervisors  stated  that  he  would  recommend  to  the 
Public  Utilities  Commissionthat  they  reduce  the  school  tickets 
from  60  to  50  cents;  and 

WHEREAS 9  the  Manager  of  Utilities  after  thorough  study  and 
examination  of  operating  results  which  show  that  such  reduction 
can  be  put  into  effect  without  hurt  to  the  tax  payers,  has 
recommended  to  the  Public  Utilities  Commission  that  a  reduction 
of  school  children  fares  be  made: 

THEREFORE    BE  IT  RESOLVED,  That  pursuant  to  notice  of  in- 
tention to  revise  existing  rates  of  fares  charged  by  the  Muni- 
cipal Railway,  heretofore  published  as  is  required  by  the 
Charter  of  the  City  and  County  of  San  Francisco, and  after  pub- 
lic hearing  being  held  in  accordance  with  the  aforesaid  notice 
and  careful  study  of  available  financial  reports,  particularly 
the  September,  1952  statements,  the  existing  schedule  of  rates, 
fares  and  charges  of  the  said  Municipal  Railway  is  hereby  amen- 
ded by  the  Public  Utilities  Commission  as  follows: 

Local  Fares:  School  Ticket  -  per  ride  5  centss 

School  tickets  will  be  sold  under  rules  prescribed  by  the 
Public  Utilities  Commission  and  the  use  thereof  is  restrict- 
ed to  students  under  18  years  of  age  regularly  attending  ac- 
credited public,  private  and  parochial  schools  only;  pro- 
viding that  the  Commission  shall  retain  the  power  to  make 
exceptions  in  special  circumstances. 

BE  IT  FURTHER  RESOLVED "  That  the  foregoing  amendment  of 
rates,  fares  and  charges  be 'submitted  to  the  Board  of  Super- 
visors as  required  by  Section  130  of  the  Charter;  the  effective 
date  for  such  amendment  to  be  designated  by  the  Public  Utili- 
ties Commission  following  consideration  by  said  Board  of  Super- 
visors; and 
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BE  IT  FURTHER  RESOLVED'  That  in  accordance  with  Pile 
No.  8832,  Ordinance  No.  7384,  this  Commission  approves  and 
hereby  submits  to  the  Board  of  Supervisors  a  report  of 
the  anticipated  effect  of  the  foregoing  amendment  of  rates, 
fares  and  charges  upon  the  budget  of  the  Municipal  Railway 
of  the  current  and  ensuing  fiscal  year  together  with  all  the 
data  supporting  such  conclusions  and  a  statement  of  the 
anticipated  tax  subsidy,  if  any,  for  such  years. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.8^-- 

RESOLVED*  That  this  Commission  approves  and  hereby 
requests  the  Board  of  Supervisors  to  adopt  resolution, 
authorizing  roadway  easement  to  Walter  Q.  Lindsay,  et  ux., 
across  part  of  the  Hetch  Hetchy  Aqueduct  Right  of  Way,  for 
access  to  Road  No.  1697,  near  Irvington,  Alameda  County. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


862nd  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  OCTOBER 

14 »  1952. 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw.  B.  Baron  and  Donald  A.  Cameron. 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  minutes  of  the  86lst  regular  meeting  of  the 
Commission  held  October  6,  1952  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.854— 

WHEREAS,  SPWD  Contract  No.  615-Laying  of  l6n  Cast  Iron 
Mains  from  Harold  and  Bruce  Avenues  to  Rolph  and  Athens 
Streets,  contractor-Fred  T.  Fairey-should,  in  accordance  with 
the  time  limit  set  forth  in  said  contract,  be  completed  on 
or  before  August  22,  1952;  and 

WHEREAS    contractor  has  experienced  unavoidable  delay  due 
bo  rainy  weather;  and 

WHEREAS*  said  Fred  T.  Fa i rev  prosecuted  the  work  of  the 
contract  diligently: 

THEREFORE,  BE  IT  RESOLVED '  That  this  Commission  hereby 
grants  an  extension  of  one  (l)'working  day  for  the  completion 
of  SFWD  Contract  No.  615  and  liquidated  damages  for  the  re- 
sulting day  of  delay  are  hereby  waived. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12 , 855*" 

RESOLVED'  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Credit  Modification  of  Contract  in  amount 
$340.48,  being  the  difference  between  certified  estimated  con- 
tract and  actual  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  $3,549.02,  in  favor  of 
E.  J.  Treacy,  under  SFWD  Contract  No.  609-Laying  6"  Cast  Iron 
Mains  in  Broadway,  from  Larkin  to  Cyrus,  and  in  Filbert,  from 
Octavia  to  Cough  Streets. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.856— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Credit  Modification  of  Contract  in  amount 
5360.21,  being  the  difference  between  certified  estimated  con- 
tract and  actual  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  ^1,609. 99 >  in  f&vor  of 
H.  T.  Treacy,  under  SFWD  Contract  No.  619-Laying  8??  Cast  Iron 
Main  in  Easement  to  Pier  No.  72. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following    resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 857— 

RESOLVSD    That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $686.89, 
being  the  additional  difference  between  certified  estimated 
contract  and  actual  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  $7,545.54,  in  favor  of 
Webber  and  Mc  Cann,  Inc.,  under  Airport  Contract  No.  143, 
Silt  Removal  from  Ml  librae,  South  Lomita  and  North  Canals 
rrl  San  Francisco  Airport. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.8^8— 

RESOLVED'  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specif ica- 
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tions;  approves  Modification  of  Contract  in  amount  1551.64, 
being  the  additional  difference  between  certified  estimated 
contract  and  actual  performance;  approves  Certificate  of 
Acceptance    and  Final  Payment  in  amount  $5,637*43*  in  favor 
of  Eaton  and  Smith,  under  Municipal  Railway  Contract  No.  364- 
Re cons true ting   Ladder  Tracks  at  Geneva  Carhouse* 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

-.-RESOLUTION  NO*  12>8f>Q — 

RESOLVED*  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $1,000.00,  in  favor  of  Walter  L. 
Huber,  for  services  as  consultant  engineer  on  Cherry  Dam 
Project. 

Contract  Payment  in  amount  $750.00,  in  favor  of  Augustus 
Kempkey,  for  services  as  consultant  engineer  on  Cherry  Dam 
Project. 

Contract  Payment  in  amount  $1,000.00,  in  favor  of  I.  Cleveland 
Steel,  for  services  as  consultant  engineer  on  Cherry  Dam 
Project. 

Contract  Payment  in  amount  $94, 236.93,  in  favor  of  Pipe 
Linings,  Inc.,  under  HHWS  Contract  No.  251-Relining  San 
Joaquin  Pipe  Line  No.  2-San  Joaquin  River  to  Tesla  Portal. 

Contract  Payment  in  amount  $21,676.50,  in  favor  of  United 
Concrete  Pipe  Corporation,  under  HHWS  Contract  No.  240-Con- 
structing  Steel  Plate  Liner  and  rfenifiSLd  at  Oakdale  Portal. 

Contract  Payment  in  amount  $6,705.00,  in  favor  of  Hahoney 
Electric  Co;;  under  BLH&P  Contract  No.  113-Street  Lighting 
System  in    Phelan  Avenue, from  Ocean  Avenue  to  Flood  Avenue. 

Contract  Payment  in  amount  $5,044.50,  in  favor  of  Fred  Johnson 
Electric  Co.,  under  BLH&P  Contract  No.  114-Street  Lighting 
System  in  Sacramento  Street  from  Fillmore  Street  to  Arguello 
33oulevard . 

Contract  Payment  in  amount  $5,546.64,  in  favor  of  C.  Norman 
Peterson,  under  SFWD  Contract  No.  626-Construction  of 
Dehydrator  Building  Extension,  Sunol. 

Contract  Payment  in  amount  $4,323.78,  in  favor  of  E.T.Haas 
Co.,  under  SFWD  Contract  No,  546- Const ruction  of  Bay  Crossing 
Pipe  Lines  No.  1  and  2-Cross  Connections  at  Newark  and  Red- 
wood City. 
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Contract  Payment  in  amount  ^946.67,  in  favor  of  Marmion  D. 
Mills,  for  services  as  transportation   expert  and  co-ordinator 
for  operations  of    the  Municipal  Railway-September  15-30, 1952, 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swans on,    the  following  resolution  was  adopted  unanimously: 


RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller to  draw  warrant  in  favor  of  the  following: 


said  amounts  payale  to    said  payees,  representing  unearned 
rentals  paid,  in  connection  with  sale  of  property,  January  24, 
1952,  subject  to  proration  of  taxes  and  rentals-Vallejo's  Mills 
Tract-Alameda  County. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


RESOLVED*  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $20.40,  covering  expenses  of  Robert 
Rockwell,  Assistant  Director-Bureau  of  Public  Service,  month  of 
September,  1952,  covering  conferences  with  Advertising  Club; 
Radio  Stations;  Chambers  of  Commerce;  Merchants  Associations; 
Improvement  Clubs. 

Expense  Voucher  in  amount  0^34.10,  covering  expenses  of  Myles 
Smith,  Assistant  Director-Bureau  of  Public  Service,  month  of 
September,  1952,  covering  conferences  with-Education  in 
Business  Day,  ten  teachers  visiting  Airport;  News  Agency; 
Chambers  of  Commerce. 

Expense  Voucher  in  amount  $145.00,  expenses  of  Tom  Irwin, 
Director  of  Bureau  of  Public  Service,  covering  attendance  at 
San  Diego-Annual  Conference  of  the  California  Municipal 
Utilities  Association,  September  30-October  3,  1952. 

Expense  Voucher  in  amount  &45JO,  expenses  of  James  H. 
Turner,  Manager  of  Utilities,  attending  Annual  Conference  of 
the  California  Municipal  Utilities  Association-San  Diego, 
September  30-October  3,  1952, 


— RESOLUTION  NO.  12.860- - 


Miguel  and  Antonia  Magana 
Benedict  J.  and  Lola  Frankovich 
Benjamin  and  Hermelinda  Baez 


$  5-47 


—RESOLUTION  NO.  12.861— 
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Expense  Voucher  in  amount  $430,65,  expenses  of  C.  D.  Miller, 
General  Manager  of  the  Municipal  Railway,  attending  the 
American   Transit  Association  Conference,  Atlantic  City, 
New  Jersey,  September  21-September  25,  1952. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.862— 

RESOLVED '  That  on  recommendation  of  the  Manager  of  Utili- 
ties, the  General  Managed   of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof  and  the  City  Attorney, this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  claims  against  the  Municipal  Railway,as  follows: 


Current  Year  Date  of  Accident 
Ins.  Co.  of  New  York  and 

July  15,  1952 


if 


July  15,  1952 
August  8,  1952 
July  24,  1952 
August  5,  1952 


Claimant 
Northern 

Chas.  P.  &  Jane  F,  Knights 
Hartford  Eire  Ins,  Co.  and 
Chas.  P.  &  Jane  F.  Knights 
Minnie  U  Smith 
John  Stevens 
Henrietta  I.  Smith 
Carrie  Huff 

Appropriation  No.  265-804-61 
PRIOR  YEARS 

Ruth  M.  Scanlon  March  14,  1950 

Ruth  M.  Halpin  January  31,  1952 

Mollie  E.  Shraggs  March  3,  1952 

Eugene  H.  Willey  June  4,  1952 

Edythe  A.  Claussen  May  15,  1952 

H.  W.  Morris  March  14,  1952 

Amending  portion  of  Resolution  No.  12,771,  claimant 
Department  of  Public  Health,  toiread  $122.84,  instead 
of  $124.94 

LITIGATED  SETTLEMENTS 

Angeliki  Tsopanakis'  August  18,  1950 

Victor  La  Badie  July  27,  1951 

Annie  Jacobsen  March  7  and  17,  1951 

Garris  &  Wooster-dba  Nine  Minute 
Auto  Wash  &  Wayne  G.Wooster     October  31,  1950 
Sadie  Shehadey  September  15,  1950 

Julie  Friedman  my  23,  1951 

Lovie  Lane  July  %  1949 


Settl.ement 
129.48 

258.97 

435^70 
150.00 

850.OO 

QQO.OO 


2.014.2^ 


$  600.00 

357.50 
306.75 

250 #00 

248.31 
700;>00 


-2.10 

900.00 
600.00 
1,250.00 

140.00 
10,000.00 

1,500.00 

2.000.00 


Appropriation  No,  265-804-02 


$18,850.46 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.86V- 

RESOLVED*  That  in  accordance  with  the  recommendations  of 
the  mnager  of  Utilities,  the  contract  for: 

Pressure  Control  Valves  for  36- Inch 
Alameda  Pipe  Line  at  Burlingame,SFWD 
Contract  No.  632 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  In  the  related  specifi- 
cations of  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded 
to: 

E.  To  Haas  Co. 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Seven  Thousand  Five  Hundred  Thirty  Five 
Dollars  ($7*535»OOf  said  sum  being  the  total  price  for  the 
lowest  regular  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 

BE  IT  FURTHER  RESOLVED*  The  Commission  hereby  requests 
the  Controller  to  allot  funds  in  amount  of  $7,535.00,  in 
Appropriation  No.  66-949-07,  to  provide  for  certification  of 
Water  Department  Contract  No.  632  for  Pressure  Control  Valves 
for  36- Inch  Alameda  Pipe  Line  at  Burlingame. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. 864— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
^151 •86*  in  favor  of  C.  Norman  Peterson,  contractor,  under 
SFWD  Contract  No*  626-Cons true t ion  of  the  Dehydrator  Building 
Extension,  Sunol  Walnut  Orchard,  covering  the  following: 

Modify  Item  5  to  provide  for  furnishing  and  installing  four 
new  3-Pole  motor  starting  switches  with  thermal  heaters  to 
replace  existing  switches  originally  intended  for  re-use, 
but  found  to  be  in  code  violation;  also,  substitute  two 
3  pole  motor  starting  switches. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO,  12.865-- 

RESOLVED,  That  this  Commission  approves  and  hereby  re- 
quests the  Controller's  certification  of  Modification  of 
Contract  in  amount  $320.00,  under  SPWD  Contract  No.  588-Con- 
struction  of  Lake  Merced  Pumping  Station,  contractor,  Roth- 
schild, Raffin  and  Weirick  and  Pacific  Bridge  Co.,  covering 
the  following: 

Adding  welds  and  making  changes  on  the  header  pipes 
and  surge  chamber  pipe  due  to  grade  revisions 
necessitated  by  ground  water  conditions. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12.866— 

RESOLVED*  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors,  supplemental 
appropriation  in  amount  $16,000.00,  Hetch  Hetchy  Project 
Funds,  to  provide  for  construction  of  maintenance  shed  near 
South  Pork,  in  lieu  of  the  contemplated  construction  of  sheds 
at  Moccasin  and  at  Groveland. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.867— 

RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  call  for  public  bids  for 
the  following  contracts: 

SFWD  Contract  No.  636-Laying  of  6- Inch  and  8- Inch  Cast  Iron 
Y&ins  in  Los  Palmos  Drive  and  in  Phelps  Street. 

SFWD  Contract  No.  634-Excavating  Test  Pits  at  Summit  Reser- 
voir Site-Twin  Peaks. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO. 12. 868 — 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
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$5*000.00*  under  Appropriation  NO.  265-80I-OO,  to  provide  for 
deficiency  in  appropriation  for  accident  compensation. second 
quarter. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$50,000.00,  from  Appropriation  No.  266-500-00,  to  credit  of 
Appropriation  No.  66-942-00.  to  provide  for  certification  of 
Contract  No.  633-Replacement  of  Niles  Reservoir  Roof. 

Airport  Request  for  Intra  Fund  Transfer  In  amount  $2,102.55 
from  Appropriation  No.  264-870-OO-Taxes^  to  credit  of 
Appropriation  No*  264-600-OO,  to  provide  for  payment  of 
street  work  assessment  against  Airport  land  In  Millbrae. 

Airport  Request  for  Additional  Allotment,  in  amount  $5,000.00, 
under  Appropriation  No.  264-870-OO,  to  provide  for  payment 
of  taxes  due  in  November,  1952. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 869— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does 
hereby  approve  the  terms  and  conditions  of  said  revocable 
permit  and  authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Company 
San  Francisco,  California 


Permit  for  overhead  electric  power  lines  across  the 
southerly  forty  feet  of  the  former  Millbrae  Reservoir  Tract, 
said  crossing  being  opposite  Magnolia  Drive,  Meadow  Glen 
Subdivision,  Millbrae. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.87O— 

WHEREAS,  the  General  mnager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
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of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as 
hereinafter  set  forth: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Co. 
San  Francisco,  California 

Permit  to  place  a  pole  line  anchor  within  a  portion  of 
the  Peninsula  Watershed  Property  adjacent  to  the  easterly 
line  thereof  and  southerly  of  Skyline  Manor  Subdivision, 
Burlingame,  San  Mateo  County. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO,  12.871— 

WHEREAS'  the  General  Onager  and  Chief  Engineer  of  the 
San  Francisc6  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED '  That  the  Public  Utilities 
Commission  of  the  City  and  Couftty  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit 
and  authorizes  the  execution  of  the  same  as  follows: 

To:    Barrett  and  Hilp  Development  Company  , 
Redwood  City. 

Permit  to  extend  earth  embankments  a  distance  of  not 
more  than  four  feet  into  portions  of  the  City's  Fifty  foot 
Roalway,  adjacent  to  University  Village  Subdivision,  Ravens- 
wood,  San  Miateo  County;  said  embankments  to  be  at  the  ex- 
tremeties  of  Purdue,  Tulane  and  Rutgers  Streets  of  the  said 
Subdivision. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 872— 

RESOLVED*  That  this  Commission  hereby  approves  the 
proposed  Modification  No.  4  submitted  to  this  Commission,  by 
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which  the  contract  between  the  City  and  County  of  San  Fran- 
cisco, acting  through  this  Commission,  with  Marmion  D.  Mills, 
effective  February  10,    1950,  is  extended  for  a  period  com- 
mencing November  1,  1952  to  and  including  November  15,1952; 
and 

BE  IT  FURTHER  RESOLVED*  That  this  Commission  hereby 
authorizes  the  Manager  of  Utilities  to  sign  and  execute  said 
Modification  No.  4  for  and  on   behalf  of  the  City  and  County 
of  San  Francisco  and  this  Commission. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
McKoe,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12,87V- 

WHEREAS 9  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED^  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  here- 
by approve  the  terms  and  conditions  of  said  revocable  permit 
and  authorizes  the  execution  of  the  same  as  follows: 

To:    Stoneson  Development  Corporation,  San  Francisco 

Permit  for  temporary  use  of  a  portion  of  the  former 
Municipal  Railway  Right  of  Way,  South  San  Francisco,  for  the 
purpose  of  a  truck  haul  road,  extending  from  the  intersection 
of  said  right  of  way  with  Grand  Avenue  extension  northerly 
approximately  4,000  foot. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


863rd  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  OCTOBER 
20,  1952. 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw.  B.  Baron  and  Donald  A.  Cameron. 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  minutes  of  the  862nd  regular  meeting  of  the 
Commission  held  October  14,  1952  were  approved. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 874— 

RESOLVED'  That  the  Rules  and  Regulations  Governing  Water 
Service  to  Coftsumers  as  approved  and  adopted  August  1Z|»  1933* 
with  subsequent  revisions,  be  and  the  same  are  hereby  amended  in 
the  following  particulars: 

SECTION  2-Rule  2-7?Meter  Tests'*  is  hereby  amended  to  read  as 
follows: 

Rule  2.  Meter  Tests.    If  a  consumer  questions  the 
accuracy  of  the  meter  supplying  his  premises,  or  the  premises 
for  which  he  is  paying  the  bills,  the  Department  will,  upon 
written  request,  test  the  meter.    Not  more  than  one  test  will  be 
made  on  a  meter,  at  the  request  of  the  consumer,  in  any  twelve 
(12)  month  period,  unless  the  consumer  deposits  with  the  De- 
partment a  fee  of  one  (1)  dollar  for  each  additional  test  with 
in  the  twelve  (12)  month  period.      If  the  meter  is  found  to  be 
registering  more  than  two  percent  in  excess  of  the  actual 
quantity  of  water  passing  through  it,  another  meter  of  proven 
capacity  will  be  substituted  therefor  and  the  fee  of  one  (l) 
dollar  if  deposited  will  be  returned,  together  with  the  over- 
charge based  on  the  correct  meter  readings,  and  said  overcharge 
nay  be  allowed  for  a  period  of  not  to  exceed  twelve  (12)  months 
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last  preceding  the  test,  or  as  much  of  the  said  twelve  (12) 
months  as  the  consumer  had  been  paying  bills  on  the  fast  meter. 
The  consumer,  if  he  so  requests  when  applying  for  the  test 
will  be  notified  as  to  the  time  of  the  test,  and  may  witness 
the  test  if  he  so  desires. 

(2a).  If  the  mter  tests  more  than  two  percent  under  the  actual 
quantity  of  water  passing  through  it,  another  meter  of  proven 
capacity  will  be  substituted  therefor,  and  consumer  will  be 
billed  for  all  undercharges  for  a  period  of  twelve  (12)  months 
last  precelng  the  test,  or  as  much  of  the  said  twelve  (12) 
months  as  the  consumer  had  been  paying  bills  on  the  slow  meter. 
The  fee  of  one  (1)  dollar  if  deposited  will  be  credited  against 
any  additional  billing  on  account  of  the  slow  meter,  but  not 
part  of  the  fee  may  be  applied  against  any  other  bills  for 
water  supplies. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12. 87^-- 

RESOLVED'  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution,  authorizing  acceptance 
of  deed  from  Avansino,Mortensen  and  Co.,  to  a  water  pipe  line 
easement,  in  area  0.201  acre,  more  or  less,  required  for  the 
Sunset  Supply  Line,  San  Mateo  County,  and  that  the  sum  of 
&610.00  be  paid  for  said  parcel  from  Appropriation  No.  98-975- 

59- 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.876— 

RESOLVED '  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  8- Inch  Cast  Iron  Mains  and  In- 
stallation of  Pumping  Equipment  in  the  Mt. 
Davidson  Area-San  Francisco  Water  Department 
Specification  No.  607A 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities  of 
work  to  be  performed  as  set  forth  in  the  related  specifications 
for  the  Public  Utilities  Commission  of  the  City  and  County  of 
San  Francisco,  be  and  the  same  is  hereby  awarded  to 

San  Francisco  Water  Department 
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they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Twenty  Five  Thousand  Eight  Hundred  Nine 
Dollars  and  Fifty  Cents  ($25, 809,50)  said  sum  being  the  total 
price  for  the  lowest  bid  submitted  on  the  basis  hereinabove 
stated. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 

BE  IT  FURTHER  RESOLVED,  that  the  Commission  hereby  requests 
the  Controller  to  allot  funds  in  amount  '£25,809.50,  in 
Appropriation  No.  66-955-OO,  to  provide  for  certification  of 
SFWD  Contract  No.  607A, 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

-.-RESOLUTION  NO.  12. 877-- 

RESOLVSD,  That  this  Commission  hereby  grants  permission 
to  Clinton  Construction  Co.,  contractor  under  Airport  Contract 
No.  130-Cons true t ion  of  Terminal  Building  at  the  San  Francisco 
Airport,  to  substitute  California  Cut  Stone  and  Granite 
Works  as  subcontractor  under  said  Contract  No.  130,  in  lieu  of 
Raymond  Granite  Co. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.878— 

RESOLVED'  That  this  Commission  rejects  all  bids  received 
October  8,  1952,  for  the  leasing  of  that  certain  V&ter  Depart- 
ment property,  consisting  of  4.56  acres,  situated  in  the  County 
of  San  Mateo,  fronting  on  Junipero  Serra  Boulevard. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.879— 

RESOLVED'  That  the  following  work  to  be  performed  for  the 
Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco  in  pursuance  of  the  Charter  of  said  City  and  County, 
to-wit: 

Construction  of  a    Street  Lighting  System 
on  Sacramento  Street,  Van  Ness  Avenue  to 
Fillmore  Street-BLH&P  Contract  No.  117 

be  and  the  same  is  hereby  awarded  to  Fred  Johnson  Electric 


8193 


Company,  the  lowest  regular  and  responsible  bidder,  for  the 
sum  of  il9,879.00. 


And  all  other  bids  for  the  work  are  hereby  rejected.  Funds 
for  the  work  are  available  in  Appropriation  No.  263-530-46. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.880-- 

RESOLVED '  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  mnager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof ,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in    payment  of  claims  against  the  Municipal  Railway, 
as  follows: 


Claimant 

Non-litigated  settlements 
Oliver  M.  Richardson 
Harry  Miroyan 
Adina  V.  Rosen 
Rosa  Pisani 
Anastasia  Be  Sinchuck 
Adjusting  Appropriation  in  settlement  of  claim  of 
Department  of  Public  Health 

Appropriation  No.  265-804-OI 


Date  of  Accident 

October  1,  1952 
August  16,  1952 
July  16,  1952 
August  8,  1952 
August  8,  1952 


Settlement 


150.00 
350.00 
314.60 
375.00 
400.00 

-2.10 


I  1.^87.50 


PRIOR  YEARS 


Eva  Petersen 
Minie  Lee  Mc  Graw 
Lena  Battaglia 
Lillian  E.  Tracy 


February  2,  1952 
April  4,  1952 
November  lb,  1951 
October  27,  1951 


$  200.00 
700.00 
400.00 
1,000.00 


Litigated  settlements 

Minnie  Reese  (Mun0Crt. #304091)  June  13,  1952 

Jean  Maguire        ??        414&34  February  15,1951 

Bertha  Vranizan  January  3,  1952 

Albina  Rossello  December  29,  1950 
Adjusting  Appropriation  in  settlement  of  claim  of 
Department  of  Public  Health 

Appropriation  No.  265-804-02 


750.00 
400.00 
750.00 
1,250.00 

2.10 

I  5.ZL52.10 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following r esolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.88l~ 

RESOL VED *  That  in  accordance  with  the  recommendations  of 
the  rtoiager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  12- Inch  Cast  Iron  mins  from  17th 
and  Eureka  Streets  to  Congo  and  Joost  Avenue, 
SFWD  Specification  No.  6ll 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Callahan  Construction  Co. 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  af oresaidat  One  Hundred  Fifty  Thousand  Two  Hundred  Six 
Dollars  ($150,206,00)  said  sum  being  the  total  price  for  the 
lowest  bid  submitted  on  the  basis  hereinabove  stated. 

BE  IT  FURTHER  RESOLVED    That  the  Commission  recommends 
and  hereby  requests  the  Controller's  approval  of  the  documents 
necessary  to  provide  funds  for  certification  of  the  above 
contract. 

AND  ALL  OTHER  BIDS  for  the  above  described  work  are 
hereby  rejected* 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.882— 

RESOLVED*  That  this  Commission  approves  Contract  Payment 
Recommendation    in  amount  $59,526.90,  in  favor  of  Mf  and  K. 
Corporation  and  Associated  Pipeline  Welders,  Inc.,  under 
SFWD  Contract  No.  602R-Laying  30"  Steel  Sutro  min  from  7th 
and  Clarendon  Avenues  to  Stanyan  and  Frederick  Streets. 

On  motion  of  Commissioner  Swanson*  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.88V- 

RESOLVED'  That  this  Commission  hereby  requests  the  Con« 
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trollerfs  certification  of  the  following: 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$5,000.00,  from  Appropriation  No.  98-94I-OQ- Water  Bond  Fund- 
Construction,  to  credit  of  Appropriation  N0.  98-94O-56,  to 
provide  funds  for  office  engineering  on  plans  and  specifica- 
tions for  Alameda  Creek  Siphon  No.  2. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $17,4.32.09,  under  Appropriation  No.  192-O54-OO,  in 
amount  $4,083,22,  and  under  Appropriation  No.  192-057-OO,  in 
amount  $13,348.87,  being  administration  expense  and  field 
engineering  and  inspection  on  the  Cherry  Valley  Dam  Project 
for  period  ending  December  31>  1952. 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $987.90,  from 
Appropriation  No.  164-214-CO,  to  credit  of  Appropriation  No. 
164-216-OO  and  from  this  appropriation,  to  credit  of  Appro- 
priation No.  166-216-64,  to  provide  transfer  from  Airport  to 
Water  Department,  funds  necessary  for  maintenance  of  auto 
equipment* 

Municipal  Railway  Request  for  Allotment.*  in  amount  $75^000.00, 
under  Appropriation  No.  265-804-O2,  Passenger  and  Damage 
Claims,  Prior  Years,  second  quarter  of  fiscal  year. 

Municipal  Railway  Request  for  Allotment  in  amount  $71,250.00, 
under  Appropriation  No.  265-804-Ol-Passenger  and  Damage  Claims, 
Current  Year,  second  quarter  of  fiscal  year. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 884— 

RESOLVED*  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities,  the  contract  for 

Reconstructing  Roof  at  24th  and  Utah  Shops, 
Municipal  Railway  Contract  No.  424 

a  public  work  to  be  performed  on  the  basis  of  a  lump  sum  price 
submitted  and  regularly  on  file  for  the  work  to  be  performed 
as  set  forth  in  the  related  specifications  for  the  Public 
Utilities  Commission  of  the  City  and  County  of  San  Francisco, 
be  and  the  same  is  hereby  awarded  to 

Lewis  J.  Mc  Dermott 

he  being  the  lowest  regular  and  responsible  bidder  for  the  work 

-8196- 


aforesaid  at  Three  Thousand  Ten  Dollars  ($3,010.00)  said  sum 
being  the  total  price  for  the  lowest  bid  submitted  on  the 
basis  hereinabove  stated, 

BE  IT  FURTHER  RESOLVED'  That  the  Commission  recommends  and 
hereby  requests  the  Controller's  approval  of  the  documents 
necessary  to  provide  funds  f or~certif ication  of  the  above 
contract. 

And  all  other  bids  for  the  above  described  work  are  here- 
by rejected. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.885-- 

WHEREAS,  the  following  employees  have  retired  or  are 
about  to  retire  from  the  service  of  the  City  and  County  of  San 
Francisco,  having  served  in  various  capacities  for  in  excess  of 
twenty-five  years  on  the  Hetch  Hetchy  Project;  and 

WHEREAS f  the  Public  Utilities  Commission  recognizes  the 
valuable  service  these  employees  have  rendered  the  people  of 
San  Francisco  while  employed  on  the  Hetch  Hetchy  Project: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  in  behalf  of  the  people  of  the  City  and  County  of 
San  Francisco  in  recognition    of  their  long  and  faithful  ser- 
vice, by  this  resolution  expresses  to  these  employees,  its 
best  wishes  for  a    long  and  happy  life  and  the  assurance  of 
its  appreciation  of  work  well  performed;  and 

BE  IT  FURTHER  RESOLVED,  That  the  Secretary  be  and  he  is 
hereby  to  prepare  copy  of  resolution  for  presentation  to  each 
of  the  following  employees: 


Service 


James  V.  Mitchell 

26 

years 

Thomas  E.  O'Donnell 

31 

?? 

Ed,  Anderson 

26 

?» 

Walter  B.  Blank 

32 

n 

Earle  L.  Morris 

28 

it 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.886-- 

RESOLVED'  That  to  permit  more  study  as  to  its  advantageous 
use,  this  Commission  hereby  requests  the  Director  of  Property 
to  postpone  sale  of  that  certain  Water  Department  parcel,  in 
area    1.98  acres,  being  portion  of  the  old  Alameda  Pipe  Line, 
from  Dumbarton  Lane  to  rtirsh  Road,  adjoining  the  Sweeny  Ranch 
Subdivision,  said  sale  being  approved  under  Public  Utilities 
Commission  Resolution  No.  12, 713 »  adopted  August  11,  1952. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.887-- 

RESOLVED,  That  this  Commission  hereby  approves  the  execu- 
tion by  the  City  and  County  of  San  Francisco,  through  this 
Commission,  of  that  certain  proposed  contract  submitted  to 
this  Commission,  with  United  Air  Lines,  Inc.,  providing  for 
additional  architectural  work  and  providing    for  plans  for 
certain  structural  changes  on  Pier  C  in  connection  with  the 
new  terminal  at  the  San  Francisco  Airport,  which  architectural 
employment  contemplates  the  sum  of  Seven  Thousand  Dollars 
($7,000.00)  and  which  sum  under  said  proposed  contract  is  to  be 
contributed  by  said  United  Air  Lines,  Inc.;  and 

3E  IT  FURTHER  RESOLVED'  That  the  Manager  of  Utilities  is 
hereby  authorized  to  execute  for  and  on  behalf  of  the  City 
and  County  of  San  Francisco  and  this  Commission  said  proposed 
contract. 


THEREUPON  THE  MEETING  ADJOURNED. 


\ 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 

864th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  OCTOBER 

27,  1952. 

**************************************** 


Present:    Commissioners  Victor  S.  Swanson,  Sam  Mc  Kee, 
Edw.  B.  Baron  and  Donald  A.  Cameron. 

Vice  President  Victor  S.  Swanson  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  minutes  of  the  863rd  regular  meeting  of  the 
Commission  held  October  20,  1952  were  approved. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.888— 

WHEREAS'  the  following  employees  have  retired  from  the 
service  of  tfte  City  and  County  of  San  Francisco,  having  served 
in  the  F&rket  Street  Railway  and  or  the  Municipal  Railway,  in 
excess  of  twenty-five  years;  and 

WHEREAS^  the  Public  Utilities  Commission  recognizes  the 
valuable  servi  ce    these  employees  have  rendered  the  people  of 
San  Francisco  while  employed  by  said  r^rket  Street  Railway  and 
or  the  Municipal  Railway: 


THEREFORE,  BE  IT  RESOLVED ^  That  the  Public  Utilities 
Commission  in  behalf  of  the  people  of  the  City  and  County  of 
San  Francisco  in  recognition  of  their  long  and  faithful  ser- 
vice, by  this  resolution,  expresses  to  these  employees,  its 
best  wishes  for  a    long  and  happy  life  and  the  assurance  of  its 
appreciation  of  work  well  performed;  and 

BE  IT  FURTHER  RESOLVED*  That  the  Secretary  be  and  he  is 
hereby  directed  to  prepare  a    copy  of  resolution  for  presenta- 
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tion  to  each  of  the  following  employees: 


Employee  Service 

Benjamin  E.  Weimer  28  years 

John  Williams  38  years 

James  R.  Gardner  31  years 

Patrick  P.  Altieri  26  years 

John  T.  Baptista  35  years 

Joseph  Sabato  35  years 

Andrew  Emil  Tanner  25  years 

Fred  C.  Tribou  25  years 

Samuel  Whitehead  20  years 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
He  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12,889— 

WHEREAS,  the  San  Francisco  Airport  normally  receives 
electric  power  from  The  Pacific  Gas  and  Electric  Company's 
Millbrae  Plant  and  in  event  of  a  failure  in  this  supply, ^re- 
quirements are  met  from  a  standby  source;  and 

WHEREAS,  a  failure  has  occurred  in  the  cable  which  pro- 
vides standby  source  of  power;  and 

WHEREAS,  it  is  imperative  that  repairs  be  made  to  this 

cable  immediately,  since  any  failure  in  the  normal  power 

supply  would  render  practically  all  airport  facilities  in- 
operative; and 

WHEREAS,  restoration  of  full  electric  service  to  the 
San  Francisco  Airport  is  of  such  an  emergency  that  time  will 
not  permit  of  the  preparation  of  plans  and  specifications  and 
the  calling  of  bids: 

NOW^THEREFORE,  BE  IT  RESOLVED '  That  in  consonance  with 
Section  46,  Chapter  10,  Article  2  of  the  Municipal  Code,  time 
not  permitting  of  the  calling  of  bids  for  repairs  to  damaged 
cable,  to  minimize  possible  loss  of  revenues  to  the  City  and 
County  of  San  Francisco  through  suspension  of  air  line  opera- 
tions and  to  safeguard  the  lives  and  property  of  the  citizens 
of  said  City  and  County,  this  Commission  hereby  declares  the 
existence  of  an  emergency  and  the  Onager  of  Utilities  be  and 
he  is  hereby  directed  to  take  such  steps  as  are  necessary  to 
provide  for  necessary  repairs  to  said  damaged  cable;  and 

BE  IT  FURTHER  RESOLVED'  That  the  Controller  is  hereby 
requested  to  certify  funds  in  an  estimated  amount  of  $1,500. (X) 
to  provide  for  said  emergency  repairs, 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12,8qO— 

RESOLVSD'  That  the  effective  date  for  Amended  Schedule 
of  Rates,  Pares  and  Charges  of  the  Municipal  Railway  for 
School  Tickets,  approved  under  Public  Utilities  Commission 
Resolution  No.  12,852,  is  hereby  fixed  as  of  12:01  A.M., 
November  1,  1952, 

On  motion  of  Commissioner   Mc  Kee>  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,8q1— 

RESOLVED,  That  this  Commission  approves  all  non-civil 
service  and  temporary  appointments  and  removals  made  by  the 
Onager  of  Utilities  for  the  month'   of  September,  1952'  and 

BE  IT  FURTHER  RESOLVED j  that    report  of  said  appointments 
and  removals  be  transmitted* to  the  Civil  Service  Commission 
and  to  the  Controller. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.8Q2-- 


RESOLVED '  That  this  Commission  hereby  requests  the 
Mayor  to  recomftiend  to  the  Board  of  Supervisors  supplemental 
appropriation  of  funds  in  amount  f?850.00-Ketch  Hetchy  Project 
Operating  Fund,  to  provide  for  purchase  of  one  Snow  Removal 
Blade. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.8QV- 

RESOLVED    That  this  Commission  approves  and  hereby  re- 
quests the  Controller's  certification  of  Modification  of  Con- 
tract in  amount  '"220. 69,  under  Municipal  Railway  Contract  No. 
377-Alterations  of  Geary  Offices,  contractor,  Martinelli  Con- 
struction Co.,  covering  the  following: 

Remove  existing  linoleum  floor  in  Room  21 9  and  cover 
entire  floor  area  with  asphalt  tile  in  accordance  with 
Section  110.01  of  the  specifications. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12,894— 

RESOLVED'  That  this  Commission  approves  and  hereby  re- 
quests the  Controller's  certification  of  Modification  of  Con- 
tract^ in  amount  $645^00,  under  Airport  Contract  No,  130-Con- 
struction  of  Terminal  Building,  San  Francisco  Airport,  con- 
tractor, Clinton  Construction  Co.,  covering  the  following: 

Furnish  and  install  four  junction  boxes  in  sidewalk 
of  ramp  and  connect  with  1??  galvanized  rigid  steel  con- 
duit on  ceiling  of  ground  floor  to  panelboards  AF  and 
BG;  furnish  and  install  1"  galvanized  rigid  steel  con- 
duit run  exposed  on  ceiling  of  basement  from  existing 
panelboards   AB  and  BB  to  front  of    building;  stub 
conduit  through  existing  foundation  wall  and  cap  for 
future  extension. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  I2.89S-- 

WHEREASf  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,    as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED '  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

Henry  Doelger  Builder  Incorporated 
Daly  City,  California 

Permit  for  access  to  Lake  Merced  Boulevard  from  Westlake 
Subdivision  No.    5-Daly  City,  said  access  being  opposite 
Glenwood  Avenue  of  the  said  Subdivision. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 896— 

WHEREAS '  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
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a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after set  forth: 

THEREFORE,  ^E  IT  RESOLVED'  That  the  Public  Utilities 
Commission  of  the  City  end  Couftty  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Co. 

Permit  for  a  pole  line  anchor  within  a  portion  of  the 
former  Municipal  Railway  right  of  way  opposite  the  intersection 
of  Angus  and  Huntington  Avenues,  San  Bruno,  San  Mateo  County. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.897— 

WHEREAS '  the  General  Manager  and  Chief  Engineer  of  the 
San  Franc isc6  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permits  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED*  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permits 
and  authorizes  the  execution  of  the  same  as  follows: 

To:  A.  D.  Lewis,  Jr.  -  Centerville,  Alameda  County 

James  M.  Nunes  -  Niles,  Alameda  County 

Permit  to  occupy  portions  of  the  25  foot  strip  of  land 
adjoining  the  north  line  of  the  Southern  Pacific  Railway 
right  of  way  between  Niles  and  Centerville,  Alameda  County, 
consisting  of  0,43  and  O.48  of  an  acre  respectively  for 
gardening  and  weed  control  purposes. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 898-- 

RESOLVED .  That  on  recommendation  of  the  mnager  of 
Utilities,  the  General  mnager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to  draw 
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warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  claims  against  the  Municipal  Railway, 
as  follows: 


Claimant    CURRENT  YEAR 
Non-litigated  settlements 

Winifred  M.  Mc  Grath 
James  Tufts, II 
Laura  Nielsen 
Robert  Trent 
Joseph  Hooper 


Date  of  Accident 


August  14,  1952 
August  11,  1952 
July  30,  1952 
September  22,  1952 
August  l8,  1952 


Appropriation  No.  265-804-OI 


Settlement 


250.OO 
215.31 
400.00 
250.OO 


1,305^4 


PRIOR  YEARS 
Catharina  Cadonau 
Esola  Menicucci 
Ardelia  Clayborn 
Anna  Alberstrom 

Litigated  settlements 
Amarilla  Bromley 
Lulu  V.  Brunsing 

Judgments: 
Luther  B.  Proctor 


May  28,  1952 
my  20,  1952 
January  21,1952 
May  21,  1952 


November  29,1951 
July  27,  1951 


September  3,  1950 

David  A.  Jackson 

Appropriation  N^3  265-804-02 


950.00 
750*00 
650.OO 
835.IO 


4,000.00 

3,000.00 


1,500.00 
plus  interest 
November  28,  1951  176.57 


fill. 861. 67 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 899— 

RESOLVED'  That  this  Commission  approves  plans  and  specifi- 
cations and  hereby  authorizes  call  for  public  bids  for  the 
following: 

SFWD  Contract  No.  633-Replacement  of  the  Niles  Reservoir 
Roof,  near  Niles,  Alameda  County. 

BLH&P  Contract  No.  120-Modernization  of  Street  Lighting 
System  on  Valencia  Street,  from  r&rket  Street  to  Mission 
Street* 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.900-- 

RESOLVED.  that  this  Commossion  approves  expenses  in  an 
estimated  amount  of  $50.00,  to  be  incurred  by  the  City  Attorney, 
in  taking  of  deposition  at  the  Preston  School  for  Boys  at 
lone,  California,  in  the  action  of  Theresa  v.  Liuzza  vs  City 
and  County  of  San  Francisco-Municipal  Railway,  Superior  Court 
Action  No.  381969. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.301— 

RESOLVED^  That  this  Commission  hereby  requests  the 
Controller's  certification  of  the  following: 

Airport  Request  for  Additional  Allotment  in  amount  $1,500.00 
under  Appropriation  No.  193-056-OO,  to  provide  funds  for 
engineering  work    orders  in  connection  with  plans  and  speci- 
f ications-1949  Bond  Fund,  for  period  ending  December  31,1952. 

Airport    Request  for  Additional  Allotment  in  amount  $107.25, 
and  in  amount  $250.00,  to  provide  for  preliminary  expense 
and  legal  fees  and  expenses  in  connection  with  sale  of 
$1,000,000.00  of  1949  Airport  Bonds. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $110.00,  under  Appropriation  No.  192-550-02-2,  to 
supply  funds  for  work  order  issued  to  Operative  Fund  for  in- 
stallation of  special  mounting  brackets  required  under  con- 
tract No.  255- Installation  of  Mobile  Radio  Equipment-Cherry 
River  Project. 

Hetch  Hetchy  Project  Request  for  Allotment  in  amount  $19,000. 
under  Appropriation  No.  268-870-OO,  to  provide  for  payment  of 
tax  bills  due  in  November,  1952. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

■ — RESOLUTION  NO.  12.Q02— 

RESOLVED'  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions   and  approves  Certificate  of  Acceptance  and  Final  Payment 
in  amount  $2,025«00,  in  favor  of  Cleveland  Wrecking  Company  of 
Cincinnati,  under  Airport  Contract  No.  146-Construction  of 
Addition  to    Concourse  Building  at  San  Francisco  Airport, 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,    the  following  resolution  was  adopted  unanimously: 

-^RESOLUTION  NO.  I2.9OV- 

RESOLVED'  That  this  Commission  approves  Traveling  Expense 
Voueher  in  amount  $14,57,  expenses  of  Geo.  M.  Dixon,  mnager 
and  Chief  Engineer  San  Francisco  Airport,  month  of  September, 
1952,  covering  conferences  with  officials  of  the  United  Air 
Lines  and  Pan  American  Air  Lines. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.904— 

RESOLVSD*  That  in  accordance  with  the  recommendation  of 
the  PHnager  of  Utilities,  the  contract  for 

Constructing  I^intenance  Shop  for  Itinerant 
Aircraft  at  San  Francisco  Airport,  Airport 
Department  Contract  No.  147, 

a  public  work  to  be  performed  on  the  basis  of  a    lump  sum 
price  submitted  and  regularly  on  file  for  the  work  to  be  per- 
formed as  set  forth  in  the  related  specifications  for  the 
Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  be  and  the  same  is  hereby  awarded  to 

Hart  and  Hynding,  Inc. 
San  Francisco,  California 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  One  Hundred  Six  Thousand  Five  Hundred  and 
Twelve  Dollars  and  no  cents  ($106,532 #00)  said  sum  being  the 
total  price  for  the  lowest  bid  submitted  on  the  basis  herein- 
above stated. 

AND  BS  IT  FURTHER  RESOLVED*  That  the  Commission  recom- 
mends and  hereby  requests  the  Controller's  approval  of  the 
documents  necessary  to  provide  funds  f or~certif ication  of  the 
above  contract. 

AND  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12, 905— 

RESOLVED*  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  execution  of  Water  Department 
agricultural  lease,  as  follows: 

Merced  Rosales  of  Niles,  covering  1-1/2  acres,  being  portion 

of  the  Niles  Canyon  Lands,  Vallejo  Mills  Tract, 
for  period  of  one  year,  commencing  January  1,  1952»  at  a 
rental  of  ^240.00. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12,906— 

RESOLVED^  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution  confirming  amendment  to 
Pish  Hatchery  Lease  at  Moccasin,  said  amendment  being 
necessary  to  conform  said  lease  to  the  present  State  statute 
regarding  indemnity  to  be  furnished  by  State  of  California  as 
lessee. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.QQ7-- 

RESOLVED*  That  this  Commission  hereby  requests  the 
Director  of  Property,  in  cooperation  with  the  City  Attorney, 
to  represent  this  Commission  in  submission  to  the  City 
Planning  Commission  of  the  City  and  County  of  San  Francisco 
an  application  for  the  rezoning  of  that  certain  land  under 
the  jurisdiction  of  the  Water  Department,  known  as  the  Balboa 
Reservoir  Tract,  at  Ocean  Avenue,  approximately  four  acres  in 
extent,  in  which  is  included  the  so-called  "Phelan  Loop" 
utilized  by  the  Municipal  Railway,  so  that  the  same  may  be 
zoned  in  its  entirety  for  commercial  purposes. 


THEREUPON  THE  MEETING  ADJOURNED  * 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


865th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  NOVEMBER 

3>  1952. 


Present:  Commissioners  Victor  S,  Swanson,  Sam  Mc  Kee,  Edw.  B. 
Baron  and  Donald  A .  Cameron. 

Vice  President  Victor  S.  Swanson  presided. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  minutes  of  the  864th  regular  meeting  of  the  Com- 
mission held  October  27,  1952  were  approved. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.Q08~- 

RESOLVED'  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  specifi- 
cations; approves  Modification  of  Contract  in  credit  amount 
of  $79,902.79*  being  the  difference  between  certified  estimated 
contract  and  actual  performance;  approves  Certificate  of 
Acceptance  and  Pinal  Payment  in  amount  $92,661.18,  in  favor  of 
Lowrie  Paving  Co.,  under  Airport  Contract  No.  132-Paving 
Aprons  and  Taxiways,  other  Grading,  Paving,  Drainage  and 
Electrical  Work  at  San  Francisco  Airport. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.9OQ-- 

RES0LVSD9  That  portions  of  the  following  resolutions 
heretofore  adopted,  relative  to  settlement  of  claims  against 
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the  Municipal  Railway,  be  and  the  same  are  hereby  rescinded: 


Resolution  Nn.  Claimant  Amount         Appro.  No. 

11.042-9/25/50  Alma  Stegmeler  $250,00  065-804-02 

11.324-1/22/51  Helen  Bodnenko  311.00  065-804-03 

11.624-5/21/51  Wong  H.  Foo  56.OO  065-804-03 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously; 

—RESOLUTION  NO.  I2,Q10— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City   and  County  of  San  Francisco  does 
hereby  approve  the  terms  and  conditions  of  said  revocable  per- 
mit and  authorizes  the  execution  of  the  same  as  follows: 

To:    James  A.  Virruso-12  Dexter  Place,  Millbrae,  California. 

Permit  to  occupy  a  portion  of  San  Francisco  V&ter  De- 
partment's right  of  way;  said  portion  consisting  of  the  easter- 
ly half  of  Lot  44,  Block  6,  Meadow  Glen  Subdivision,  Millbrae, 
for  the  purpose  of  maintaining  a  domestic  garden/ 

BE  IT  FURTHER  RESOLVED'  That  certain  permit  issued  t6 
J.  William  Cook  by  Public  Utilities  Corftmission  Resolution 
9081,  dated  July  19,  1948,  for  use  of  said  portion  of  Lot  44, 
Block  6,  Meadow  Glen  Subdivision,  is  hereby  revoked. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner' 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NOr  IP, Oil,-* 

RESOLVED,  That  in   accordance  with  the  recommendations  of 
the  Manager  of  Utilities,  the  contract  for 

Cherry  River  Project-Installing  Mobile 
and  Base  Station  Radio  Equipment-HHWS 
Contract  No,  255 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
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submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Hetch  Hetchy  Water  Supply,  Power  and 
Utilities  Engineering  Bureau 

it  being  the  lowest  regular  and  responsible  bidder  for  the  work 
aforesaid  at  One  Thousand  One  Hundred  and  Eighty-five  Dollars 
and  no  cents  ($1,185.00)  said  sum  being  the  total  price  for 
the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

BE  IT  FURTHER  RESOLVED'  That  the  Commission  recommends 
and  hereby  requests  the  Controller's  approval  of  the  docu- 
ments necessary  to  provide  funds  for  certification  of  the 
above  contract. 

And  all  other  bids  for  the  above  described  work  are  hereby 
re  ject ed . 

On  motion,  of Commissioner  Barp£,  seconded  by  Commissioner 
He  Kee,  the  f oliowii^^^^^oyQ rafe adpjpted  unanimously: 

RESOLVED^  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  speci- 
fications; approves  Modification  of  Contract  in  amount 
$110.60,  being  the  credit  difference  between  certified  esti- 
mated contract  and  actual  performance;  approves  Certificate 
of  Acceptance  and  Final  Payment  in  amount  $5,340.30,  in  favor 
of  Fred  T.  Fairey,  under  SFWD  Contract  No.  615-Laying  l6?? 
Cast  Iron  l^ins  from  Harold  and  Bruce  Avenues  to  Rolph  and 
Athens  Streets, 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.i2.9i>- 

RESOLVED*  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  speci- 
fications and  hereby  approves  Certificate  of  Acceptance 
and  Final  Payment  in  amount  $4,720.00,  in  favor  of  running 
and  Whitaker,  Inc.,  under  BLH&P  Contract  No,  110-Construction 
of  Street  Lighting  System  in  Mission  Street  from  Silver 
Avenue  to  Geneva  Avenue. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  12.914— 


RESOLVED'  That  on  recommendation  of  the  Manager  of 
Utilities,  th£  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  claims  against  the  Municipal  Railway,as  follows: 


Claimant     CURRENT  YEAR 
Margaret  Anderson' 
Airport  Limousine  Co. 
Harvey  L.  Lawson 

Leon  M9  Peterson  October  3 

Verta  B.  Warren  August  3, 

Mary  Louise  Ross  August  1, 

Appropriation  No.  265-804-OI 

PRIOR  YEARS 

Beatrice  Castro 

Antionette  Castro-minor 

Jim  Coger 

C.  C.  Coger 

Viola  Coleman 

Elizabeth  Peiser 

Henriette  M.  Peiser 

Mary  Lois  Soto 

Horace  G.  Foster 

Beatrice  L.  Jameson 

Mollie  Kaplan 
Litigated  settlements 

Gina  Tancho 

Charles  Barnett 

Firemen ?s  Ins. Co.  of  Newark 

Mary  Miller 
Judgments: 

Arthur  F.  Howell 


Date  of  Accident 
September  10,  1952 
August  25,  1952 
September  2,  1952 
1952 
1952 
1952 


May  14,  1952 
May  14,  1952 
March  8,  1952 
March  8,  1952 
June  20,  1952 
March  23,  1952 
March  23,  1952 
November  14,  1951 


July  14,, 
June  10, 
November 


1952 
1952 
12,  1951 


October  25,  1951 
April  5,  1951 
February  7,  1950 
July  14,  1951 

June  8,  1951 


Settlement 
$  150.00 
IO7.94 

135-94 
137.00 

950.00 

450.00 

ft  1. 028. 88 

$  6,642.46 
115.00 
3,500.00 

544-97 
250.00 

6,550.00 

950.00 

214.13 

750.00 

135-53 
475.00 


1,365.00 
900.00 
598.56 

1,400.00 


Helen  Mc  Nulty 
Margaret  Helen  Alexander 
Joseph  Alexande  r 
Catherine  C.  Quinn 
Mary  Pavlovsky,  George  Pavlovsky 
and  George  Pavlovsky  dba  Crystal 
Wholesale  Fruit  Co.  May  16,  1951 


January  12,  1951 
August  29,  1951 
August  29,  1951 
February  1,  1952 


plus 


25,340.04 
interest 

854.05 
9,000.00 
3.408.87 
93.50 


471*50 


Appropriation  No.  265-804-02 


$63,558,6} 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.915-- 

RESOLVED8  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $l,68o.OO-Municipal  Railway  funds,  to  pro- 
vide for  compensation  of  one  B222  General  Clerk,  deleting  one 
B222.1  Car  House  Receiver,  reflecting  recent  reclassification 
of  position  by  the  Civil  Service  Commission. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.916— 

RESOLVED'  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution,  authorizing  acceptance  of 
deed  from  Pacific  Gas  and  Electric  Company,  without  expense 
or  cost  to  City  and  County  of  San  Francisco,  a  water  pipe 
line  easement  in  and  along  23rd  Street  (closed)  extending  from 
the  westerly  boundary  of  Louisiana  Street  (closed)  easterly  to 
a  point  8  feet  westerly  from  the  westerly  line  of  r^ssachusetts 
Street  (closed). 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.917— 

RESOLVED '  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following  Modifications  of 
Contract,  under  Airport  Contract  No.  130-Const ruction  of  Ter- 
minal Building  at  the  San  Francisco  Airport: 

Modification  No.  12-Compensation  for  additional  work 
incidental  to  changes  to  be  made  in  the  first  floor 
vestibules  at  the  entrance  to  the  patios  from  the 
North  and  South  Concourses  of  the  Terminal  Building, 
Drawing  Z-ll8 

Modification  No.  13-Compensation  for  additional  work 
incidental  to  changes  to  be  made  to  allow  for  the 
installation  of  four  future  baggage  lifts  in  the 
terminal  building-Drawing  S-123  $    374. 00 


$  838.OO 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,Ql8— > 

RESOLVED*  That  this  Commission  approves  the  following 
Airport  Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $329,802,73,  in  favor  of 
Clinton  Construction  Co,,  under  Airport  Contract  No.  130 
Construction  of  Terminal  Building. 

Contract  Payment  in  amount  $14,944. 54,  in  favor  of  Payne 
Construction  Co.,  under  Airport  Contract  No.  134-Const ruction 
of  Approach  Light  System  Trestles  at  Airport. 

Contract  Payment  in  amount  $22,437.74,  in  favor  of 
Morris  Daley,  under  Airport  Contract  No.  139-Constructing 
Service  Building  at  Airport. 

Contract  Payment  in  amount  $3,663,92,  in  favor  of  Lowrie 
Paving  Co.,  under  Airport   Contract  No.  142-Reconstructing 
Aprons  at  Hangars  1-2-3-4,  San  Francisco  Airport, 

Contract  Payment  in  amount  $4,734.68,  in  favor  of  Lowrie 
Paving  Co.,  under   Airport  Contract  No.  140, Constructing 
Approach  Lighting  for  Runways  19L  and  28L  and  Related  Work 
at  Airport. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION    NO.  12,919-- 

RESOLVED*  That  this  Commission  approves  plans  and  speci- 
fications and  hereby  authorizes  call  for  public  bids  for  the 
work  of  Municipal  Railway  Contract  No.  409-Reconstructing 
Cable  Car  Tracks  and  Pavement  on  Powell  Street. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.Q20— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Airport  Request  for  Additional  Allotment  in  amount  $313,14, 
under  Appropriation  No.  264-Hl-OO,  to  meet  emergency  require- 
ments in  Field  Service,  Communications,  Maintenance  and 
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Janitorial  staffs  as  a  result  of  emergencies,  sickness  of 
employees  where  service  is  on  a  24-hour  -  7  days  Per  week 
operation. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$2,964.26,    from  Appropriation  No.  266- 500-OO-Addit ions  and 
Betterments,  to  credit  of  Appropriation  No.  266-50O-OO-II, 
to  pay  proportionate  cost  as  property  owner  for  improvements 
levied  by  the  City  of  Millbrae. 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$28.16,  under  Appropriation  No.  265-801-OO,  to  provide  for 
deficiency  in  accident  compensation. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

~ "RESOLUTION  NO.  12.q2L~ 

RESOLVED'  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  6- Inch  and  8- Inch  Cast  Iron  Mains 
in  Los  Palmos  Drive  and  in  Phelps  Street-SFWD 
Specification  No.  636 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San   Francisco,  be  and  the  same  is  hereby  awarded  to 

E.  J.  Treacy 

he  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Ten  Thousand  Nine  Hundred  Forty  Three 
Dollars  and  Sixty  Cents  ($10,943.60)  said  sum  being  the  total 
price  for  the  lowest  bid  submitted  on  the  basis  hereinabove 
stated. 

BE  IT  FU  RTHSR  RESOLVED t  That  the  Commission  recommends 
and  hereby  requests  the  Controller's  approval  of  the  documents 
necessary  to  provide  funds  for  certification  of  the  above 
contract. 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 
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On  motion  of  Commissioner  He  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

^pgSOLUTI0N,NQ.  &3gg~ 

RESOLVED'  That  this  Commission  approves  and  hereby  re- 
quests the  Controller's  certification  of  Modification  of 
Contract  in  amount  $14*000*00  (United  Air  Lines  to  contribute 
$7,000,00),  contractor,  w.  P.  Day,  for  Architectural  Services 
on  Terminal  Building,  San  Francisco  Airport,  covering  the 
following: 

Redesign  roof  area  of  all  one-story  portions  of 
Concourse  Piers  B-C-D-E,  so  as  to  be  able  to  ac- 
commodate a  future  second  story. 

Extend  plans  for  first  story  over  presently 
planned  roof  area  at  outer  end  of  Concourse  Pier 
C. 

Modify  first  floor  plan  of  outer  end  of  Pier  C 

by  rearranging  the  rooms  and  spaces  about  as  shown 

on  United  Air  Lines  Drawing  No,  8-1258* 

Redesign  Concourse  Piers  B-C-D-E,  to  provide  a 
400  volt,  3  phase  power  supply  system  for  use  of 
aircraft  to  be  parked  adjacent  to  the  concourse 
piers. 

Redesign  Concourse  Piers  B-C*D-E,  to  provide  an 
adequate  flexible  telephone,  telegraph  and  com- 
munications system. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO,  12.92^ 

RESOLVED'  That  this  Commission  approves  and  recommends 
to  the  Board  6f  Supervisors,  waiver  of  the  Statute  of  Limita- 
tions in  connection  with  a  suit  proposed  to  be  filed  for 
night  shift,  overtime  and  holiday  work  alleged  to  have  been 
performed  for  the  Municipal  Railway  by  certain  individuals  in 
the  J66  Classification  during  the  period  July  1,  1947 
June  30,  1950,  as  follows: 

Alfored  w.  He  Qua id 

Robert  N.  Scholnick 

Edward  L.  Perry 

George  T.  White. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


866th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  NOVEMBER 

10,  1952. 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw.  Be  Baron  and  Donald  A.  Cameron, 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron*  the  minutes  of  the  865th  regular  meeting  of  the  Com- 
mission held  November  3>  1952  were  approved. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.924— 

RESOLVED'  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $48.00,* 
being  the  credit  difference  between  certified  estimated  con- 
tract and  actual  performance;  approves  Certificate  of  Ac- 
ceptance and  Pinal  Payment  in  amount  $13,452.00,  in  favor  of 
Roy  Madsen,  under  SFWD  Contract  No8  623-Construction  of  Metal 
Bin  Type  Retaining  Wall  near  Station  1734-Bay  Division  Pipe 
Line  No.  3, 

On  motion  of  Commissioner  Baron^  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 925— 

RESOLVED'  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  credit  amount 
S25I.OO,  being  the  credit  difference  between  estimated  contract 
and  actual  performance;  approves  Certificate  of  Acceptance 
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and  Pinal  Payment  in  amount  $15, 780*46,  in  favor  of  Michael 
Murphy,  under  SPUD  Contract  No.  6l8-Laylng  l6M  Cast  Iron  Mains 
in  Ulloa  Stroet  and  34th  Avenue, 

On  motion  of  Commissioner  Mc  Kee*  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  l?.Q?6-.~ 

RESOLVED    That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  15128. 85-Hetch  Hetchy  Project  Operating  Fund, 
to  provide  for  payment  of  retroactive  wages  and  pension 
allowance,  Court  Order,  in  the  case  of  Mouille  et  al  vs.  City 
and  County,  Superior  Court  Action  No.  405086. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  N0»  12.Q27-- 

RESOLVSD'  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $1,166,96,  Airport  Funds,  to  credit  of 
Appropriation  No.  264-III-OO,  to  provide  for  balance  of 
fiscal  year,  Allowance  for  Overtime,  Personnel  Services. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.Q28— 

RESOLVED '  That  this  Commission  hereby  requests  the  Con- 
trollers certification  of  Modification  of  Contract  in 
amount  $39.05*  under  Airport  Contract  No.  140-Cons tract ing 
Approach  Lighting  for  Runways  19L  and  28L,  contractor,  Lowrie 
Paving  Co.,  covering  the  following: 

Compensation  for  installation  of  an  additional 
70  feet  of  5,000  volt  cable  to  be  coiled  in 
pullbox  FP  20. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 929— 

RESOLVSD'  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $13, 320,00,  in  favor  of  Ralph  A. 
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Bell  and  Associates,  under  HHWS  Contract  No.  235-Cherry  River 
Project-Diversion  Tunnel  and  Power  Terminal  Stub* 

Contract  Payment  in  amount  $22, 681,77,  in  favor  of  C.  A. 
Gossett  and  Sons,  under  HHWS  Contract  No,  250A-Camphouse  and 
Cottages  at  Damsite-Cherry  River  Project, 

Contract  Payment  in  amount  $29,115.30,  in  favor  of  Crocker 
First  National  Bank  of  San  Francisco  as  assignee  for  KleinSmid 
Construction  Co,,  under  HHWS  Contract  No.  23oDE-Construction 
of  Access  Road-Early  Intake  to  Cherry  Valley  Damsite. 

Contract  Payment  in  amount  $54,496.43*  in  favor  of  United 
Concrete  Pipe  Corporation,  under  HHWS  Contract  No,  240-Con- 
structing  Steel  Plate  Liner  and  P&nifold  at  Oakdale  Portal. 

Contract  Payment  in  amount  $92,936.97,  in  favor  of  Pipe 
Linings,  Inc.,  under  HHWS  Contract  No.  251-Relining  San  Joaquin 
Pipe  Line  No,  1-San  Joaquin  River  to  Tesla  Portals 

Contract  Payment  in  amount  $11,294.10,  in  favor  of  Martinelli 
Construction  Co.,  under  Municipal  Railway  Contract  No,  377* 
Remodeling  Offices  at  Geary  Carhouse. 

Contract  Payment  in  amount  $l,o8o,00,  in  favor  of  Geo.  E. 
Brayer,  under  Municipal  Railway  Contract  No.  360-Outer  Mission 
ubstation. 

Contract  Payment  in  amount  $702.90,  in  favor  of  Abbett  Electric 
Co.,  under  Municipal  Railway  Contract  No.  423-Rel oca ting  Poles 
and  Feeders  at  Valencia  and  Market  Streets. 

Contract  Payment  in  amount  $l6,5*5*26?  in  favor  of  Eaton  and 
Smith,  under  Municipal  Railway  Contract  No.  41 2-Re cons true ting 
Cable  Car  Tracks  on  Jackson,  Washington  and  Steiner  Streets* 

Contract  Payment  in  amount  $2,520.00,  in  favor  of  Fred  Johnson 
Electric  Co.,  under  BLH&P    Contract  No.  Ill-Construction  of 
Street  Lighting  System  in  Kezar  Drive,  Lincoln  Way  to  3rd 
Avenue  to  Waller  and  Stanyan  Streets. 

Contract  Payment  in  amount  $8,064.00,  in  favor  of  Fred  Johnson 
Electric  Co.,  under  BLH&  P  Contract  No.  114-Construction  of 
Street  Lighting  System  in  Sacramento  Street  from  Fillmore 
Street  to  Arguello  Blvd. 

Contract  Payment  in  amount  $1,666.67,  in  favor  of  rfermion 
Mills,  for  services  as  a  transportation  expert  and  co-ordinator 
for  Municipal  Railway  operations-month  of  October,  1952. 
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Contract  Payment  in  amount  $6,156.00,  in  favor  of  John  Helzer, 
under  SPWD  Contract  No.  629-Gathering  and  Delivering  Walnut 
Crop  on  Sunol  Walnut  Orchard. 

Contract  Payment  in  amount  |6l, 970,40,  in  favor  of  M  and  K 
Corporation  and  Associated  Pipeline  Welders,  under  SFWD  Con- 
tract No.  602R-Laying  30?9  Steel  Sutro  min  from  7th  and 
Clarendon  Avenues  to  Stanyan  and  Frederick  Streets. 

Contract  Payment  in  amount  $10, 070.06,  in  favor  of  E.  T.  Haas 
Co.,  under  SFWD  Contract  No.  546-Cons true t ion  of  Bay  Crossing 
Pipelines  No.  1  and  No,  2  Cross  Connections  at  Newark  and 
Redwood  City. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--.RESOLUTION  NO.  12.9^0— 

RESOLVED ft  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

m 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$50, 000. 00- under  Appropriation  No.  265-804-02,  to  provide  for 
payment  of  Passenger  and  Damage  Claims,  Prior  Years. 

Bureau  of  Light,  Heat  and  Power  Request  for  Additional  Allot- 
ment, in  amount  $1,162.19,  under  Appropriation  No,  263-214-63- 
mintenance  and  Repair  of  Structures. 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $19. 54, from 
Appropriation  No.  193-057-00, to  credit  of  Appropriation  No. 
196-904-57,  in  amount  $7.53  and  to  credit  of  Appropriation  No. 
196-903-57,  in  amount  $12.01,  for  liquidation  of  service  order 
for  transportation  charges  on  a  mileage  basis  of  Airport  autos 
used  on  construction  projects 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  ^1,185,00,  under  Appropriation  No.  192-550-02-2,  to 
provide  for  certification  of  Contract  No.  255,  Cherry  River 
Project- Installing  Mobile  and  Base  Station  Radio  Equipment. 

Ketch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $1,700.00,  under  Appropriation  No.  268-350-OO-Food- 
stuffs  in  amount  $1,500,00  and  under  Appropriation  No.  268- 
200-00-Contractual  Services,  to  provide  for  encumbrances  of 
December,  1952* 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

-RESOLUTION  NO.  12. Wl— 

WHEREAS,  at  the  election  of  November  4,  1952,  there  was 
submitted  to  the  electorate  of  the  City  and  County  of  San 
Francisco,  a  bond  issue  in  the  sum  of  $6,620,000,00,  to  pro- 
vide for  the  modernization  and  rehabilitation  of  the  Municipal 
transit  system;  and 

WHEREAS,  the  electorate  voted  158,025  in  favor  of  said 
issue  and  95,007  against;  and 

WHEREAS,  in  advance  of  said  election,  time  did  not  permit 
of  proper  and  sufficient  information  to  the  public  concerning 
the  merits  of  the  bond  issue;  and 

WHEREAS    all  four  metropolitan  newspapers,  the  Budde 
Publications,  The  Citv-County  Record  and  many  other  newspapers 
and  periodicals  indorsed  said  bond  issue  without  qualifica- 
tion; and 

WHEREAS,  the  great  majority  of  civic  improvement  organi- 
zations then  supported  and  continue  to  support  said  bond 
issue: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Board  of  Supervisors 
be  and  it  is  hereby  requested  to  prepare  the  necessary  legis- 
lation for  re-submission  to  the  voters    of  a  bond  issue  in 
said  amount  of  $6,620,000.00,  for  the  modernization  and  re- 
habilitation of  the  Municipal  transit  system;  and 

BE  IT  FURTHER  RESOLVED'  That  the  Board  of  Supervisors 
be  and  is  hereby  requested  to  place  on  the  November,  1955, 
ballot,  or  any  other  ballot  preceding  such  election  said  bond 
issue  in  the  sum  of  $6,620,000,00;  and 

BE    IT  FURTHER  RESOLVED,  That  the  Board  of  Supervisors 
be  and  is  hereby  requested  pursuant  to  its  present  policy  to 
give  first  position  on  the  ballot  to  said  issue. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  r esolutio  n  was  adopted  unanimously: 

--RESOLUTION  NO. 12.^2— 

RESOLVED^  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $2,965,60,  Water  Department  funds,  to  pro- 
vide funds  for  extra  work  in  excess  of  10%  of  amount  of  SFWD 
Contract  No,  54^*"Cross  Connections  at  Newark  and  Redwood  City 
on  the  Bay  Crossing  Pipe    Linos  No.  1  and  No.  2« 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. Q^— 

RESOLVED*  That  this  Commission  accepts  the  work  as  satis- 
factorily completed    in  accordance  with  plans  and  specifica- 
tions and  hereby  approves  Certificate  of  Acceptance  and  Pinal 
Payment  in  amount  $3,549.51,  in  favor  of  mhoney  Electric  Co,, 
under  3LH&P  Contract  No.  1 13-C ons true t ion  of  Street  Lighting 
System  in  Phelan  Avenue,  Ocean  Avenue  to  Flood  Avenue. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12.?^4 — 

RESOLVED'  That  this  Commission  rejects  as  being  excessive 
in  amount  for  the  work  contemplated  to  be  performed,  all  bids 
received  November  5>  195^»  for  the  work  of  SFWD  Contract  No. 
634- Excavating  Test  Pits  at  Summit  Reservoir  Site  in  San 
Francisco. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
He  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12, SB5— ■ 

RESOLVED'  That  this  Commission  approves  the  plans  and 
specif icationS  and  hereby  authorizes  call  for  public  bids  for 
the  following: 

SFWD  Contract  No,  628-Laying  of  8- Inch 
Cast  Iron  r^ins  in  Dore  Street  south  of 
Howard  Street    and  in  Industrial  and  Boutwell 
Streets, 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12,Q^6~- 

RE SOLVED1  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  execution  of  Water  Department 
agricultural  leases,  as  follows : 

L.  J.  Dutra-Irvington,  Alameda  County,  covering  773  acres, 
more  or  less,  of  which  425  acres  are  tillable,  being  portion 
of  Parcel  31  and  Parcel  32>  San  Mateo  County  Lands,  commencing 
November  1,  1Q52»  for  a  five  year  period,  at  an  annual  cash 
rental  of  .4, 000. 00. 

E.  0.  Wool,  Santa  Clara,  covering  160  acres,  more  or  less, 
being  certain  tracts  in  Township  5  South,  Range  1  East,  MDB&M 
for  five  year  period,  commencing  November  1,  1952,  at  an  annual 
cash  rental  of  $440.00. 


THEREUPON  THE  MEETING  A DJOURNED, 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


867th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  NOVEMBER 
17,  1952. 

*************************************************** 


Present:    Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw.  B.  Baron,  and  Donald  A#  Cameron. 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  minutes  of  the  866th  regular  meeting  of  the  Com- 
mission held  November  10,  1952  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 9^7— 

WHEREAS    the  time  allowance  for  performance  of  Bureau  of 
Light, Heat  and  Power  Contract  No.  109-Construction  of  Street 
Lighting  System  on  Monterey  Boulevard,  from  Ridgewood  Avenue  to 
San  Anselmo  and  Santa  Clara  Avenues,  Geo.  P.  Brayer,  contractor 
as  extended  under  Public  Utilities  Commission  Resolution  No. 
12,727,  of  August  18,  1952,  will  expire  November  14,  1952;  and 

WHEREAS*  the  contractor  has  been  unavoidably  delayed  in 
completion  of  the  work  by  other  contractors  and  by  the  car- 
penters9 strike;  and 

WHEREAS  contractor  has  prosecuted  his  work  diligently, 
but,  due  to  above  conditions,  will  be  unable  to  complete  the 
work  within  the  extended  contract  time: 

NOW,  THEREPORS ,  BE  IT  RESOLVED,  That  this  Commission 
extends  for  a    period  of  90  calendar  days  to  February  12,  1953, 
the  time  allowance  for  completion  of  work  required  under 
Contract  No.  109  and  liquidated  damages  on  account  of  delay 
are  hereby  waived. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO, 

WHEREAS,  0.  J.  Parker,  Country  Meterman,  San  Francisco 
Water  Department,  has  retired  from  the  service  of  the  City  and 
County  of  San  Francisco  after  serving  the  Spring  Valley  Water 
Company  and  the  San  Francisco  Water  Department  for  a  period  of 
thirty-five  years;  and 

WHEREAS'  in  the  performance  of  his  duties,  in  his  contacts 
with  the  public,  his  fellow  employees  and  the  heads  of  depart- 
ments, he  has  earned  their  respect  and  admiration;  and 

WHEREAS,  the  Public  Utilities  Commission  recognizes  the 
valuable  service  Mr.  Parker  has  rendered  the  people  of  San 
Francisco  while,  employed  by  the  said  Spring  Valley  Water 
Company  and  the  San  Francisco  Water  Department: 

THEREFORE ,  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission on  behalf  of  the  people  of  the  City  and  County  of  San 
Francisco,  in  recognition  of  his  long  and  faithful  service,  by 
this  resolution  expresses  to  Mr.  Parker,  its  best  wishes  for  a 
long  and  happy  life  and  the  assurance  of  its  appreciation  of 
work  well  performed;  and 

BE  IT  FURTHER  RESOLVED'  That  the  Secretary  be  and  he  is 
hereby  directed  to  prepare  a  copy  of  this  resolution  for  pre- 
sentation to  Mr,  0.  J.  Parker. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  IZmSSQt" 

WHEREAS ,  the  following  employees  of  the  Municipal  Railway 
have  retired  from  the  service  of  the  City  and  County  of  San 
Francisco  after  serving  the  Market  Street  Railway  and  or  the 
Municipal  Railway  for  a  period  of  twenty  five  years  or  more; 
and 

WHEREAS,  the  Public  Utilities  Commission  recognizes  the 
valuable  service  these  employees  have  rendered  the  people  of 
San  Francisco  while  employed  by  said  Market  Street  Railway  and 
or  the  Municipal  Railway: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  on  behalf  of  the  people  of  the  City  and  County  of 
San  Francisco,  in  recognition  of  their  long  and  faithful  ser- 
vice, by  this  resolution  expresses  to  these  employees,  its 
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best  wishes  for  a  long  and  happy  life  and  the  assurance  of 
its  appreciation  of  work  well  performed;  and 

BE  IT  FURTHER  RESOLVED    That  the  Secretary  be  and  he  is 
hereby  directed  to  prepare  a  copy  of  resolution  for  presenta- 
tion to  said  following  employees: 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12,940— 

WHEREAS    the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after set  forth: 

THEREFORE,  BE  IT  RESOLVED*  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:        Rose  Brothers,  Pleasanton,    Alameda  County 

Permit  to  occupy  a  portion  of  50  foot  well  strip  north 
of  the  Town  of  Pleasanton  consisting  of  I.03  acres  for  agri- 
cultural purposes. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


RESOLVED t  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $100,00,  expenses  of  0.  G*  Goldman, 
attending  the  Annual  Meeting  of  the  California  Section  of  the 
American  Water  Works  Association,  Pasadena,  California, 
October  28-November  1,  1952. 


Andrew  G.  Adair 

William  B.  Jenkins 

Otto  Carl  Kleist 

William  J .  O'Neill 

Freddie  L.  Willcox 

Spiros  D.  Koklas 

Warren  J.  Van  Matre 
John  J.  Giadoni 


Employee 


Service 

26  years 

38  years 

35  years 

37  years 

25  years 

31  years 

25  years 
35  years 


—RESOLUTION  NO.  I2.94I-- 
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Expense  Voucher  in  amount  $352.55,  expenses  of  Paul  F  .Fanning, 
attending  National  Safety  Council  Congress  and  Exposition, 
Chicago,  Illinois,  October  18-24*  1952. 

Expense  Voucher  in  amount  $4 .l8#  expenses  of  G.  M.  Dixon, 
covering  conference  with  Pan  American  Public  Relations  Director 
and  with  County  Enginner,  Los  Angeles  County. 

Expense  Voucher  in  amount  $2.60,  expenses  of  R.  E.  Smith, 
covering  conference  with  Bay  Area  Aviation  Committee. 

Expense  Voucher  in  amount  $13.05,  expenses  or  Robert  Rockwell 
covering  conferences,  month  of  October,  1952 »  with  Chambers 
of  Commerce,  Advertising  Club,  Radio  Stations,  Merchants 
Associations,  Improvement  Clubs. 

Expense  Voucher  in  amount  $11. 60,  expenses  of  Myles  W.  Smith, 
covering  conferences,  month  of  October,  1952  with  Chambers  of 
Commerce,  Airline  Meeting,  Exchange  Club,  Newspapers,  Merchants 
Associations. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. 942— 

RESOLVED f  That  on  recommendation  of  the  Manager  of  Utili- 
ties, the  General  Onager  of  the  Municipal  Railway,  the  General 
Claims  Agent  thereof,  and  the  City  Attorney,  this  Commission 
approves  and  hereby  requests  the  Controller  to  draw  warrants 
against  such  funds  as  are  or  will  be  legally  available  in  pay- 
ment of  claims  against  the  Municipal  Railway,  as  follows: 


Claimant  CURRENT  YEAR  Date  of  Accident  Settlement 
Non-litigated  settlements 

Marguerite  Whelan  August  19,  1952  $  400.00 

Doris  &  Eugene  Isaeff  September  3,  1952  750.00 

Harriet  V.  Ryan  September  3,  1952  500.00 

Ruby  S.  Page  August  26,  1952  4^0.00 

Hazel  s.  Remington  October  20,  1952  908. 61 

Mary  Parent!  August  4,  1952"  550.OO 

H.  L.  Niles-dba  Niles  Auto. Co.  August  22,  1952  196.19 

me  Foreman  September  5,  1952  300.00 

Patricia  Ann  Rotkin  September  22,  1952  350.00 

Edward  E.  Murphy  October  28,  1952  333.27 

Judgment: 

Hazel  F.Foss,aka  Mrs.  H.O.Foss  August  14,  1952  49. 11 

Appropriation  N~.  265-804-OI  &4» 867*18 
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Claimant  PRIOR  YEARS 

Non-litigated  Settlements 
Catherine  F.  Howarth 
Vina  Coupe 
James  Albert  Leeper 
mrgaret  M.  Condon 
Frances  E*  Mc  Leod 
Doris  Casassa 

Litigated  Settlements 
Frank  P.  Musacchi 
Gladys  Nelson 

Verilene  Booth  aka  Verilene 
Boothe,  a  monor,  by  her 
guardian  ad  litem,  Clarence 
Boothe 

Bertha  E*  Geertz 

Henry  Fraenkel 

Judgments: 

Eunice  Hendon 

Joe  Laxague  aka  J. P .Laxague 


Date  of  Accident 

August  5,  I952 
March  17,  1952 
November  14#  195I 
Vebruary  25,  1952 
June  4#  1952 
February  2,  1952 


December  20,  1951 
August  20,  1951 


August  20,  I95I 
January  22,  1951 
June  27,  1951 


December  8,  1949 
June  18,  1952 


Settlement 

3,588.00 
705.50 

975.00 
1,000.00 

975.00 

21§.00 


400.00 
2,440.98 


1,207.38 

8,000.00 
1,500.00 


2,000.00 

8g»g8 


$23,093,14 


Appropriation  No.  265-804-02 
On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Cameron, the  following  resolution  signed  by  all  Commissioners 
on  November  14,  1952  was  ratified. 


—RESOLUTION  NO.  12. 94V- 

RESOLVED t  That  this  Commission  does  hereby  authorizes  and 
directs  the  I^nager  of  Utilities,  for  and  on  behalf  of  this 
Commission  and  the  City  and  County  of  San  Francisco,  to  execute 
that  certain  Modification  No,  5  t0  Agreement  between  City  and 
County  of  San  Francisco  and  Marmion  D.  Mills,  certified  to  by 
Controller  on  February  10,  1950,  submitted  to  this  Commission, 
covering  &n  extension  of  said  contract  effective  February  10, 
1950  for  a  period  of  one  year  from  and  after  the  15th  day  of 
November,  1952 •  providing  for  retainer  payments  and  for  pay- 
ments for  services  when  said  Marmion  D.  Mills  is  called  to 
San  Francisco,  and  contemplating  services  outlined  in  said 
original  contract  and  specified  in  said  Modification  No.  5. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.944— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
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troller'S  certification  of  the  following: 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$26.00,  from  Appropriation  No*  265-200-OO-Contractual  Services, 
to  credit  of  Appropriation  No.  274- 399-3> 3- Purchasing  Depart- 
ment • 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$500.00,  from  Appropriation  N0.  97-OOO-OO-Unal located,  to 
credit  of  Appropriation  No.  97^510-00-04,  to  provide  additional 
funds  for  moving  405  lockers  from  Mezzanine  Floor  and  returning 
same  af ter'building  remodeling  is  completed. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.945— 

RESOLVED.  That  this  Commission  approves  Contract  Payment 
Recommendation  in  amount  $73,025.06,  in  favor  of  Rothschild, 
Raff in  and  Weirick  and  Pacific  Bridge  Co.,  under  SFWD  Con- 
tract No.  588- Cons true tio  n    of  the  Lake  Merced  Pumping 
Station, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 946— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
£100. 00;  under  Airport  Contract  No,  142-Re const rue ting  Aprons 
at  H  angars  1-2-3-4*  covering  the  following: 

To  provide  compensation  for  the  additional  work  of 
relocating  one  fire  hydrant,  from  Station  S2457/E3* 
31  to  Station  S2*57/E3*14. 

On  motion  of  Commissioner  Swr ison,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

RESOLUTION  NO.  12.QZ17— 

RESOLVED,  That  this  Commission  approves  and  hereby  re- 
quests the  Controller's  certification  of  Modification  of  Con- 
tract, in  credit  amount  $37.50,  under  Municipal  Railway  Con- 
tract Noa  424-Reconstructing  Roof  at  24th  and  Utah  Shops,  con- 
tractor, L.  J.  Mc  Dermott,  covering  the  following: 

Delete  furnishing  and  installing  forty-five  ten  foot 
sections  and  twenty-five  one-half  sections  of  new  22 
guage  corrugated  galvanized  wrought  iron  sheets  and  in 
lieu  thereof  to  fabricate  and  install  corrugated  sheet 
metal  patches,  using  16  guage  corrugated  sheet  metal 
furnished  by  City-credit-$37«50. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously; 

—RESOLUTION  NO.  12.048-- 

RES0LV3D'  That  this  Commission  hereby  rejects  the  bid 
of  Louis  Renn&r,  the  only  bidder  for  that  certain  628  acres 
of  Airport  property  for  agricultural  purposes,  for  a  three 
year  period,  heretofore  advertised  by  the  Director  of  Property; 
and 

BE  IT  FURTHER  RESOLVED, That  this  Commission  hereby  re- 
requests  and  authorizes  the  Director  of  Property  of  the  City 
and  County  of  San  Francisco  to  advertise  to  lease  said  property 
for  a  one-year  period  for  a  biddable  cash  rental,  plus  25%  of 
all  crops,  plus  75  cents  per  acre  per  year  for  grazing  stubble, 
with  the  privilege  of  cutting  hay  between  the  runways  at  the 
Airport    to  be  included  in  the  25$  share  of  all  crops. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.QAQ-- 

RESOLVED '  That  this  Commission  hereby  approves  of  the 
issuance  of  a'revocable  permit  to  Trans  World  Airlines,  Inc., 
for  use  at  the  San  Francisco  Airport  of  an  area  of  28,500 
square  feet  immediately  east  of  Hangar  No.  4,  at  the  charges 
provided  for  under  the  current  schedule  of  rates  and  charges, 
in  the  amount  of  12,137,50  per  year  commencing  the  first  day 
of  January*  1953* 

THEREUPON  THE  MEETING  ADJOURNED. 


MINUTES 
Public  Utilities  Commission 


868th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  NOVEMBER 
24,  1952. 


Present:      Commissioners-  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw.  B.  Baron  and  Donald  A.  Cameron 

President  Oliver  M.  Rousseau  presided . 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  minutes  of  the  867th  regular  meeting  of  the 
Commission  held  November  17,  1952  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.950-- 

RESOLVED,  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution  authorizing  acceptance  of 
deeds  from  the  hereinbelow  named  parties,  to  a  water  pipe  line 
easement,  required  for  the  Sunset  Supply  Line,  in  San  Mateo 
County,  and  that  the  sums  set  forth  opposite  their  names  be 
paid  for  said  easement,  from  Appropriation  No.  98-975-59* 

A.  Noel  Damours  et  ux  $350.00 
A  strip  of  land,  20  feet  in  width,  containing 
O.064  acre,  near  Country  Club  Park  Subdivision. 

Michael  M.  Moreno  et  ux  215.OO 
A  strip  of  land,  20  feet  in  width,  containing 
O.039  acre,  near  Country  Club  Park  Subdivision, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.951— 

WHEREAS,  under  Municipal  Railway  Contract  No.  360-Outer 
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Mission  Substation,  George  F.  Brayer,  contractor,  was  required 
to  complete  all  contract  work  by  September  13>  195^;  and 

WHEREAS,  the  contractor  suffered  unavoidable  delay  in 
that  he  was  prevented  from  working  between  the  dates  of  August 
12,  1952,  and  September  2,  1952,  21  calendar  days,  as  a  result 
of  repairs  which  were  required  to  be  made  to  the  rectifier  unit 
furnished  by  the  City  for  installation  under  this  contract;  and 

WHEREAS,  said  contractor  suffered  further  unavoidable 
delay  from  September  25,  1952  through  October  28,  1952,  33 
calendar  days,  as  a  result  of  a  delay  by  the  Pacific  Gas  and 
Electric  Company  in  installing  the  required  metering  equipment: 

NOW,  THEREFORE,  BE  IT  RESOLVED'  That  the  contract  time  for 
performing  all  work  specified  under'Municipal  Railway  Contract 
No,  3^0,  be  and  is  hereby  extended  for  a  period  of  54  calendar 
days  until  November  6,  1962,  and  that  liquidated  damages  by 
reason  of  such  extension  are  hereby  waived. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.Q52-- 

WHEREAS,  by  the  terms  of  San  Francisco  Airport  Contract 
No.  142-Recons true ting  Apron  at  Hangars  1-2-3-4*  Lowrie 
Paving  Co.,  contractor,  was  to  have  completed  all  contract 
work  on  November  17,  1952;  an(3 

WHEREAs,  the  Contractor  has  experienced  unavoidable  delay 
in  that  he  has  been  ordered  to  relocate  one  fire  hydrant 
already  installed  in  accordance  with  the  contract  terms,  as  set 
forth  in  Modification  of  Contract  No*  1,  approved  by  this 
Commission  under  Resolution  No.  12,937,  dated  November  17,1952; 
and 

WHEREAS,  said  Contractor  has  ,  been  diligent  in  his  efforts 
to  complete  the  work  within  the  specified  contract  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  the  time  for  com- 
pleting all  work  under  San  Francisco  Airport  Contract  No.  142 
be,  and  is  hereby  extended  for  a  period  of  20  calendar  days 
to  December  7,  1952,  and  that  liquidated    damages  by  reason 
of  such  extension  are  hereby  waived. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.QRV- 

RESOLVED    That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  contract  modification  in  credit 
amount  $22.02,  under  Airport  Contract  No,  139-Construction  of 
Service  Building  at  the  San  Francisco  Airport,  contractor, 
Morris  Daley,  covering  the  following: 

Delete  292  feet  of  r?x3/45?xl/8n  angle  called 
for  in  conjunction  with  steel  window  sash. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  lP.QCtf— 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract,  in 
credit  amount  $44*339.18,  under  Airport  Contract  No.  130, 
Construction  of  Terminal  Building,  San  Francisco  Airport, 
contractor,  Clinton  Construction  Co.a  covering  the  following: 

Net  credit  covering  reduction  of  actual  length 
of  piling  driven  from  total  length  established 
in  contract  documents. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. gSH 

RESOLVED'  That  Resolution  No.  12076  and  Resolution  No. 
12336,  granting  permit  to  Veterans  Vending  Company,  for 
vending  machines  on  Municipal  Railway  property,  be  and  the 
same  are  amended  as  follows: 

Include  vending  of  gum  and  life  saver  mints 
at  locations  mentioned  in  above  resolutions, 
the  vending  of  candy  at  Elkton  Shops,  Calif- 
ornia Cable  Division  and  Washington-Mason 
Division. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.Q56-- 

RSSOLVED,  That  this  Commission  approves  all  non-civil 
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service  and  temporary  appointments  and  removals  made  by  the 
Manager  of  Utilities  for  the  month  of  October,  1952;  and 


BE  IT  FURTHER  RESOLVED,  That  report  of  said  appointments 
and  removals  be  transmitted  to  the  Controller  and  to  the  Civil 
Service  Commission. 

On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.Q57-- 

RESOLVED,  That  this  Commission  in  accordance  with  the 
recommendation  of  the  Manager  of  Utilities,  hereby  approves 
the  reports  of  Department  Heads  and  establishes,  in  accordance 
with  the  provisions    of  Section  128  of  the  Charter,  the  amount 
of  reasonable  annual  depreciation  for  the  fiscal  year  1952- 
1953  of  the  utilities  under  the  jurisdiction  of  the  Commission, 
as  follows: 

Reasonable  Annual 
Revised  Appraisal    Depreciation  Ex- 
of  Property  as  at    Pense-Fiscal  Year 
Department  June  ^0,1952  3352=1352 

Public  Utilities  Common. 

General  Office  $  13,210.09     $  329.94 

Bureau  of  Light, Heat  and 

Power  2,448,178.04  91,571.23 

San  Francisco  Airport  40,793,563.93  811,346.59 

Municipal  Railway  46,480,418.80  1,878,593.34 

Water  Department  89,300,327.55  948,787.58 

Hetch  Hetchy  Project  115.174.7^.52  1.694.892*79 

$294, 210 , 437 . 93  I5 , 425 , 521 47 

BE  IT  FURTHER  RESOLVED    That  the  hereinabove  departments 
are  hereby  authorized  to  effect  necessary  entries  upon  its 
books  to  record  the  revised  appraisal  and  thereafter,  pending 
subsequent  appraisals  or  revisions  to  be  made  by  this  Com- 
mission in  accordance  with  Charter  provisions,  to  provide  for 
recording  of  additions  to,  and  deductions  from  said  appraisals 
or  revisions  and  for  depreciation  expense  for  succeeding  fis- 
cal years  in  amounts  to  be  recommended  by  Department  Heads, 
the  Manager  of  Utilities  and  approved  by  the  Public  Utilities 
Commission. 
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On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. 958-- 

RESOLVED,  That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $2,136.75,  Airport  Funds,  to  provide  for 
the  period  August  7,  1952,  to  December  31,  1952,  for  rates  of 
compensation  of  the  Fire  Department  at  the  San  Francisco  Air- 
port, as  provided  in  Ordinance  No,  7491*  approved  September 
17,  1952. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. 959-- 

RESOLVED'  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $5»8oO.OO,  Airport  Funds,  to  provide  for 
purchase  of  two  Ford  Station  Wagons,  equipped  with  two-way 
radio,  to  be  used  by  the  Field  Service  Division  at  the  San 
Francisco  Airport. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.960— 

RESOLVED   That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  S7,299»04-Municipal  Railway  funds,  to 
provide  for  retro-active  wages    andpensions,  to  Geo.  W. 
Evington,  for  the  period  from  June  20,  1945  to  December  JI, 
1951,  in  accordance  with  ruling  in  Superior  Court  Case  Noc 
350614  -  W.  D.  Kenney  et  al  vs.  Francis  P.  Walsh,  et  al. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.Q6I— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifications 
approves  Certificate  of  Acceptance  and  Final  Payment  in  amount 
$3,470.50,  in  favor  of  Fred  Johnson  Electric  Co.,  under  BLH&P 
Contract  No.  Ill-Construction  of  Street  Lighting  System  in 
Kezar  Drive,  Lincoln  Way  and  Third  Avenue  to  Waller  and  Stanyan 
Streets. 
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On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.Q62-- 

RESOLVED    That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities,  the  contract  for 

Replacement  of  the  Niles  Reservoir  Roof 
Near  Niles,  Alameda  County*  SFWD  Specifi- 
cation No,  633 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions of  the  Public  Utilities  Commission  of  the  City  and  County 
of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Herbert  E.  Ellis 

he  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Forty  Two   Thousand  Eight  Hundred  and  Eighty 
Two  Dollars  and  Sixty  Cents  ($42,882.60)  said  sum  being  the 
total  price  for  the  lowest  regular  bid  submitted  on  the  basis 
hereinabove  stated, 

BS  IT  FURTHER  RESOLVED'  That  the  Commission  recommends 
and  hereby  requests  the  Controller's  approval  of  the  documents 
necessary  to  provide  funds  for  certification  of  the  above 
contract. 

And  all  other  bids  for  the  above  described  work  are  here- 
by rejected. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12, 96V- 

RESOLVED*  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities,  the  contract  for 

Reconstructing  Cable  Car  Tracks  and 
Pavement  on  Powell  Street-Municipal 
Railway  Contract  No.  409 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities  of 
work  to  be  performed  as  set  forth  in  the  related  specifications 
for  the  Public  Utilities  Commission  of  the  City  and  County  of 
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San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Eaton  and  Smith 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Pirty  Four  Thousand  Eight  Hundred  and  Twenty- 
Eight  Dollars  and  no  cents  ($54,828.00)  said  sum  being  the 
total  price  for  the  lowest  bid  submitted  on  the  basis  herein- 
above stated, 

BE  TT  FURTHER  RESOLVED'  That  the  Commission  recommends 
and  hereby  requests  the  Controller's  certification  of  the  docu- 
ments necessary  to  provide  funds  for  certification  of  the 
above  contract. 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— r RESOLUTION  NO  .  12. 964— 

RESOLVED,  That  in  accordance  with  the  recommendations  of 
the  mnager  of  Utilities,  for  construction  of  a  street  light- 
ing system,  the  contract  for 

Modernization  of  Street  Lighting  System  on 
Valencia  Street,  Market  Street  to  Mission 
Street-BLH&P  Contract  No.  120 

a  public  work  to  be  performed  on  the  basis  of  lump  sum  price 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be    and  the  same  is  hereby  awarded  to 

Tanning  and  Whitaker, Inc. 

it  being  the  lowest  regular  and  responsible  bidder  for  the  work 
aforesaid  at  Fifteen  Thousand  Three  Hundred  and  Eighty-Two 
Dollars  ($15,382.00)  said  sum  being  the  total  price  for  the 
lowest  bid  submitted  on  the  basis  hereinabove  stated. 

BE  IT  FURTHER  RESOLVED    That  the  Commission  recommends 
and  hereby  requests  the  Controller's  approval  of  the  documents 
necessary  to  provide  funds  for  certification  of  the  above 
contract. 

And  all  other  bids  for  the  above  described  work  are  hereby 
re jected* 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  12.965— 

RESOLVED*  That  on  recommendation    of  the  Manager  of  Utili- 
ties, the  General  Onager  of  the  Municipal  Railway,  the  General 
Claims  Agent  thereof,  and  the  City  Attorney,  this  Commission 
approves  and  hereby  requests  the  Controller  to  draw  warrants 
against  such  funds  as  are  or  will  be  legally  available  in  pay- 
ment of  claims  against  the  Municipal  Railway, as  follows: 


Claimant     CURRENT  YEAR 
Non-litigated  settlements: 

Herbert  C.  Belben,  Jr. 

John  J.  Goldberg 

Aldo  Vogliazzo 

City  of  Daly  City 

Lena  Mayer 

Frank  Mc  Laughlin 

Pee  P.  Leong 

E.  Robert  Penrose 

Lulu  Fox 

Mina  B.  Higgins 

Gordon  C,  Cameron 

Borden's  Dairy  Delivery  Co. 

P.  T.  Coleman 

Leah  Meblin 


Date  of  Accident 

November  12,  1952 
October  16,  1952 
September  3,  1952 
October  22,  1952 
August  25,  1952 
September  25,  1952 
November  1,  1952 
November  7,  1952 
October  20,  1952 
August  18,  1952 
November  12,  1952 
August  10,  1952 
October  29,  1952 
August  13,  1952 


Appropriation  No.  265-804-OI 
PRIOR  YEARS 
mrgaret  Harris  June  18,  1952 

mrgaret  M  &  Gilbert  H.Parker-March  21,1952 
U.  S.  Navy  and  Hartford  Fire  Ins.Co*-December  18, 

1951 


Mary  Trueb 
Harriet  M.  Hayward 
Cora  V.  Bellingall 

LITIGATED  SETTLEMENTS 


December  14,  1951 
June  17,  1952 
December  11,  1951 


Settlement 

$  172.95 
145.21 
2,500.00 
352.80 
200.00 
200.00 
160.60 
400 cOO 
300*00 
450,00 
192.42 
250000 
360  o  01 
500.00 

$  6,l8^.QQ 


200 „ 00 
750.00 

1,314.90 

350.00 

150.00 
3,000.00 


Petrina  Aiello 
Lemuel  D.  Sanderson 
Robert  L.  Soper 


August  1,  1951 
May  16,  1946 
November  1,  1947 


Appropriation  No.  265-804-O2 


5,000.00 
2,000.00 
2.500,00 

Sl5,264.Q0 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.Q66-- 

RESOLVED'  That  this  Commission  hereby  approves  the 
following  Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $5,639.94*  in  favor  of  Michael 
Murphy,  under  SFWD  Contract  No.  604-Piping  Alterations  for 
Central  Pumps  Station. 

Contract  Payment  in  amount  $833.33,  in  favor  of  Marmion  D. 
Mills,  for  services  as  a  transportation  expert  and  coordina- 
tor for  operations  of  the  Municipal  Railway,  for  period  of 
November, 1-15,  1952, 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.967— 

RESOLVED"  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
^75.00, "under  Municipal  Railway  Contract  No.  424-Recon- 
structing  Roof  at  24th  and  Utah  Streets,  contractor,  L.  J. 
Mc  Dermott,  covering  the  following: 

Furnish  and  install  on  wood  fire  wall  on  top  of  east  parapet 
wall  of  center  bay — 5    squares  of  30  lb  asphalt  saturated 
felt,  adequately  applied  to  sheathing  on  fire  wall:  5  squares 
of  87  lb  mineral  surfaced  roofing  hot  mopped  * 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  1P.Q&8— 

RESOLVED,  That  public  hearing  be  conducted  at  Public 
Utilities  Commission  meeting  room-282  City  Hall,  San  Fran- 
cisco, California,  commencing  at  5»00       on  Monday,  December 
15,  1952>  130  consider  the  adoption  of  a  schedule  of  rates  to 
be  charged  by  the  Public  Utilities  Commission  to  private 
consumers  and  departments  of  the  City  and  County  of  San 
Francisco  using  electric  energy. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 969— 

RESOLVED'  That  this  Commission  approves  the  following 


-8238-^ 


'I 


Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  321.50,  covering  expenses  of  H,  E, 
Lloyd,  mnager  and  Chief  Engineer-Hetch  Hetchy  Project,  for 
conferences  at  Moccasin,  O'Shaughnessy  Dam  and  Cherry  Valley, 
September   27-28,  1952,  between  U.  S.  Army  Engineers  and 
representatives  of  the  Hetch  Hetchy  Project. 

Expense    Voucher  in  amount  $100,00,  expenses  of  H.  C,  Medbery, 
Water  Department  Purification  Engineer,  attending  the  Calif- 
ornia Section-American  Water  Works  Association  Conference, 
October  28-November  1,  1952,  Pasadena,  California. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.970— 

RESOLVED >  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$9 ..00,  from  Appropriation  No.  266-804.-OO,  to  credit  of  Appro- 
priation No.  266-890-OOs  to  account  as  loss  conterf eit  curren- 
cy received  by  the  Department. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$96.00,  from  Appropriation  No.  266-300-00,  to  credit  of 
Appropriation  No.  274- 399-33- 33-Purchasing  Department. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $273.00,  under  Appropriation  No.  268-900-02-Services 
of  Other  Departments. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $250.00,  under  Appropriation  No.  268-200-00,  to  pro- 
vide for  deficiency  in  contractual  services. 

Bureau  of  Light,  Heat  and  Power  Request  for  Additional 
Allotment,  under  Appropriation  No.  263-300-OO,  to  provide 
for  deficiency  in  materials  and  supplies  appropriation. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.Q71— 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following  Credit  Modifica- 
tions of  Contract,  under  Airport  Contract  No.  130-Con- 
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struct! on  of  Terminal  Building  at  the  San  Francisco  Airport, 
contractor,  Clinton  Construction  Co, 

Modification  No.  19,  in  credit  amount  $226.00,  providing  for 
modification  of  cab  design  details  of  Elevator  No.  7  so  as  to 
conform  to  space  limitations. 

Modification  No.  22  in  credit  amount  $66.00,  deleting  furni- 
shing and  installing  channel  guides  on  six  windows  on  first 
story  where  Venetian  blinds  are  to  be  installed;  marble  to  be 
installed  in  this  location  shall  be  revised  so  as  to  fill  the 
void  left  by  omission  of  channels  and  to  from  the  reveals. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.Q72-- 

RESOLVEDs  That  this  Commission  hereby  authorizes  and 
directs  the  Manager  of  Utilities  to  execute  for  and  on  behalf 
of  this  Commission  and  the  City  and  County  of  San  Francisco, 
and  subject  to  the  approval  of  the  City  Attorney,  a  contract 
with  Board  of  State  Harbor  Commissioners  for  San  Prancisco 
Harbor,  providing  for  service  by  the  Municipal  Railway  on  a 
proposed  route  comprising  Line  No,  82  (motor  coach  service) 
from  Third  and  King  Streets,  adjacent  to  the  Southern  Pacific 
Terminal,  on  the  route  to  Mission  Rock  area  and  return,  as 
designated  by  the  nap  attached  hereto  and  submitted  to  this 
Commission;  and 

BE  IT  FURTHER  RESOLVED'  That  such  contract  shall  provide 
for  service  on  said  line  from  Monday  through  Saturday  (with  the 
exception  of  holidays)  by  a  single  bus^  at  schedules  con- 
templating service  at  not  less  than  15-minute  intervals;  for 
indemnification  by  said  Board  of  State  Harbor  Commissioners 
in  favor  of  the  City  and  County  of  San  Prancisco  in  the  maxi- 
mum sum  of  Seventeen  Thousand  Three  Hundred  Dollars  (§16,300,) 
annually  while  said  contract  is  in  effect,  from  the  inception 
or  during  any  period  of  renewal,  covering  any  losses  in  the 
operation  of  the  service;    and  for  retention  by  this  Commission  an 
and  the  City  of  all  revenue.  Said  contract  shall  be  for  a 
period  extending  from  the  date  of  installation  of  service 
until  July  1,  1953. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.?7>- 

WHEREAS"  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  of  the  City  and  Couftty  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    City  of  South  San  Francisco,  c/o  Charles  E.Randlett 
Works  Engineer,  City  of  South  San  Francisco,  South 
San  Francisco 

Permit  to  install  a  storm  drain  and  a  sanitary  sewer 
across  the  San  Andres  54n  p*Pe  L*ne  right  of  way,  adjacent 
to  Ponderosa  Road,  South  San  Francisco. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.Q7A— 

RESOLVED,  That  this  Commission  hereby  authorizes  the 
Manager  of  Utilities  to  execute  that  certain  State  of  Calif- 
ornia, Department  of  Public  Works,  Division  of  Highways 
Utilities  Agreement  No.  54!3>  under  the  general  provisions  of 
which,  the  State  will  remove  portions  of  the  Water  Depart- 
ment's existing  aqueduct  to  permit  installation  of  culverts 
near'Rosewarnes  Undercrossing  in  Niles  Canyon,  Alameda  County; 
State  does  not  reimburse  City  for  value  of facilities  removed, 
because  existing  aqueduct  and  appurtenances  are  not  presently 
being  use;  if,  however.  City  does  in  the  future  rehabilitate 
the  aqueduct  to  the  south  and  west  of  point  of  removal, 
State  agrees  to  reimburse  City  an  amount  equal  to  actual  cost 
of  new  facilities. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.975— 

WHEREAS,  the  first  phase  of  modernization  of  the  Munici- 
pal Railway  of  San  Francisco  has  now  been  completed  under  the 
able  guidance  of  Mar mi on  D.  Mills,  Consultant  to  the  Public 
Utilities  Commission;  and 

WHEREAS,  this  progressive  step  toward  providing  the 
public  with  greatly  improved  transportation  has  been  achieved 
with  a  minimum  of  delay  and  inconvenience  with  resulting  good 
public  relations;  and 

WHEREAS,  staff  reorganization,  sound  planning  and  fa re 
adjustments  recommended  by  Marmion  D.  Mills  has  now  placed 
the  Municipal  Railway  of  San  Francisco  on  a  self-supporting 
basis; 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  hereby 
expresses  its  heartiest  thanks  to  Marion  D.  Mills  for  work 
well  done,  as  well  as  for  the  expedition  with  which  it  was 
done;  and 

BE  IT  FURTHER  RESOLVED,  That  this  resolution  shall  be 
spread  upon  the  minutes  of  the  Public  Utilities  Commission 
and  that  a  copy  of  said  resolution  shall  be  prepared  by  the 
Secretary  and  presented  to  Marmion   D.  Mills  as  a  memento  of 
the  esteem  in  which  he  is  held  by  said  Commission, 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.Q76-- 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller to  dr&w  warrant  in  amount  $39,938.62,  in  favor  of 
Mc  Guire  and  Hester,  being  settlement  of  claim-Superior  Court 
Case  No.  393170  re  Sunset'  Supply  Line,  Baden  to  Colma-Water 
Department  Contract  No.  478;  and 

BE  IT  FURTHER  RESOLVED,  That  the  Controller  be  and  he  is 
hereby  requested  to  certify  Request  for  Intra  Fund  Transfer 
in  amount  $4,097.28,  from  Appropriation        98-975-57,  to 
credit  of  Appropriation  No.  98-976-OO,  to°provide  additional 
funds  necessary  to  satisfy  said  judgment. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.Q77-- 

WHEREAS t  there  has  been  presented  to  this  Commission  the 
following  communication  from  Pacific  Gas  and  Electric  Company: 

"November  20,  1952 

"Public  Utilities  Commission 
City  and  County  of  San  Francisco 
City  Hall,  Civic  Center, 
San  Francisco  2,  California 

Gentlemen: 

"On  April  28,  1952,  we  entered  into  a  contract, 
a  copy  of  which  is  enclosed,  with  Kaiser  Aluminum  and 
Chemical  Corporation,  modifying  and  extending  until  April 
30,  1962,  a  contract  dated  July  2,  1941,  which  would  have 
expired    April  30,  1952,    This  July  2,  1941  contract  as 
modified  and  assigned  to  you  April  18,  1945,  is  herein  re- 
ferred to  as  Permanente  contract* 

nAlso  under  date  of  April  18,  1945,  we  entered  into 
two  further  contracts  with  you,  one  designated  "Assignment 
of  Contract  with  Permanente  Cement  Company'9,  and  the  other 
designated  "Agreement  of  Lease  and  for  Supply  of  Supple- 
mental Power  for  Cement  and  Magnesium  Plant",  which  latter 
contract,  herein  called  Supplemental  Power  Contract,  was 
modified  by  a  letter  agreement  with  you  dated  February  8, 
1952,  relating  to  supplemental  power  and  energy  for  a  shell 
casing  plant  at  Riverbank,  California.    By  a  letter  dated 
November  19*  1952>  we  have  proposed  a  further  modification 
of  the  Supplemental  Contract  relating  to  the  rates  for 
purchase  of  power  thereunder.    The  two  assignment  contracts 
dated  April  18,  1945  and  the  Supplemental  Power  Contract  were 
extended  to  l^rch  11,  1954  by  a  letter  agreement  dated 
November  16,  1949-    The  above  arrangements  are  all  supple- 
mental to  the  main  Hetch  Hetchy  Contract  between  us  dated 
mrch  14,  1945,  which  will  expire  March  11,  1954. 

"In  accordance  with  your  request  that  the  April  28, 
1952  modification  and  extension  of  the  Permanente  Contract 
be  assigned  to  you  and  that  the  existing  arrangements 
between  us  be  extended,  we  propose  the  following: 

"1,  The  Permanente  Contract  as  thus  modified  and  extended 
shall  by  this  letter  be  assigned  to  you  as  of  the  effective 
date  of  the  enclosed  agreement  and  for  the  term  thereof, 
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to-wit:  until  April  30,  1962. 

"Such  assignment  shall  be  subject  to  the  same  terms 
and  conditions,  except  as  to  duration,  as  set  forth  in  the 
modification  and  assignment  agreement  of  the  July  2,  1941 
contract,  dated  April  18,  1945,  as  extended  by  the  letter 
agreement  between  us  dated  November  16,  1949 • 

"2.  The  agreement  designated  "Assignment  of  Contract 
with  Permanente  Cement  Company"  dated  April  18,  1945»  as 
modified  by  the  letter  agreement  dated  November  Id,  1949 » 
shall  be  deemed  extended  from  March  11,  1954  to  midnight 
November  11,  1954 t  thQ  latter  being  the  expiration  date 
of  the  existing  service  contract  with  Permanente  Cement 
Company  and  shall  also  be  deemed  to  assign  to  you  until 
April  30,  1962  (subject  to  your  rejection)  any  contracts 
hereafter  entered  into  between  this  Company  and  Permanente 
Cement  Company,  renewing  or  replacing  the  existing  contract 
or  subsequent  contracts,  provided  this  Company  shall  be 
under  no  obligation  to  you  to  make  such  renewal  or  replace- 
ment contract, it  being  understood  that,  whenever  in  such 
assignment  agreement  dated  April  18,  1945,  the  terms  "Said 
contract"  or  "Contract  dated  November  11,  19499?  are  usetf> 
the  same  shall  refer  to  such  renewal  or  replacement  con- 
tracts, and  the  dates  of  "November  30,  1949"  and  "December 
1,  194977  appearing  respectively  in  Paragraphs  (2)  and  (9) 
of  such  assignment  agreement  shall  be  replaced  with  the 
expiration  date  of  such  renewal  or  replacement  contract  as 
shall  then  be  in  effect. 

"3,  The  Supplemental  Power  Contract  as  extended  by 
letter  agreement  between  us  dated  November  16,  1949*  and  as 
modified  by  the  letter  agreement  dated  February  0,  1952,  and 
the  proposed  letter  agreement  dated  November  19,  1952*  shall 
be  deemed  extended  to  midnight  April  30,  1962,  instead  of 
March  11,  1954»  and  shall  apply  to  the  assignments  mentioned 
above  in  Paragraphs  (1)  and  (2)  hereof. 

"4#  The  main  Hetch  Hetchy  Power  Contract  dated 
March  14,  1945  shall  be  deemed  extended  to  midnight  April 
30,  1962,  instead  of  March  11,  1954,  as  presently  provided 
in  Section  1  thereof. 

"It  will  be  understood  that  this  agreement  shall  be 
subject  to  the  granting  of  authorization  to  this  Company 
by  the  Public  Utilities  Commission  of  the  State  of  Calif- 
ornia to  carry  out  its  terms.    It  will  also  be  understood 
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that  this  Company's  rates  and  charges  for  electric  service 
set  forth  in  the  agreements  and  contracts  referred  to  above 
are  subject  to  increase  or  decrease  in  accordance  with 
orders  of  said  Commission  acting  within  its  jurisdiction. 

"If  you  agree  to  the  foregoing,  will  you  kindly 
execute  the  acceptance  below  on  the  original  and  one  copy 
of  this  letter  and  return  one  to  use  for  our  files. 

"Very  truly  yours, 

"Pacific  Gas  and  Electric  Company 

"By     /s/N. R.Sutherland  

Its  Vice  President  and  General 
Manager" 

NOW,  THEREFORE,  BE  IT  RESOLVED^  That  this  Commission 
hereby  expresses  its  approval  of  the  amendment  and  extension 
of  the  four  contracts  mentioned  in  the  foregoing  communica- 
tion and  agrees  to  the  same,  provided  that  prior  to  the 
entry  into  such  agreement,  the  City  Attorney  communicate 
with  the  Secretary  of  the  Interior  and  obtain  an  expression 
of  his  views;  and 

BE  IT  FURTHER  RESOLVED'  That  Resolution  No.  12,660, 
adopted  July  21,  1952*  be  aftd  the  same  is  hereby  rescinded. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.978— 

WHEREAS'  there  has  been  presented  to  this  Commission  the 
following  communication  from  the  Pacific  Gas  and  Electric 
Company: 

"November  19,  1952 

"Public  Utilities  Commission 
City  and  County  of  San  Francisco 
City  Hall,  Civic  Center 
San  Francisco  2,  California 

Gentlemen: 

"By  assignment  dated  April  18,  1945  you  have  been 
supplying  electric  service  to  the  Kaiser  Aluminum  &  Chemical 
Corporation  (formerly  named  Permanente  Metals  Corporation  and 
prior  thereto  named  Todd-Calif ornia  Ship  Building  Corporation) 
under  our  contract  dated  July  2,  1941  with  said  corporation  for 
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electric  service.    By  an  amendment  to  said  contract  under  date 
of  April  28,  1952  its  term  was  extended  by  ten  years,  until 
April  30,  1962,  and  a  substantial  increase  was  made  in  the 
rates  and  charges  payable  for  electric  service  thereunder* 

"Also  by  assignment  dated  April  18,  1945  you  have  been 
supplying  electric  service  to  Permanente  Cement  Company  under 
our  contract  dated  Nofember  11,  1949  with  said  company  for 
electric  service.    As  a  result  of  a  decision  of  the  California 
Public  Utilities  Commission  dated  October  15,  1952  and 
effective  November  10,  1952  the  rates  ahd  charges  payable  for 
electric  service  under  said  contract  have  been  substantially 
increased. 

"Under  the  contract  between  us  dated  April  18,  1945  en" 
titled  "Assignment  of  Lease  and  for  Supply  of  Supplemental  Power 
for  Cement  and  Magnesium  Plant'/  as  extended  and  modified  by 
letter  agreements  dated  Nofember  16,  1949  and  February  8,  1952 
(said  contract  as  so  extended  and  modified  hereinafter  being 
referred  to  as  "Supplemental  Power  Contract")  you  purchase 
supplemental  power  for  supply  to  Kaiser  Aluminum  and  Chemical 
Corporation  and  Permanente  Cement  Company  under  said  assigned 
contracts.    Said  assignments,  as  extended  by  the  letter 
agreement  of  November  16,  1949  and  the  Supplemental  Power 
Contract  will  expire  March  11  ^  1954. 

"In  consideration  of  the  increased  revenue  to  be 
available  to  you  under  the  assigned  contracts  and  in  con- 
nection with  our  pending  proposal  for  extension  of  the  assign- 
ments and  the  Su  pplemental  Power  Contract  (said  extensions 
to  be  subject  of  a  separate  instrument)  we  propose  that 
effective  as  of  November  10,  1952,  the  rates  for  supplemental 
power  provided  in  paragraph  5  °f  the  Supplemental  Power  Con- 
tract be  amended  to  read  as  follows  (the  special  conditions 
and  all  other  terms  of  said  contract  remaining  unchanged): 

"For  the  magnesium  plant 

$0.30  per  kw  of  the  maximum  demand  each  month* 

plus  3*6  mills  per  kwh. 
"For  the  cement  plant 

$1*07  per  kw  of  the  maximum  demand  each  month, 
plus  4,5  mills  per  kwh". 

"It  will  be  understood  that  this  agreement  shall  be 
subject  to  the  granting  of  authorization  to  this  Company  by 
the  Public  Utilities  Commission  of  the  State  of  California  to 
carry  out  its  terms.    It  will  also  be  understood  that  this 
agreement  shall  be  subject  to  such  modifications  by  said  Com- 
mission as  it  may  from  time  to  time  direct  in  the  exercise  of 


its  jurisdiction. 


If  you  agree  to  the  foregoing,  will  you  kindly  execute 
the  acceptance  below  on  the  original  and  one  copy  of  this 
letter  and  return  one  to  u.<*  for  our  files. 

"Very  trulv  yours, 


"Pacific  Gas  and  Electric  Com- 
pany 

"By:  IS/  N.R.Sutherland  

Its  Vice  President  and  General 
Manager" 


NOV  THEREFORE,  BE  IT  RESOLVED,  That  this  Commission  hereby 
expresses  its  approval  to  the  foregoing  amendment  to  the 
Supplemental  Power  Contract. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 
PUBLIC  UTILITIES  COMMISSION 


869th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  DECEMBER 
1,  1952. 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw.  B.  Baron  and  Donald  A.  Cameron, 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  minutes  of  the  868th  regular  meeting  of  the 
Commission  held  November  24,  1952  were  approved. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO,  I2.97Q-- 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED '  That  the  Public  Utilities 
Commission  of  the  City  and  Couftty  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit 
and  authorizes  the  execution  of  the  same  as  follows: 

To:    Edward  Bocci-P,  0.  Box  306-Colma,  California 

Permit  to  extend  a  building  corner  overhang  a  distance 
of  not  more  than  three  feet  over  the  Sunset  Supply  Line  right 
of  way  easement  as  acquired  from  the  above  permittee. 
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On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.q8o~ 

RESOLVED    That  this  Commission  hereby  requests  the  Mayor 
to  recommend  'to  the  Board  of  Supervisors,  supplemental  appro- 
priation in  amount  $1,920. OO-Municipal  Railway  funds,  to 
provide  for  compensation  of  one  Sill  Inspector  and  deletion 
of  one  S120  Day  Dispatcher,  reflecting  classification  of 
position  by  the  Civil  Service  Commission. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.q8l~ 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in 
credit  amount  $24.50,  under  BLH&P  Contract  No.  114-Con- 
struction  of  Street  Lighting  System  in  Sacramento  Street, 
Fillmore  Street  to  Arguello  Boulevard,  contractor,  Fred  Johnson 
Electric  Company,  covering  the  following: 

Delete  from  installation  requirements  of  con- 
tract, one  6-foot  bracket,  luminaire  and  conduit 
riser  and  deliver  to  yard  at  Woolsey  and  Bowdoin 
Street. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.Q82— 

RESOLVED,  That  this  Commission  hereby  authorizes  issuance 
of  Space  Rental  Permit  to  California  Central  Airlines,  effec- 
tive October  16,  1952,  covering  occupancy  of  5&°  square  feet, 
of  pre-fabricated  Butler  building,  located  adjacent  to  and 
south  of  the  south  concourse  of  the  Domestic  Air  Terminal 
Building,  San  Francisco  Airport,  at  an  annual  rental  of  §672. 00 
and 

BE  IT  FURTHER  RESOLVED^  That  space  rental  permit  issued 
under  Resolution  No,  12,583',  be  and  the  same  is  terminated  as 
of  the  effective  date  of  this  permit. 
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On  motion  of  Commissioner  Mc  Keef  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.98V- 

RESOLVED'  That  on  recommendation  of  the  Manager  of  Utili- 
ties, the  General  Manager  of  the  Municipal  Railway,  the  General 
Claims  Agent  thereof,  and  the  City  Attorney,  this  Commission 
approves  and  hereby  requests  the  Controller,  to  draw  warrant 
against  such  funds  as  are  or  will  be  legally  available  in  pay- 
ment of  claims  against  the  Municipal  Railway,  as  follows: 


Claimant       CITOENT  YEAR 
Non-litigated  settlements 
Prances  C.  Goldenberg 
Ruth  M.  Sanchez 
Agatina  Fama 
C.  B.  Shahovskoi 
Bessie  Appel 
Leonora  S.  Roberts 
H.  V/.  Buckwalter 
Thelma  Neilan 
Mrs.  Frankie  Nolan 
^rnest  Arnold 

Appropriation 


Date  of  Accident 

October  9,  1952 
September  3,  1952 
November  7,  1952 
October  15,  1952 
September  29,  1952 
October  4,  1952 
November  10,  1952 
September  23,  1952 
November  4,  '1952 
September  16,  1952 
No.  265-804-OI 


Settlement 

$  159.33 
350.00 

200.00 

120.05 

177*50 
177.50 

251*60 
475.00 

200.00 

i84tP3 
$  g, 275.07 


PRIOR  YEARS 


Nancy  Holloway 

December  12,  1951 

$  650.OO 

Mary  Hendrickson 

my  28,  1952 

1,200.00 

Emm  Knauss 

my  23,  1952 

250.00 

Mary  B.  Waggoner 

June  4,  1952 

500.00 

Anna  M#  Hargis 

March  23,  1952 

750.00 

Fred  C.  Patton 

April  12,  1952 

300.00 

Jean  Holler 

June  29,  1952 

500.00 

Naimy  Viola  Holm 

June  4,  1952 

2,000.00 

Calif.  State  Auto  Assn, 

(Arthur  F.  Howell) 

June  8,  1951 

987.25 

Victor  Stagnaro 

June  8,  1951 

i42.ll 

ElodieLacomme 

December  5,  1951 

350.00 

Litigated  Settlement: 

January  8,  1952 

Leonard  and  Alma  Foster 

750.00 

Judgment: 

Anthony  Joseph  Camilleri, 

minor 

by  Anthony  Camilleri,  his 

guardian 

ad  litem 

December  20,  1951 

26^.00 

Appropriation  No.  265-804-02 


I  8.642.^6 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12,984— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department    has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after set  forth: 

THEREFORE ,  BE  IT  RESOLVED*  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  s^id  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    R.  Guerra-Centerville,  Alanflla  County 

Permit  to  occupy  a  portion  of  the  25  foot  strip  of  land 
adjoining  the  north  line  of  the  Southern  Pacific  Railway  right 
of  way  between  Niles  and  Centerville,  Alameda  County,  con- 
sisting of  O.59  °f  an  a^re  for  gardening  and  weed  control 
purposes • 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 98r>- 

RESOLVED f  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $8, 136.00-Airport   Funds,  to  provide  for 
rehabilitation  of  ten  (10)  pieces  of  automotive  equipment. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12,986— 

RESOLVED    That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  speci- 
fications and  hereby  approves  Certificate  of  Acceptance  and 
Final  Payment  in  amount  $2,226,89,  in  favor  of  Geo.  F. 
Brayer,  under  Municipal  Railway  Contract  No.  360-Outer  Mission 
Substation. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12,987-- 

RESOLVED'  That  this  Commission  approves  the  following 
Airport  Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $341,445,94,  in  favor  of  Clinton 
Construction  Co.,  under  Contract  No.  130-ConstructIon  of 
Terminal  Building. 

Contract  Payment  in  amount  $32,648.56,  in  favor  of  Payne  Con- 
struction Co.,  under  Contract  No.  134-Constructing  Approach 
Light  System  Trestles. 

Contract  Payment  in  amount  $11,879,88,  in  favor  of  Morris 
Daley,  under  Contract  No.  139-Constructing  Service  Building. 

Contract  Payment  in  amount  $2,388.39,  in  favor  of  Lowrie 
Paving  Co.,  under  Contract  No.  142-Reconstructing  Aprons  at 
Hangars  1-2-3-4 • 

Contract  Payment  in  amount  $4,201.87,  in  favor  of  Lowrie 
Paving  Co.,  under  Contract  No.  140-Constructing  Approach 
Lighting  for  Runways  19L  and  28L. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. 988— 

RESOLVED,  That  this  Commission  hereby  reoxuests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$50,000.00,  under  Appropriation  No.  265-804-02- Passenger  and 
Damage  Claims-Prior  Years. 

Bureau  of  Light,  Heat  and  Power  Request  for  Intra  Fund  Transfer 
In  amount  $9,553.00,  from  Appropriation  No.  263-530-57,  to 
credit  of  Appropriation  No.  263-530-02-Miscellaneous  Lighting 
Construction  and  Emergency  Replacements,  in  amount  $6,000.00 
and  to  credit  of  Appropriation  No.  263-214-63-Maintenance  and 
Repair  of  Structures,  in  amount  $3,553.00. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in  amount 
$949.21,  under  Appropriation  No.  268-813-OO,  to  provide  for 
automobile  insurance  coverage  for  1952-1953* 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.980-- 

WHEREAS,  City  and  County  of  San  Francisco  is  the  grantee 
and  named  as  the  party  of  the  second  part,  of  parcels  of  land 
describedin  that  certain  deed  under  date  of  March  6,  1916,  in 
which  Luisa  Rosasco  and  Guiseppe  Rosasco,  her  husband,  are 
grantors,  said  deed  being  recorded  on  the  8th  day  of  March, 
1916  in  Book  A,  Volume  78  of  Deeds,  page  201,  Records  of 
Tuolumne  County,  in  which  said  parcels  of  land  are  located; and 

is 

WHEREAS,  said  deed  recites  that  it/ made  upon  the  following 
express  conditions: 

"AND  IT  IS  HEREBY  FURTHER  AGREED  that  in  case  the  party 
of  the  second  part  shall  fail  to  construct  a  railroad  along 
and  over  the  strip  of  land  hereby  granted  to  it  within  two 
years  from  date  hereof,  or  if,  after  completing  said  rail- 
road, shall  fail  to  operate  said  railroad  for  two  years,  or 
if  it  removes  its  tracks  and  rails  and  fails  for  two  years 
thereafter  to  use  said  strip  of  land  for  public  road  pur- 
poses, then  said  parties  of  the  first  part  shall  have  the 
right  to  take  possession  of  said  strip  of  land,  and  within 
thirty  days  after  so  taking  possession  of  said  strip  of 
land,  they,  or  their  successors  or  assigns  shall  pay  to 
the  party  of  the  second  part  three  hundred  dollars,  hereby 
agreed  upon  as  the  purchase  price  of  said  strip  of  land 
and  a  deed  of  said  strip  shall  be  then  executed  to  the 
parties  of  the  first  part  for  said  strip  of  land.9* 

AND  WHEREAS   said  railroad  referred  to  in  the  provision 
hereinabove  quoted  from  said  deed  has  not  for  a  period  of 
more  than  two  years  not  been  in  operation  and  the  tracks  and 
rails  thereof  for  more  than  two  years  prior  to  this  date  were 
removed;  and 

WHEREAS,  the  strip  of  land  conveyed  by  said  deed  has  at 
no  time  been  used  for  public  road  purposes;  and 

WHEREAS,  Lillian  A.  Adams  and  Edythe  R.  Banta  are  the 
successors  in  interest  to  Luisa  Rosasco  and  Guiseppe  Rosasco, 
the  grantors  in  said  deed;  and 

WHEREAS'  the  City  and  County  of  San  Francisco  is  obliga- 
ted to  execute  the  reconveyance  required  in  the  reversionary 
clause  heretofore  quoted  from  said  deed;  and 
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WHEREAS,  it  is  desirable  that  the  City  and  County  of  San 
Francisco  acquire  the  easements  hereinafter  specified: 

NOW,  THEREFORE,  BE  IT  RESOLVED"  That  the  Manager  of 
Utilities  is  hereby  authorized  and  instructed  to  execute  for 
and  on  behalf  of  this  Commission  and  of  the  City  and  County  of 
San  Francisco  a  contract  with  said  Lillian  A.  Adams  and  said 
Edythe  R,  Banta,  embodying  the  following  provisions: 

1,    City  and  County  of  San  Francisco,,  subject  to  the  approval 
of  its  Board  of  Supervisors  will  execute  a  quitclaim  deed  to 
Lillian  A.  Adams  and  Edythe  R.  Banta  covering  the  three  parcels 
described  in  said  deed,  aggregating  28,56  acres. 

2m    Public  Utilities  Commission  and  City  and  County  of  San 
Francisco  waive  and  surrender  the  right  to  the  payment  of  said 
sum  of  Three  Hundred  Dollars  in  consideration  of  the  grant  of 
easements  to  the  City  and  County  of  San  Francisco  recited  here- 
inafter. 

3.    In  consideration  of  waiver  of  the  payment  of  said  sum,  said 
Lillian  A.  Adams  and  Edythe  R.  Banta  will  grant  to  the  City  and 
County  of  San  Francisco  without  further  consideration  the  fol- 
lowing easements,  subject  to  acceptance  of  the  Board  of  Super- 
visors of  the  City  and  County  of  San  Francisco: 

(a)  Easement  for  electric  transmission  line,  consisting  of  a 
strip  150  feet  wide  and  1,000  feet  long  over  the  property  of 
said  Lillian  A^  Adams  and  said  Edythe  R.  Banta,  approxi- 
mately one  mile  west  of  Red  Mountain  Bar,  being  over  that 
portion  excepted  in  the  deed  of  July  18,  1925^  from  Luisa 
Rosasco  to  the  City  and  County  of  San   Francisco,  recorded 
July  29,  1925  in  Book  A,  Volume  88  of  Deeds,  page  316, 
Records  of  Tuolume  County* 

(b)  Easement  for  water  pipe  line  approximately  two  miles  in 
length  in  said  vicinity  over  Parcel  3  described  in  said  deed 
of  mrch  6,  1916  from  Luisa  Rosasco  and  Guiseppe  Rosasco  to 
said  City  and  County  of  San  Francisco* 

(c)  Easement  to  property  constituting  an  existing  road  on 
Parcel  2,  described  in  said  deed  of  mrch  6,  1916,  and  on  all 
of  that  portion  of  Parcel  3  described  in  said  deed  lying 
easterly  of  the  County  Road, running  from  Keystone  to  Don 
Pedro  Bar. 

AND  BE  IT  FURTHER  RESOLVED,  That  this  Commission  requests 
that  the  Director  of  Property,  in  cooperation  with  the  City 
Attorney,  prepare  all  necessary  legislation  to  be  adopted  by 
the  Board  of  Supervisors  providing  for  the  execution  of  said 
quitclaim  deed  and  the  acceptance  by  the  City  and  County  of 
San  Francisco  of  the  above  described  easements. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

^RESOLUTION  NO,  12.990-- 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Director  of  Public  Works,  City  of  Hayward 

Permit  to  extend  along  the  easterly  line  and  thence 
across  the  City?s  Newark-San  Lorenzo  Pipe  Line  right  of  way 
adjacent  to  the"San  Mateo  Bridge  Approach  Road,  Alameda  County 
with  a  24  inch  sanitary  sewer. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12,991— 

RESOLVED,  That  that  certain  agreement  entered  into  be- 
tween the  Western  Union  Telegraph  Company  and  the  City  and 
County  of  San  Francisco,  Public  Utilities  Commission,  dated 
October  25,  1943*  and  extended,  and  which  agreement  provides 
for  rental  of  premises  and  for  collections  made  at  the  agency- 
San  Francisco  Airport,    be  and  the  same  is  hereby  extended  to 
October  31,  1953;  and 

BE  IT  FURTHER  RESOLVED'  That  a  certified  copy  of  this  reso- 
lution be  forwarded  to  the  Said  Western  Union  Telegraph  Company 
with  request  that  said  company  express  in  writing  its  ac- 
ceptance of  the  continuation. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.992— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
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property  under  control  of  said  Water  Department,  as  herein- 
after set  forth: 


THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    The  City  of  Redwood  City 

Permit  to  occupy  a  portion  of  Ravenswood-Belmont  100 ? 
right  of  way  extending  a  distance  of  2030  feet  adjacent  to 
Lots  1  to  8,  Friend  Industrial  Tract,  Redwood  City  for  the 
purpose  of  constructing  drainage  facilities  therein. 


THEREUPON  THE  MEETING  ADJOURNED, 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


870th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  DECEMBER 

8,  1952. 


Present:    Commissioners  Oliver  M,  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee  and  Edw.  B.  Baron. 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Baron,  the  minutes  of    the  869th  regular  meeting  of  the 
Commission  held  December  1,  1952  were  approved* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO,  12.Q9V* 

WHEREAS ,  the  Manager  and  Chief  Engineer  of  the  Hetch 
Hetchy  Water  Supply,  Power  and  Utilities  Engineering  Bureau 
of  this  Commission  has  recommended  the  granting  of  a  certain 
revocable  permit  for  use    and  occupancy  of  land  and  property 
under  control  of  that  bureau,  as  hereinafter  set  forth: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  of  the  City  and  Couftty  of  Sari  Francisco  does  hereby 
approve  the  terms  and  conditions  of  the  said  revocable  permit 
and  authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Company 

Permit  to  construct,    maintain  and  use  a  12  KV  power  line 
crossing  the  Hetch  Hetchy  Transmission  Line  right  of  way  at 
Station  {,Bf*  2I35435.90  in  Section    34,  Township  3   South,  Range 
6  East,  MDB&M,  hear  the  San  Joaquin-Stanislaus  County  Line. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.QQzl— 

WHEREAS f  the  General  mnager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  has  recommended  the  granting  of  a 
certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  hereinafter 
set  forth: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities  Com- 
mission of  the  City  and  County' of  San  Francisco  does  hereby 
approve  the  -jerms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    West  Coast  Advertising  Company,  San  Francisco 

Permit  for  the  installation  of  an  electric  power  line 
across  a    portion  of  the  City's  Islais  Creek  Lots  for  the 
purpose  of  serving  the  Advertising  Company fs  signboard  on  an 
area  leased  from  the  City. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. QQ5— 

RESOLVED,  That  this  Commission  hereby  approves  the  con- 
tract submitted  to  it  between  the  City  and  County  of  San 
Francisco,  acting  through  this  Commission  and  San  Francisco 
Unified  School  District,  providing  for  the  supply  of  buses  by 
the  Municipal  Railway  for  special  trips  independently  of  the 
regular  school  bus  service. 

On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 996— 

RESOLVED'  That  that  certain  agreement  titled  r9Power  Line 
Carrier  Facilities  to  Provide  Telephone  Service  at  Cherry 
Valley  Dam  and  VicinityV  dated  July  16,  1951,  to  which  the 
Pacific  Telephone  and  Telegraph  Company  and  the  City  and  County 
of  San  Francisco  are  parties,  be  and  the  same  is  amended  to  in- 
clude carrier  service  on  City's  22  lev  transmission  line  be- 
tween Early  Intake  and  Mather" in  Tuolumne  County;  and 

BE  IT  FURTHER  RESOLVED    That  the  Manager  of  Utilities  be 
and  he  is  hereby  authorized 'and  directed  to  execute  said 
amendment • 


8258 


On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.QQ7-- 

RESOLVED'  That  this  Commission  hereby  approves  the 
following  Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $3,726.00,  in  favor  of  Fred  Johnson 
Electric  Co,,  under  BLH&P  Contract  No.  114-Construction  of 
Street  Lighting  System  in  Sacramento  Street,  Fillmore  Street 
to  Arguello  Boulevard. 

Contract  Payment  in  amount  $1,263.60,  in  favor  of  United 
Concrete  Pipe  Corporation,  under  HHWS  Contract  No,  240,  Con- 
structing Steel  Plate  Liner  and  Pfenifold  at  Oakdale  Portal® 

Contract  Payment  in  amount  $15*910.96,  in  favor  of  C.  A4 
Gossett  and  Sons,  under  HHWS  Contract  No.  250A-Camphouse  and 
Cottages  at  Damsite-Cherry  River  Project. 

Contract  Payment  in  amount  $13,405.10,  in  favor  of  Eaton  and 
Smith,  under  Municipal  Railway  Contract  No.  412-Reconstructing 
Cable  Car  Tracks  on  Jackson,  Washington  and  Steiner  Streets » 

Contract    Payment  in  amount  $100.00,  in  favor  of  Marmion  D« 
Mils,  for  services  as  transportation    expert  and  co-ordinator 
for  operations  of  Municipal  Railway-November  16-30,  1952* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. 998— 

RESOLVED*  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  8- Inch  Cast  Iron  Wains  in  Dore 
Street  South  of  Howard  Street    and  in  Industrial 
and  Boutwell  Streets-SFWD  Specification  No.  628 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Fred  T.  Fairey 

he  being  the  lowest  regular  and  responsible  bidder  for  the  work 


-8259- 


aforesaid  at  Eight  Thousand  Seven  Hundred  and  Forty  Three 
Dollars  and  Fifty  Cents  ($8,743.50)  said  sum  being  the  total 
price  for  the  lowest  bid  submitted  on  the  basis  hereinabove 
stated.    And  all  other  bids  for  the  above  described  work 
are  hereby  rejected. 

BE  IT  FURTHER  RESOLVED'  That  the  Commission  recommends 
and  hereby  requests  the  Controller's  approval  of  the  docu- 
ments necessary  to  provide  funds  for  certification  of  the 
above  contract. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.Q99-- 

RESOLVED*  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  mnager  of  the  Municipal  Railway, the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  claims  against  the  Municipal  Railway, 
as  follows: 

Claimant       CURRENT  YEAR  Date  of  Accident  Settlement 

Non-litigated  settlements 

Carl  Filene  September  3,  1952      $  750.00 

Speir  c.  Vaughan  August  23,  1952  150.00 

Antoinette  Sayad  September  2,  1952  25O.OO 

Viola  J,  Mc  Dermott  July  14,  1952  1,500.00 

Adjusting  Appropriation-Resolution  No,  12,942, 
Catherine  F.Howarth  3. 588.00 

Appropriation  No#  265-804.-OI  |  6.2^8.00 

PRIOR  Y  EARS 


Henry  Mottett  my  20,  1952  $  1,250,00 

Dona  Lee  &  Harry  M.Chinitz  December  20,1951  500.00 

Gladys  Maxf ield  May  4,  1952  487. 50 

Juanita    DeLaCruz  April  11,  1952  150.OO 

Mary  E.  Powell  December  14,  1951  250.OO 
Adjusting  Appropriation-Resolution  No.  12,942, 

Catherine  F.Howarth  -3,588.00 
Litigated  Settlements 

Sara  Alfonso  February  2,  1951  2,500,00 

Gladys  Hanscomb  November  22,  I950  3,000.00 

Lucian  Mc  Donald  April  1,  1952    '  140*79 

Morris  Silver  August  Q,  1951  1,OOOjOO 

Florence  Zughelder  April  lo,  1951  100^00 

Judgment: 

Karl  Wahamaki  March  2,  1951  ^.290. *50 

Appropriation  Nu.  265-804-02  $ll.o8or7Q 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I3.OOO-- 

RESOLVED'  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $21.20,  expenses  of  Robert  Rockwell, 
Assistant  Director-Bureau  of  Public  Service,  month  of  November 
1952»  covering  conferences  with  Chambers  of  Commerce;  Adver- 
tising Club;  Publishers;  Radio  Station  Officials;  Coro  Founda- 
tion, 

Expense  Voucher  in  amount  $14.30,  expenses  of  Myles  W.  Smith, 
Assistant  Director-Bureau  of  Public  Service,  month  of  November 
1952,  covering  conferences  with  Chambers  of  Commerce;  Airline 
Meeting;  Publishers  and  Editors. 

Expense  Voucher  in  amount  $4.00,  expenses  of  Geo.  D.  Burr, 
Senior  Engineer,  month  of  October,  1952*  covering  conferences 
with  Air  Transport  Section,  ASCE;  Aviation  Committee,  San 
Francisco  Chamber  of  Commerce. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  13.OOI-- 

RESOLVED '  That  this  Commission  requests  the  Controller's 
certification' of  the  following: 

Airport  Request  for  Additional  Allotment,  in  amount  $48*83, 
under  Appropriation  No.  264-lll-OO-Allowance  for  Overtime . 

Airport  Request  for  Intra    Fund  Transfer  in  amount  $750.00, 
from  Appropriation  No.  I93-O56-OO,  to  credit  of  Appropriation 
No.  196-903-56,  to  supply  funds  required  by  Federal  Airport 
Project  CAA-9-04-034-105-Plans  and  Specifications. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $367.74,  under  Appropriation  No.  I92-564-OI,  to 
provide  additional  funds  for  purchase  of  one  1952  Chevrolet 
Four-door  Sedan. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  1^.002— 

RESOLVED'  That  this  Commission  approves  the  Plans  and 
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and  Specifications  and  hereby  authorizes  call  for  public  bids 
for  the  following  contracts: 

Airport  Contract  No,  149-Constructing  Power  Supply  for  North 
Field  Area* 

SFWD  Contract  No.  638-Layi.ng  of  6"    and  8"  Cast  Iron  Mains  in 
Visitacion  Avenue,  between  Hahn  and  Schwerin  Streets. 

On  motion  of  Commissioner  Nc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

-^RESOLUTION  NO.  l^.OOV- 

WHEREAS,  Page  G9a)  of  Bureau  of  Light, Heat  and  Power 
Contract  N0.  Il6-Furnishing  Gas  and  Street  Lighting  Service, 
contains  the  following  provision: 

t9If  at  any  time  during  the  life  of  the  contract  entered  into 
pursuant  hereto  the  Public  Utilities  Commission  of  the  State 
of  California  shall  fix  rates  that  are  higher  or  rates  that 
are  lower  than  those  stipulated  herein  for  like  conditions 
of  service,  then  such  higher  or  lower  rates,  as  the  case  may 
be,  shall  apply  to  service  supplied  to  said  street  lighting 
and  miscellaneous  lighting  from  and  after  the  date  when  such 
new  rates  are  made  effective." 

WHEREAS,  under  date  of  October  15,  1952,  the  California 
Public  Utilities  Commission  by  its  Decision  No.  47832,  es- 
tablished new  street  and  highway  lighting  schedules  for  all 
such  service  rendered  on  and  after  November  10,  1952;  and 

WHEREAS*  the  Pacific  Gas  and  Electric  Company,  under 
letter  of  December  1,  1952,  submitted  to  this  Commission  a 
renegotiated  schedule  of  rates  and  charges,  in  lieu  of  the 
schedule  of  rates  and  charges  set  forth  in  original  contract 
No.  116: 

THEREFORE,  BE  IT  RESOLVED'  That  this  Commission  approves 
Schedule  of  Rates  and  Charges  &s  set  forth  in  said  letter  of 
December  1,  1952. 

On  motion  of  Commissioner  Swans  on,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  13J3Q4— 

RESOLVED ^  That  this  Commission  hereby  requests  the 
Mayor  to  recommend' to  the  Board  of  Supervisors  supplemental 
appropriation  in  amount  §1,440. 00~Hetch  Hetchy  Project  Funds, 
to  provide  for  compensation  of  one  B512  General  Clerk- Typist, 
creating  permanent  position,  the  work  of  which,  since  August 
1951»  has  been  done  by  a  temporary  employee. 
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On  motion  of  Commissioner  Baron*  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  tinanimously: 

--RESOLUTION  WO.  H.OO<W 

RESOLVED'  That  this  Commission  approves  the  terms  and 
conditions  an3  hereby  authorizes  issuance  of  revocable  permit 

as  follows: 

To:    Pacific  Telephone  and  Telegraph  Company 

Permit  to  install,  operate  and  maintain  public  telephone 
booths  on  Municipal  Railway  property  at  the  following 
locations: 

Geneva  Car house 

Inbound  Waiting  Station. West  Portal 

Permittee  shall  pay  the  City  and  County  of  San  Francisco 
fifteen  (1^%)  of  the  gross  revenues  from  the  telephones  which 
are  installed  under  permission  granted  in  the  herein  authorized 
revocable  permit. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

"RESOLUTION  NO,  1^006~ 

RESOLVED'  That  this  Commission  hereby  requests  the  Board 
of  Supervisor^  to  adopt  resolution  authorizing  execution  of 
lease  to  L.  Renner  and  Louis  Renner,  Jr.,  covering    628  acres, 
more  or  less,  Airport  agricultural  lands,  said  lease  to  be  for 
one  year  period,  at  a  rental  of  $3,100,00,  plus  25%  share  of 
all  crops  harvested,  plus  75  cents  per  a  ere  per  year  for  grazing 
stubble. 

Hearing: 

nr.  Henry  S.  Foley,  President  of  the  C.  I.  0.  Carmens9 
Union  appeared  before  the  Commission,  voicing  his  organiza- 
tion's opposition  to  the  proposed  one  way  plan,  insofar  as  it 
affects  operation  of  Municipal  Railway  Lines  5  and  21.    He  con- 
tended that  the  plan  constituted  a  traffic  hazard,  adding  more 
left  turns  and  requested  that  the  Commission  take    ?,a  positive 
stand"  in    opposition  thereto. 

President  Oliver  M.  Rousseau  stated  that  the  matter 
had  been  referred  to  the  City  Attorney  as  to  the  jurisdiction 
of  the  Commission  in  this  particular  case. 

THEREUPON  THE  MEETING  ADJOURN  ' 
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871st  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  DECEMBER 
15.  1952. 


Present:   Commissioners  Oliver  M,  Rousseau,  Sam  Mc  Kee  and 
Edw.  B.  Baron. 

President  Oliver  M,  Rousseau  presided. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  870th  regular  meeting  of  the 
Commission  held  December  8,  1952  were  approved e 

On  motion  of  Commissioner    Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  1^.007~ 

WHEREAs'  recent  inspection  discloses  pavement  failure  on 
Airport  Runway  IR-I9L,  necessitating  closing  of  the  runway  to 
all  air  traffic  and  inspection  of  Runway  IOL-28R  discloses 
existence  of  incipient  pavement  failures  that  may  become 
sufficiently  serious  at  any  time  to  necessitate  closing  of  this 
runway;  and 

WHEREAS '  these  pavement  failures  are  and  will  prove  a 
serious  hazard  for  the  safe  movement  of  heavy  aircraft  operated 
from  the  field: 

THEREFORE,  BE  IT  RESOLVED,  That  in  consonance  with  the 
provisions  of  Section  46,  Chapter  10,  Article  2  of  the  Munici- 
pal Code,  time  not  permitting  of  the  calling  of  bids  for 
necessary  repairs  to  said  runways,  and  to  protect  public  life 
and  the  property  of  the  City  and  County  of  San  Francisco,  this 
Commission  hereby  declares  the  existence  of  an  emergency  and 
the  Manager  of  Utilities  be  and  he  is  hereby  directed  to  take 
such  steps  as  are  necessary  to  provide  for  emergency  repairs  to 
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said  runways;  and 


BE  IT  FURTHER  RESOLVED'  That  the  Controller  is  hereby 
requested  to  certify  necessary  funds  in  an  estimated  amount  of 
$1,400.00  to  cover  cost  of  said  repairs. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  1^,008— 

RESOLVED'  That  this  Commission  accepts  the  work  performed 
by  the  Municipal  Railway,  as  being  satisfactorily  completed  in 
accordance  with    plans  and  specifications,  Contract  No.  420, 
Converting  Streetcar  Trolley  Overhead  for  Carbon  Shoe  Operation 
and  approves  Certificate  of  Acceptance  and  Pinal  Payment  in 
amount  $3,222.75,  liquidation  of  which  to  be  made  by  S.J.V. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  1^.009— 

RESOLVED'  That  this  Commission  accepts  the  work  performed 
by  the  Municipal  Railway  as  being  satisfactorily  completed  in 
accordance  with  plans  and  specifications,  Contract  No.  419, 
Installation  of  Carbon  Shoe  Harps  on  Streetcar  Trolley  Poles, 
and  approves  Certificate  of  Acceptance  and  Final  Payment  in 
amount  $548097,  liquidation  of  which  to  be  made  by  S.J.V, 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  1^.010— 

RESOLVED*  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  credit  amount  of 
$102.60,  being  the  difference  between  certified  estimated  con- 
tract and  actual  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  $6,273,62,  in  favor  of  C. 
Norman  Peterson,  under  SFWD  Contract  No.  026-Construction  of 
Dehydrator  Building  Extension. 

On  motion  of  Commissioner   Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  1^.011— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract,  in  credit 
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amount  $511.25,  under  Airport  Contract  No,  130-Construction 
of  Terminal  Building,  San  Francisco  Airport,  contractor, 
Clinton  Construction  Co.,  covering  the  following: 

Delete  portions  of  the  work  shown  on  Drawing 
P-l  and  E-l  and  called  for  in  the  last  sentence 
of  Section  580  of  the  specifications,  for  drainage 
of  the  air  exhaust  ducts  under  the  ground  floor, 
net  credit-4511.25. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO,  1^.012— 

WHEREAS'  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisc5  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after   set  forth: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  of  the  City  and  Couftty  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    William  Smith,  527  Hemlock  Avenue,  Redwood  City 

Permit  to  occupy  a  portion  of  Hetch  Hetchy  right  of  way 
adjacent  to  the  easterly  line  of  Hemlock  Avenue,  Redwood 
City,  for  the  purpose  of  parking  facilities. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  l^.OlV- 

RESOLVED    That  this  Commission  hereby  requests  the  Mayor 
to  recommend  *to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $1 , 320 .OO-Municipal  Railway  funds,  to 
provide  for  compensation  of  one  B222  General  Clerk,  deletion 
of  one  B408  General  Clerk  Stenographer,  reflecting  recent  re- 
classification of  position  by  the  Civil  Service  Commission. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.i3.Oi4-- 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
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to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $4, 500.00,  Hetch  Hetchy  Project  funds,  to 
provide  for  compensation  of  one  M-54  Auto  Machinist  and  one 
J-66  Oarageman,  at  the  Moccasin  Headquarters  of  the  Hetch 
Hetchy  Project. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution   was  adopted  unanimously: 

— RESOLUTION  NO.  1*1. 01 5— 

RESOLVED  *  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $100.00,  expenses  of  C.  A.  Lauensteir 
attending  the  Annual  Meeting  of  the  California  Section  of 
American  Works  Association,  Pasadena,  California,  October  2&~ 
November  1,  1952. 

Expense  Voucher  in  amount  $11.52,  expenses  of  Harold  S. 
Messersmith,  Superintendent  of  Airport  Operations,  month  of 
October,  1952,  covering  conferences  with  Undersheriff ,  San 
Mateo  County;  Traffic  Representative  of  Port  of  Oakland; 
James  S.  Ricklefs,  President  of  Rick  Helicopters. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  R,0l6— 

RESOLVED*  That  this  Commission  approves  the  following 
contract  payment  recommendations: 

Contract  Payment  in  amount  $4,731.27,  in  favor  of  Crocker 
First  National  Bank  of  San  Francisco  as  assignee  for 
KleinSmid  Construction  Co.,  under  HHWS  Contract  No.  238DE, 
Construction  of  Access  Road-Early  Intake  to  Cherry  Valley 
Damsite. 

Contract  Payment  in  amount  $48,330.00,  in  favor  of  Owl  Truck 
and  Construction  Co,,  under  HHWS  Contract  No.  252,  Clearing, 
Stripping  and  Grouting  of  Damsite,  Cherry  River  Project. 

Contract  Payment  in  amount  $4,237.42,  in  favor  of  Ralph  A. 
Bell  and  Associates,  under  HHWS  Contract  No.  235-Cherry 
River  Project-Diversion  Tunnel  and  Power  Terminal  Stub. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO,  R.Ol 7~ 

RESOLVED,  That  on  recommendation  of.  the  Manager  of  Utili- 
ties, the  General  Manager  of  the  Municipal  Railway,  the  General 
Claims  Agent  thereof,  and  the  City  Attorney,  this  Commission 
approves  and  hereby  requests  the  Controller  to  draw  warrants 
against  such  funds  as  are  or  will  be  legally  available  in  pay- 
ment of  claims  against  the  Municipal  Railway,  as  follows: 


.Claimant 


Current  Year 


Non-litigated  settlements 
Antonio  Figueroa 
Hibernia  Bank 
Bernard  Ofenheim 
Nettie  M.  Irwin 
Frank  Horstmeyer 
Chestine  Mason 
Mollie  E.  Nicholes 
Esther  Gewirtz 
Charles  Hudson 

Appropriation  No. 


Date  of  Accident 

November  30,  1952 
October  1,  1952 
November  17,  1952 
August  4,  1952 
October  26,  1952 
September  23,  1952 
September  19,  1952 
September  19,  1952 
October  29,  1952 
265-804-OI 


Settlement 


200.00 
IO5.49 
152.91 
750,00 
144.17 
250.00 
300.00 
300.00 
500*00 


ft  2. 702^7 


Prior  Years: 
Alice  V.  Switzer 
Arthur  Low 

Josephine  Cecelia  Noonan 
(Suit    filed-not  served) 
Litigated  Settlements 
Jacqueline  Cramer 
Harvey  N  .  Ellsworth 
Carlos  and  Carlotta  Olivas 
John  Staver 

Vivian  Wood,aka  Vivian  C.Wood 


March  10,  1952 
June  3,  1952 
December  17»  195* 


February  12,  195° 
December  27,  1951 
Nofember  6,  1950 
January  31,  1952 
November  7,  1950 


875.OO 
122-98 
990.00 


6,000.00 
600.00 

10,000.00 

168.34 
490.00 


Judgments: 

Josephine  Gatti,  by  her  guardian 


ad  litem,  Aurelio  Gatti 
Robert  Kundert 
M.  J,  Ruddy 
Robert  W.  Weis 


February  6,  1948 
July  159  1951 
May  22,  1951 

May  6,  1952 


Appropriation  No.  265-804-02 


750.00 
142*35 
188.57 
272.17 

g20.5QQ.41 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  1^.0l8~ 

RESOLVED'  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  claims  against  the  San  Francisco  Water 
Department,    as  follows: 

Claimant  Date  of  Accident  Settlement 

Mendel  P.  Barwald  August  4,  1952  $  216.27 

Dale  Porter  June  10,  1952  181.37 

On  motion  of  Commissioner  Mc  Keee  seconded  by  Commissioner 
B&ron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  I^.OIQ— 

WHEREAS'  the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  has  recommended  the  granting  of  a 
certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  hereinafter 
set  forth: 

THEREFORE,    BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    California  Water  Service  Co. -San  ffeteo,  California 

Permit  to  install  a  12f?  water  main  across  the  Sunset 
Supply  Line  right  of  way,  the  former  Municipal  Railway 
right  of  way  and  the  Baden  Lot;  said  crossing  being  from 
Del  Paso  Drive  to  Willow  Avenue,  Baden,  South  San  Fran- 
cisco. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  1^,020— 

RSSOLVED'  That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $1,703, 20-Municipal  Railway  funds,  to  pro- 
vide for  retroactive  wages  and  pensions,  track  foremen  and 
track  welders,  Superior  Court  Action  No.  412187,  for  period  of 
July  1,  1951  to  June  30,  1952, 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO. 1^.021 — 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $500,00.  under  Appropriation  No.  192-O54-OO,  and  in 
amount  $2,989.89,  under  Appropriation  No.  I92-057-OO,  to 
provide  for  supplemental  work  orders  for  Administration  Expense 
and  Field  Engineering  and  Inspection  on  the  Cherry  Valley  Dam 
Project  for  period  ending  December  31,  1952. 

Airport  Request  for  Additional  Allotment  in  amount  $195.25, 
under  Appropriation  No.  193-052-00,  to  provide  additional 
funds  for  printing  of  -$1,000,000.00  of  1949  Airport  Bonds. 

Airport  Request  for  Additional  Allotment  in  amount  $107,147.25, 
under  Appropriation  No.  96-960-OO,  to  provide  in  addition  to 
that  already  provided  {$22,852.75}  for  purhcase    of  one 
diesel  generator  power  plant  rated  at  least    1000  kilowatts. 

Airport  Request  for  Additional  Allotment  in  amount  $32,328.75, 
under  Appropriation  No.  96-924-OO,  to  provide  for  purchase  of 
one  power  transformer  and  switchgear  and  two  outdoor  trans- 
formers. 

Airport  Request  for  Additional  Allotment  in  amount  $1,400.00, 
under  Appropriation  No.  264-20O-OO,  to  provide  funds  for 
emergency  repairs  to  Airport  Runways. 


-8270. 


On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  1^,022— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification    of  Contract  in  amount  $581.88, 
being  the  additional  difference  between  certified  estimated 
contract  and  actual  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  $6,689.18,  in  favor  of 
John    Helzer,  under  SFWD  Contract  No.  629-Gathering  and  De- 
livering W&lnut  Crop  on  the  Sunol  walnut  Orchard. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee*  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  1^,02V- 

RESOLVED    That  this  Commission  hereby  requests  the  r^yor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in    amount  $200,000,00-Municipal  Railway  funds,  to 
provide  for  deficiency  in  appropriation  for  Passenger  and 
Damage  Claims-Fiscal  Year  1952-1953. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution   was  adopted  unanimously: 

— RESOLUTION  NO.  1^.024— 

RESOLVED, ■ That  this  Commission  approves  the  plans  and 
specifications  and  hereby  authorizes  call  for  public  bids 
for  the  work  of  SFWD  Contract  No.  639-Laying  of  6??  Transite 
Mains  in   Mangels  Avenue  between  Congo  and  Detroit  Streets. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commi  ssioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION    NO.  1^.025— 

RESOLVED'  That  this  Commission  hereby  authorizes  and 
directs  Geo.  ft.  Dixon,  Manager  and  Chief  Engineer  of  the  San 
Francisco  Airport,  to  proceed  to  Seattle,  Washington,  to  study 
engineering   and  technical  data    in  defense  of  litigation  of 
Trans  World  Airways  vs  City  and  County  of  San  Francisco;  and 

BE  IT  FURTHER  RESOLVED'  That  necessary  expenses  are 
deemed  contracted  in  the  pef>formance  of  routine  duties,  payable 
from  Appropriation  No.  264-20O-OO. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  1^.025— 

RESOLVED'  That  this  Commission  hereby  authorizes  J.  H. 
Turner,  Manager  of  Utilities,  to  execute  for  and  on  behalf 
of  this  Commission  and  the  City   and  County  of  San  Fran- 
cisco that  certain  agreement  for  an  additional  area  in  opera- 
tion by  Better  Parking  Company  of  its  concession    at  the  San 
Francisco  Airport  and  providing  for  the  surrender  of  a  certain 
area,  all  as  designated  by  a  map  or  diagram  attached  to  said 
agreement;  and 

BE  IT  FURTHER  RESOLVED '  That  said  agreement  shall  be  for 
a  period  commencing  the  19tft  day  of  December,  1952  and  ex- 
tending to  and  including  the  2nd  day  of  October,  1953*  at 
the  present  rates  and  charges  applicable  to  the  Airport  with 
respect  to  said  additional  area,  and  upon  the  schedule  of 
rates  to  the  public  specified  in  the  original  agreement  be- 
tween City  and  County  of  San  Francisco,  through  this  Com- 
mission, and  said  Better  Parking  Company,  under  date  of 
October  3>  1949 »  Provided  that  Better  Parking  Company  is  re- 
quired by  this  new  agreement  now  submitted  to  this  Commission 
to  use  its  best  efforts  to  obtain  the  consent  of  the  Office  of 
Price  Stabilization  of  the  United  States  of  America  to  an  in- 
creased schedule  of  rates  and  charges  as  set  forth  in  said 
new  agreement. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  1^,026— 

RESOLVED'  That  this  Commission  hereby  requests  the 
Controller^  6ertif ication  of  the  following: 

Bureau  of  Light,  Heat  and  Power  Request  for  Intra  Fund 
Transfer  in  amount  $3,114.74,  from  surplus  in  Appropriation 
No.  263-530-57-Street  Lighting  Construction,  to  credit  of 
Appropriation  No.  263-53O-O2,  to  provide  for  deficiency  in 
appropriation  for  Miscellaneous  Lighting  Construction  and 
Emergency  Replacements. 

Bureau  of  Light,  Heat  and  Power  Request  for  Intra  Fund  Trans- 
fer, in  amount  $3,500.00,  from  Appropriation  No.  263-530-57, 
to  credit  of  Appropriation  No.  263-214-63-Maintenance  and  Re- 
pair of  Structures. 
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On  motion  of  Commissioner  B^ront  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  1^.027— 

RESOLVED*  That  this  Commission  approves  and  hereby 
authorizes  issuance  of  Airport  Space  Rental  Permit, as  follows: 

To:  Airex,  Inc.,  U.  S.  Division 

Covering,  effective  January    1,  1953,  occupancy  of  620  sq. 
ft,  in  the  Field  Lighting  Control  Building,  Crash  Equipment 
Room,  at  an  annual  rental  of  $744.00,  use  of  space  being  limi- 
ted to  such  activities  as  are  necessary  for  establishment  and 
operation  of  a  CAA  approved  repair  station-limited  to  the  use 
of  X-Ray  equipment, and  training  of  Armed  Services  personnel. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron, the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  No]  1^.028— 

RESOLVED,  That  this  Commission  approves  and  hereby 
authorizes  issuance  of  Airport  Space  Rental  Permit, as  follows: 

To:    R.  D.  Rasmuss en- Skyway  Cafe: 

Covering,  effective  January  1,  1953,  occupancy  of  190  sq. 
ft.  in  Domestic  Terminal  Building,  on  a  month  to  month  basis, 
at  a  monthly  rental  of  $31.67,  all  improvements  thereto  to  be 
made  at  the  expense  of  the  permittee. 

PUBLIC  HE/, RING: 

Schedule  of  Rates  to  be  Charged  Private 
Consumers  and  Departments  of  the  City  and 
County  of  San  Francisco  using  electric 
energy. 

Mr.  James  H.  Turner,  Manager  of  Utilities  outlined  the  back- 
ground of  the  Hetch  Hetchy  Water  Supply  and  Power;  also, 
necessary  steps  or  factors  in  rate  fixing;  he  emphasized  that 
the  schedule  of  rates  before  the  Commission  was  predicated  on 
two  factors:-(l)  Cost  of  Power;  (2)  Value  of  power  sold.  The 
presented  schedule  of  rates  was  necessary  at  this  time  to  prope] 
ly  finance  the  Department.    Mr.  B.  A.  Devine  and  Mr.  H.  E. 
Lloyd    of  the  Bureau  of  Light,  Heat  and  Power  and  Hetch  Hetchy 
Water  Supply  supported  the  recommendations  of  Mr.  Turner. 
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On  motion  of  Commissioner  Baronf  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO,  I3.O29— 
RESOLVED*  That  pursuant  to  notice  of  intention  to  adopt 
schedules  of  fates  to  be  charged  to  private  consumers  and  de- 
partments of  the  City  and  County  of  San  Francisco  for  Hetch 
Hetchy  electric  energy,  heretofore  published  as  is  required  by 
the  Charter  of  said  City  and  County,  and  after  public  hearing 
being  held  in  accordance  with  the  aforesaid  notice,  the  follow- 
ing schedules  entitled  Schedules  of  Rates  to  be  Charged  Pri- 
vate Consumers  and  Departments  of  the  City  and  County  of  San 
Francisco"  on  file  in  the  office  of  the  Public  Utilities  Com- 
mission, for  uses  of  said  Hetch  Hetchy  electric  energy  be  and 
the  same  are  hereby  adopted: 

The  rate  charged  for  electricity  sold  within  the  incor- 
porated area  of  the  City  and  County  of  San  Francisco  to  City 
departments  only  shall  be  two  (2)  cents  per  kilowatt  hour  for 
power  and  two  and  three-quarter  (2-3/4)  cents  per  kilowatt  hour 
for  lighting  or,  at  the  option  of  the  department,  the  rates 
stipulated  in  any  of  the  following  applicable  schedules  of 
rates  on  file  in  the  office  of  the  Public  Utilities  Commission; 
to-wit; 

Nos.  A-l;  A-13;  A-15;  D-l;  DA-1;  H-l;  LS-1;  Ls~3;  Ls-7;P-1; 
p-3;  P-5;  P-6;  PA-l;  PR;  S-l;  S-2. 

These  designated  schedules  shall  be  applicable  to  and 
charged  to  private  consumers. 

For  electricity  sold  outside  the  incorporated  area  of  San 
Francisco  and  not  covered  by  special  agreement  with  the  Public 
Utilities  Commission,  the  rate  shall  be  as  stipulated  in  any 
of  the  following  applicable  schedules  of  rates  on  file  in  the 
office  of  the  Public  Utilities  Commission,  to-wit: 

Nos.  A-l;  A-3;  A-4;  A-5;  A-6;  A-13;  D-l;  D-3;  D-4;  D-5;  D-6; 
DA-1;  DA-3;  DA-4;  DM-1;  H-l;  LS-1;  LS-2;  LS-3;  LS-4; 
LS-5;  LS-7;  P-l;  P-3;  P-6;  *A-1;  PR;  S-l;  S-2, 

BE  IT  FURTHER  RESOLVED '  That  the  foregoing  schedules 
of  rates  be  submitted  to  thfe  Board  of  Supervisors  for  appro- 
val as  required  by  Section  130  of  the  Charter  and  that,  when 
approved,  either  expressly,  or  by  operation  of  law,  the 
effective  date  be  established  by  the  Public  Utilities 
Commission* . 

THEREUPON  THE  MEETING-  ADJOURNED, 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 

872nd  REGULAR  MEETING-  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  DECEMBER 
22,  1952 « 


Present:   Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw«  B.  Baron  and  Donald  A.  Cameron. 

President  Oliver  M.  Rousseau  presided , 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  minutes  of  the  871st  regular  meeting  of  the 
Commission  held  December  15,  1952  were  approved • 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  1^,0^0- - 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City    and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Co* 

Permit  to  cross  Hetch  Hetchy  pipe  line  right  of  way  with 
gas  service  mains  within  Purdue  Avenue,  Tulane  Avenue  and 
Rutgers  Street,  University  Village  Subdivision,  East  Palo  Alto, 
San  Mateo  County* 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I3.O3I-- 

WHEREAS,  under  Municipal  Railway  Contract  No,  423, Reloca- 
ting Poles  and  Feeders  at  Valencia  and  Market  Streets,  Abbett 
Electric  Corporation,  contractor,  was  required  to  complete  all 
contract  work  by  October  30»  1952;  and 

WHEREAS,  the  contractor  suffered  unavoidable  delay  in 
that  he  was  prevented  from  working  between  the  dates  of 
September  15,  1952  and  December  1,  1952,  a  period  of  76 
calendar  days  as  a  result  of  encountering  a  subterranean 
passageway  in  excavating  for    pole  H  as  shown  on  Drawing  No. 
CL-4463,  which  condition  prevented  them  from  installing  said 
pole  H  with  the  foundation  shown  on  Drawing  BL-2601  until 
the  Municipal  Railway  had  installed  a  special  footing  and 
pedestal  to  support  this  pole  and  foundation;  and 

WHEREAS,  the  contractor  has  prosecuted  his  work  dili- 
gently, but  due  to  above  conditions  will  not  be  able  to  com- 
plete the  work  within  the  specified  contract  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED'  That  the  time  for  per- 
forming all  the  work  specified  under  Municipal  Railway  Con- 
tract No.  423    be  and  is  hereby  extended  for  a  period  of  76 
calendar  days  until  January  14,  1953,  and  that  liquidated 
damages  by  reason  of  such  extension  are  hereby  waived. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  1^.0^2— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract,  in  amount 
fpl25» OO;  under  Airport  Contract  No.  130-Construction  of 
Terminal  Building  at  the  San  Francisco  Airport,  contractor, 
Clinton  Construction  Co.,  covering  the  following: 

To  provide  compensation  for  additional  work  inciden- 
tal to  changes  to  be  made  in  structural  framing  on 
the  first  floor  of  the  Terminal  Building,  all  as  shown 
on  Drawing  S-127. 
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On  motion  of  Commissioner  Cameron,  second  ed  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  PS.OyS-- 

RSSOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
$2,915*00,  under  SFWD  Contract  No.  622-Laying  8?\  12??  and  16" 
Cast  Iron  Mains  in  Vermont,,  Kansas  and  23rd  Streets,  con- 
tractor, Fred  T.  Fairey,  covering  the  following: 

Modify  contract  items  to  provide  additional  quantities 
necessary  for  laying  12??  mains  in  23rd  Street  between 
Kansas  and  Rhode  Island*  said  additional  quantities  to 
be  installed  at  the  request  of  the  State  of  California, 
Department  of  Public  Works,  Division  of  Highways,  payment 
for  same  to  be  borne  by  said  Division  of  Highways,  in 
connection  with  construction  of  Freeway. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  l^.O^d— 

RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  authorizes  execution  of  Water  Department 
agricultural  lease,  as  follows: 

E.  M.  Grimmer: -Irvingt on,  Alameda  County,  covering  640  acres, 

more  or  less,  Calaveras  watershed,  near 
Sunol,  for  period  of  six  years,  commencing  November  1,  1952 
at  an    annual  rental  of  $960.00,  plus  an  amount  to  be  deter- 
mined upon  the  selling  price  of  slaughter  steers. 

On  motion  of  Commissioner   Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  1J>.0^— 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $5,002.88,  from  the  Unappropriated 
Balance  of  Funds,  1938  Airport  Airport  Bond  Fund,  to  credit 
of  the  following  appropriations: 

193-O56-OO- Plans  and  Specs. -General  Office  $  290*00 

193-O57-OO- Inspection, Supervsn.  &  Field  Engnga  .  150.00 

193-550-ll-Concourses  4.502*88 

$5,022.88 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO,  1^.0^6— 

RESOLVED'  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $522,965.27,  from  the  unappropriated 
Balance  of  Funds-1945  Airport  Bond  Fund,  to  credit  of  the 
following  appropriations: 

96-900-56-Plans  and  Specs. -General  Office  $  35,000,00 

96-900-57- Inspect i on, Supervsn.  &  Fldg.  Engng.  11,000,00 
96-940-Ol-Concourses  472,907.00 
96-91 5-00-Landing   Fldg.Ltg.  & 'Marking  4.658.27 

$522,965.27 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  l^.OT?-- 

RESOLVED'  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $849,502.77,  from  the  Unappropriated 
Balance  of  Funds-1949  Airport  Bond  Fund,  to  credit  of  the 
following  appropriations: 

193-056-OO- Plans  and  Specs. -General  Office  $  73, 355. 00 
193-550-ll-Concourses  665,549.77 
193-550-12-Air  Mail, Express  &Cargo  Bldg.  110.600,00 

$  849,502.77 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO,  1^.0^8— 


WHEREAS,  the  regulations  for  administering  the  Federal 
Airport  Act,  Public  Law  377  of  the  79th  Congress  of  the  United 
States,  requies  that  the  offer  of  the  United  States  Govern- 
ment be  accepted  by  resolution  of  the  Sponsor's  governing 
body  to  amend  the  Grant  Agreement  for  Federal "Aid  Airport 
Project  No.    9-04-034- 104  by  reducing  the  maximum  obligation  of 
the  United  States  under  the  project  from  $583,212.00  to  VV 
$523,716.00  and  thereby  make  it  possible  for  the  City  to 
receive  the  difference  of  $59,496.00  under  Project  No.  9-04- 
034-308: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Board  of  Supervisors 
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of  the  City  and  County  of  San  Francisco  is  respectfully  re- 
quested to  adopt  a  resolution  accepting  the  amendment,  which 
acceptance  is  to  be  executed  by  the  Mayor  of  the  City  and 
County  of  San  Francisco  and  the  mnager  of  Utilities  of  the 
City  and  County  of  San  Francisco. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO*  l^.O^Q-- 

WHEREAS  the  regulations  for  administering  the  Federal 
Airport  Act,  Public  Law  377  of  the  79th  Congress  of  the  United 
States,  requires  that  the  offer  of  the  United  States  Govern- 
ment be  accepted  by  resolution  of  the  Sponsor's  governing 
body  to  amend  the  Grant  Agreement  for  Federal 'Aid  Airport 
Project  No.  9-O4-034-206  by  reducing  the  maximum  obligation  of 
the  United  States  under  the  project  from  §345,000.00  to 
$325,000.00  and  thereby  make  it  possible  for  the  City  to 
receive  the  difference  of  120,000.00  under  Project  No.  9-04- 
034-308: 

THEREFOR™,  BE  IT  RESOLVED'  That  the  Board  of  Supervisors 
of  the  City  and  County  of  San  Francisco  is  respectfully  re- 
quested to  adopt  a  resolution  accepting  the  amendment,  which 
acceptance  is  to  be  executed  by  the  Mayor  of  the  City  and 
County  of  San  Francisco  and  the  Manager  of  Utilities  of  the 
City  and  County  of  San  Francisco. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I3.O4O-- 

RESOLVED    That  this  Commission  hereby  requests  the  IXfeyor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $2,557.70,  Airport  funds,  to  credit  of 
Appropriation  No.  264-87O-OO,  to  provide  for  payment  of  Bond 
Redemption  Charges  for  Airport  Land;  Lomita  Park,  Capuchino 
Sanitary  Bonds  and  second  installment  in  San  Mateo  County 
Real  Estate  Taxes. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  1^,041— 
RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
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to  recommend  to  the  Board  of  Supervisors  supplemental 
appropriation  in  amount  $l,8l8.60-Water  Department  funds,  to 
provide  for  compensation  of  one  Ull8  Serviceman ?s  Assistant, 
deletion  of  one  J/\  Laborer,  reflecting  recent  reclassification 
of  position  by  the  Civil  Service  Commission, 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

-.-RESOLUTION  NO,  13.042— 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  supplemental  appro- 
priation in  amount  $50, 643, 00- He tch  Hetchy  Project  Funds,  to 
credit  of  Appropriations  as  follows: 


268-120-00-Temporary  Salaries 
268- 13O-OO- Wages 

268-^OO-OO-Materials  and  Supplies 
268-870-OO- Taxes 


$  3,500,00 
36,286fOO 

9,457-00 

1,400.00 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  13.04V- 

RESOLVED,  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $32,136.91,  in  favor  of  Rothschild, 
Raff in  and  Weirick    and  Pacific  Bridge  Co.,  under  SFWD  Con- 
tract No.  588- Const ruction  of  Lake  Merced  Pumping  Station. 

Contract  Payment  in  amount  $3, 336,16,  in  favor  of  E.T.Haas  Co,, 
under  SFWD  Contract  No.  %b^Con3tr\xotion  of  Bay  Crossing  Pipe 
Line  No.  1  and  2-Cross  Connections  at  Newark  and  Redwood  City. 

Contract  Payment  in  amount  $12,191.40,  in  favor  of  H.  T. 
Treacy,  under  SFWD  Contract  No.  527-Laying  6n  and  12?f  Cast 
Iron  rains  and  Transite  Mains  in  Lakeshore  Country  Club  Acres, 
G-ellert  Drive  and  Midtown  Terrace  No,  2. 

Contract  Payment  in  amount  $47,807.00,  in  favor  of  M  &  K  Cor- 
poration and  Associated  Pipe  Line  Welders,  under  SFWD  Contract 
No.  602R-Laying  307'  Steel  Sutro  Main  from  7th  and  Clarendon 
Avenues  to  Stanyan  and  Frederick  Streets, 

Contract  Payment  in  amount  $200.00,  in  favor  of  Marmion  D, 
Mills,  for  services  as  transportation  expert  and  coordinator 
for  operations  of  the  Municipal  Railway,  for  period  November 
l6-December  15,  1952. 
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On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


--RESOLUTION  NO.  1^,044-*- 

RESOLVEDf  That  on  recommendation  of  the  Onager  of 
Utilities,  the  General  mnager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  claims  against  the  Municipal  Railway,  as  follows: 


Claimant      CURRENT  YEAR 
Non-litigated  settlements 
Laura    M.  Haver stock 
John  H.  Bates 
Roy  Rogers 
Toy  K.  Lee 
Josephine  Manzano 
Mary  Kenney 
Clarence  R.  Morrell 
Charles  Raven  Motors 
Mary  Taranik 
"pessie  Schembri 


Date  of  Accident 


3uly  24,  1952 
October  6,  1952 
December  3»  195^ 
November  22,  1952 
September  24,  1952 
November  7,  1952 
August  26,  1952 
November  28,  1952 
August  18,  1952 


July  30,  1952 
Amending  portion  of  Resolution  No,  12,999  claimant 
Viola  J.  Mc  Dermott  to  read  $140.00  instead  of 


Settlement 

135.44 
204.ll 

297.33 
150.00 

207.50 

189.OO 

145.34 
280.OO 

400.00 

250,00 


11,500.00 
Litigated  settlement 

Joan  Lake-f iled-not  served     July  18,  1952 
Appropriation  No*  265-804-OI 

PRIOR  YEARS 
Non-litigated  settlements 
Johana  V/.  Metzo 
Veterns  Cab  Co. 
Agnes  M.  Gedge 
Litigated  settlements 
Fifi  Isaris-filed  and  served 
Chas,  A.  Kampf-not  served 
Prances  Mc  Dermid-filed 
Bessie  Derfield 
Judgments: 

Burton 


June  23,  1952 
March  14,  1952 
June  5,  1952' 


March  12,  1951 
December  13,  1951 
August  24,  1951" 
October  20,  1950 


oella  M. 


Thomas  A.  Mc  Dermott 
Charles  Pounds  (Miss) 


October  2,  1950 

October  5,  1951 
April  29,  1951 


Appropriation  No.  265-804-02 


-1,360.00 
650.00 

i  1,549.72 


$  150.00 

147.69 

200.00 

1,000.00 
765.OO 

1,500.00 
199.00 

7,604.65 
plus  interest 
1,500*00 
 654.75 

$13,7gl,OQ 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  l^.O^- 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$75,000.00,  under  Appropriation  No.  265-804-02-Passengor  and 
Damage  Claims-Prior  Years* 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$300*00,  from  Appropriation  No.  97-OOO-OO-Unallocated,  to 
credit  of  Appropriation  No.  97-510-20,  to  provide  for  changing 
lighting  system  in  five  offices  of  Geneva  Carhouse  from  D.C. 
to  A.C. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$32,500.00,  from  Appropriation  No.  265-300-OO-to  credit  of 
Appropriation  No.  265-399-03-00 »  transferring  allowance  for 
Materials  and  Supplies  to  Materials  and  Supplies-Devolving 
Fund  • 

Hetch  Hetchy  Bond  Fund  Request  for  Intra  Fund  Transfer  in 
amount  $l8.00,  from  Appropriation  No.  98-975-57*  t0  credit  of 
Appropriation  No.  98-976-OO,  to  provide  for  printing  of 
opinion  of  District  Court  of  Appeals  in  action  of  Mc  Guire 
and  Hester  vs.  City  and  County  of  San  Francisco-No.  393170. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$156.71,  from  Appropriation  No.  266-804-OO,  to  credit  of 
Appropriation  No*  266-175-OO,  in  amount  $145.45,  and  to 
Appropriation  No.  266-861-OO,  in  amount  $11.26,  to  provide  for 
salary  and  pension  allowance  of  Frank  J.  Florence. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $275,000,00,  under  Appropriation  No.  268-23I-OI, 
Purchase  of  Power  and  in  amount  $270,000.00,  under  Appropria- 
tion No.  268-231-02-Service  Charge-third  quarter  expenditure 
for  power  purchased  from  Pacific  Gas  and  Electric  Company. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  1^,046-- 

WHEREAS,  the  regulations    for  administering  the  Federal 
Airport  Act,  Public  Law  377  of  the  79th  Congress  of  the 
United  States,  require  that  the  offer  of  the  United  States 
Government  to  pay  a  portion,  in  the  amount  of  $292,835.00,  ot 
the  allowable  airport  project  costs  for  Federal  Airport 
Project  No.  9-O4-O34-307,  be  accepted  by  resolution  of  the 
Sponsorfs  governing  body: 

THEREFORE,  BE  IT  RESOLVED f  That  the  Board  of  Supervisors 
of  the  City  and  County  of  San  Francisco  is  respectfully 
requested  to  adopt  a  resolution  accepting  this  offer  of  the 
United  States  Government  which  acceptance  is  to  be  executed  by 
the  PHyor  of  the  City  and  County  of  San  Francisco  and  the 
Manager  of  Utilities  of  the  City   and  County  of  San  Francisco, 

On  motion  of  Commissioner  He  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  1^.047— 

RESOLVED,  That  this  Commission  approves  the  plans  and 
specifications  and  authorizes  call  for  public  bids  for  the 
work  of  Municipal  Railway  Contract  No.  417-Alterations  to 
Trolley  Coach  Overhead  for  One-Way  streets  for  Nos.  5  and  21 
Lines. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


873rd  REGULAR  MEETING  OF  THE  PUBLTC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  DECEMBER 
29,  1952. 


Present:  Commissioners  Oliver  M.  Rousseau,  Victor  S.  Swanson, 
Sam  Mc  Kee,  Edw,  B.  Baron  and  Donald  A.  Cameron. 

President  Oliver  M.  Rousseau  presided. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  minutes  of  the  872nd  regular  meeting  of  the 
Commission  held  December  22,  1952,  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously; 

—RESOLUTION  NO.  r$.Qd8~ 


RESOLVED,  That  this  Commission  approves  all  non-civil 
service  and  temporary  appointments  and  removals  made  by  the 
Onager  of  Utilities  for  the  month  of  November,  1952;  and 

BE  IT  FURTHER  RESOLVED,  That  report  of  said  appointments 
and  removals  be  transmitted  to  the  Civil  Service  Commission 
and  to  the  Controller. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  1^,04Q— 

RESOLVED,  That  on  recommendation  of  the  General  mnager 
and  Chief  Engineer  of  the  San  Francisco  Water  Department,  the 
City  Attorney  and  the  mnager  of  Utilities,  this  Commission 
approves  and  hereby  requests  the  Controller  to  draw  warrants 
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in  settlement  of  claims  against  the  San  Francisco  Water 
Department,  as  follows: 


Claimant 

  — ft 


Date    of  Accident 


Settlement 


Dora  Zolotoff 


Cosme  and  Rosario  Verdugo 


September  8,  1952 


May  15,  1952 


$  162.48 
182,69 


On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  V&ter  Department  has  recommended  the  granting 
of  a  certain   revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  V&ter  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED    That  the  Public  U  tilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:     Millbrae  Elementary  School  District, 

Millbrae,  San  ?feteo  County,  California 

Permit  to  extend  a  roadway  and  various  utilities  across 
the  City?s  15  foot  telephone  easement  through  the  Highland's 
Elementary  School  Site,  Millbrae,  San  Mateo  County. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


RESOLVED,  That  on  the  recommendation  of  the  Onager  of 
Utilities,  this  Commission  authorizes  R.  B.  Hansen,  Senior 
Civil  Engineer  of  the  Utilities  Engineering  Bureau,  to  sign 
and  execute  for  and  on  behalf  of  the  Commission,  all  routine 
documents  relating  to  the  acquisition  or  abandonment  of 
interest  by  the  City  and  County  of  San  Francisco  in  the  opera- 
tion of  the  Joint  Pole  Agreement,  to  which  City  is  a  party,  and 
to  approve  or  disapprove  charges  or  credits  incident  to  the 
operations  of  said  Joint  Pole  Agreement;  and 

BE  IT  FURTHER  RESOLVED ^  That  this  Commission  hereby  in- 
structs that  obsolete  poles  for  which  the  City  has  no  present 
or  further  use  be  abandoned;  and 

BE  IT  FURTHER  RESOLVED,  That  Resolution  No. 12, 523  adopted 
June  2, 1952, be  and  the  same  is  hereby  rescinded. 


~  RESOLUTION  NO.  1^.050-- 


— RESOLUTION  NO.  1^.051— 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  1^.052— 

RESOLVED f  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount        .07,  expenses  of  Geo.  M.  Dixon,  Manager 
and  Chief  Engineer,  San  Francisco  Airport,  on  trip  to  Seattle, 
Washington,  December  16-19,  1952*  studying  engineering  and 
technical  data  in  defense  of  litigation  of  Trans  World  Airways 
vs.  City  and  County  of  San  Francisco. 

On  motion  of  Commissioner  Swanson#    seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  p).0^~ 

WHEREAS,  by  Resolution  No.  12952,  dated  November  24, 
1952»  this  Commission  extended  the  completion  date  to  December 
7,  1952,  for  all  work:  to  be  performed  under  Airport  Contract 
No.  142-Reconstructing  Aprons  at  Hangars  l-2-3~4»  Lawrie 
Paving  Co.,  contractor,  to  allow  additional  time  for  said 
contractor  to  relocate  one  fire  hydrant  in  accordance  with  the 
terms  of  Modification  of  the  above  referenced  contract;  and 

WHEREAS,  said  modification  of  contract  was  not  certified 
in  time  to  allow  the  contractor  to  complete  the  work:  as  modi- 
fied on  the  extended  completion  date;  and 

WHEREAS ,  said  contractor  has  been  diligent  in  his  efforts 
to  complete  the  work  within  the  specified  contract  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  the  time  for  com- 
pleting all  work  under  Airport  Contract  No.  142  be,  and  is 
hereby  further  extended  for  a  period  of  five  calendar  days 
to  December  12,  1952  and  that  liquidated    damages  by  reason  of 
such  extension  are  hereby  waived. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  1^.0^4— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Credit  Modification  of  Contract  in  amount 
$710.62,  being  the  difference  between  certified  estimated  con- 
tract and  actual  performance;  approves  Certificate  of  Accept- 
ance and  Final  Payment  in  amount  ,$8,024.20,  under  Airport  Con- 
tract No.  142-Reconstructing  Aprons  at  Hangars  1-2-5-4,  con- 
tractor, Lowrie  Paving  Co. 
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On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  1^Q?>- 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Credit  Modif ication  of  Contract  in  amount 
$456.00,  being  the  difference  between  certified  estimated  modi- 
fication of  contract  and  actual  performance;  approves  Certifi- 
cate of  Acceptance  and  Pinal  Payment  in  amount  $2,591»5°»  in 
favor  of  Lewis  J,  Mc  Dermott,  under  Municipal  Railway  Contract 
No.  424-Reconstructing  Roof  at  24th  and  Utah  Shops, 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO ,Pj.Ofo— 

WHEREAS f  the  General  Manager  and  Chief  Engineer  of  the 
fan  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  W&ter  Department,  as  hereinaf- 
ter set  forth: 

THEREFORE,  BE  IT  RESOLVED t  That  the  Public  Utilities 
Commission  of  the  City  and  Countv  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    San  Mateo  County,  Redwood  City 

Permit  to  lay  a  6-inch  water  line  from  the  60-inch  Bay 
Division  Pipe  Line  across  City  property  near  the  Hassler 
Health  Farm  in  Edmonds  Road  for  the  purpose  of  serving  San 
Mateo's  County  Canyon  Sanitorium. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  1^.057— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Hetch  Hetchy  Project  Request  for  Additional  Allotment,  in 
amount  $3, 125.00-Appropriation  No.  268-640-OO-Water  Rights,  and 
in  amount  $3, 250,00-Appropriation  No.  268-641-OO-Hydrography, 
third  quarter  of  fiscal  year  requirements. 

Municipal  Railway  Request  for  Additional  Allotment,  in  amount 
$220.50-Appropriation  No.  97-400-03,  payment  of  State  Use  Tax 
on  final  payment  for  purchase    of  street  cars. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  l^.Otf-- 

RESOLVED,  That  this  Commission  hereby  recommends  to  the 
Board  of  Supervisors  of  the  City  and  County  of  San  Francisco  a 
resolution  directing  the  Legislative  Representative  of  the 
City  and  County  of  San   Francisco  to  arrange  for  the  intro- 
duction at    the  1953  session  of  the  Legislature    of  the  State 
of  California  that  certain  bill  in  amendment  of  Section  16273 
of  the  Education  Code,  reading  as  follows,  with  the  language 
underscored  constituting  said  amendment: 

"An  Act  to  Amend  Sec.  16273  of  the  Education  Code  re- 
lating to  the  definition  of  School  Bus, 

"The  people  of  the  State  of  California  do  enact  as  follows: 

"Sec.  1*  Section  16273  of  the  Education  Code  is  amended  to 
read : 

??l6273«  A  school  bus  is  defined  as  a  motor  vehicle  regularly 
used  for  the  transportation  of  pupils  of  the  public  schools 
to  and  from  school  or  to  and  from  school  activities  and  owned 
either  by  any  school  district  or  by  any  person,  firm, 
association,  partnership,  or  corporation,  excepting  motor 
vehicles  of  the  pleasure  car  type  designed  for  and  when  ac- 
tually carrying  not  more  than  seven    pupils  and  the  driver,  and 
excepting  motor  vehicles  subject  to  and  meeting  all  require- 
ments of  the  Public  Utilities  Commission  operated  by  carriers 
operating  under  the  jurisdiction  of  the  Public  Utilities  Com- 
mission, or  operated  by  and  under  the  exclusive  .jurisdiction 
of  any  municipally  owned  transit  system,  but  not  used  exclusive- 
ly for  the  transportation  of  public  school  pupils,    When  any 
vehicles,  other  than  vehicles  of  the  pleasure  car  type 
designed  for  and  when  actually  carrying  not  more  than  seven 
pupils  and  the  driver,  are  being  used  for  the  transportation 
of  public  school  pupils  the  operators  shall  possess  the 
qualifications  required  by  the  regulations  for  school  bus 
operators." 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  1^.059— 

RESOLVED,  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities,  the  contract  for 

Constructing  Power  Supply  For  North  Field  Area 
San  Francisco  Airport-Airport  Department  Contract 
No.  149 

a  public  work  to  be  performed  on  the  basis  of  a  lump  sum  price 
submitted  and  regularly  on  file  for  the  work  to  be  performed 
as  set  forth  in  the  related  specifications  for  the  Public 
Utilities  Commission  of  the  City  and  County  of  San  Francisco, 
be  and  the  same  is  hereby  awarded  to 

Mahoney  Electric  Co, 
San  Francisco, Calif ornia 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Two  Thousand  Nine  Hundred  Fifty-three 
Dollars  and  Sixty-four  Cents  ($2,953.64)  said  sum  being  the 
total  price  for  the  lowest  bid  submitted  on  the  basis  herein- 
above stated. 

BE  IT  FURTHER  RESOLVED,  That  the  Commission  recommends 
and  hereby  requests  the  Controller^  approval  of  the  docu- 
ments necessary,  to  provide  funds  for  certification  of  the 
above  contract. 

AND  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  1^.060— 

RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  issuance  of  Airport  Space 
Rental  Permit,  as  follows: 

To:    Southwest  Airways  Company 

Effective  Date:  -  January  1,  1953 
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Area  Chg.  per  Sq.  Amount  per 

Property  Description:          Sq .  Ft,  Ft.  per.  Yr.  Year 

Hangar  No.  1-First  Floor     10,051  $.80  $  8,040.80 

No.  2-First  Floor     12,097  .80  9,677.60 

Second    Floor      1,977  .80  1,581.60 

Entire  Fire  House                    780  .80  622. 40 

Paved  Area                          80,569  .075  6,042.68 

Umimproved  Area  78,576  .01  785,76 
Domestic  Term.Bldg. 

m in  Lobby                             122  5. 00  610.00 

Other  rain  Floor                       74  5. 00  222 . 00 

$27,582.84 


Space  Rental  Permit  issued  under  Resolution  No,  12,772  is 
revoked  as  of  the  effective  date  of  this  permit. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  l;5.06l-- 

RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  issuance  of  Airport  Space 
Rental  Permit,  as  follows: 

To:    Standard  oil  Co. 


Effective  Date:  -  January  1,  1953. 


Area       Chg,  Per.  Sq.    Amount  per 
Property  Description:  So .  Ft .    Ft .  per  Yr.  Year  

Paved  Area  18,869       $  O.075  $  1,415. l8 

Unimproved  area  6,646  .01   66.46 

$  1,481; 64 

Permittee  is  authorized  to  place  on  space  small 
building  on  skid -type  footings  for  its  use  in 
loading,  unloading  and  servicing  of  their  own 
aircraft. 
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President  Oliver  M,  Rousseau  on  behalf  of  the  Commission 
extended  a  happy  and  prosperious  New  Year  Greetings  to  Staff 
and  Members  of  the  Press. 


THEREUPON  THE  MEETING  ADJOURNED. 
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